\ IttCB/OStfAJn 


Sold So: 
Reference; 


SAXES 0 R 1 JSB 

S» A. EfiipreBa. df* Vlac&n Aerea 
Rio Grandnneni- VAH1G 

(a) VAHIO 10-2167 
fb) Convair S r 0. 60D-8-85 

(c) ana no. 3-199 

tt(d) Memo Hendricks to HLgges 

13 May 1963 


“'Revised: 

Isate: 


13 Miy 1963 

26 A art) 




8. 0, Sot 
U u 0. Tie: 


600-8-88 

31 . 7^5 



1. Jo accordance with Reference <•>**«»•«£ 22^11 wJn'sST .^> 
nm^n oil first clans seat Kydrolocfc Cylinder!! fron \AH(1 ai«-r ^ : „ . 

ST», Rngietmtlcn So. end deliver m to 0. B. M», «>• ^ 

San BltigOy California* 

S. Upon cOEpletlcn of the tank outlined in % 

<**« ■ 

to the break over latches on all 
A/C Production So. 19 an directed t y VARIG’s C, B. Edmonds. 

A of 100 canhouro in authorised hereunder. 

_ „ 1+h Thnfnvence (d) above, all concerned are hereby authorised to 

Lroi^VABIG lr. tte onount of $ 1 ^'^ertag the teakan 
1 and 2 which wan accomplished on Friday ,, 19&3- Please ™ 

when ready to attention, to G. D. Clark, M/Z» 11- 


iSFC: n 


--■Revised to add Ref.(d) amend para 2 and add parti 3- GBCtam 


r 


cc? S» File 
B. H. Wilbur 



/y. A 

. ' ■ ■ R 

S ■ rtr-' :C! ■ n. 



ST i 

btttrac^s 


REcr”'"> 

MW 1 63 






















S. A, ©wp-eatt c.< . ■ -V 
PJo Oranii. .* ati •* ■ i(J 


^Bevimfrd: 


0 


I t • jg 






< ' t •: v: >u.< ? ’ Cfb' : 




;ssoo t^5) 1 



' *T 

ftx-wi .-fio >’c :• >. » V (; 5'C) - 1 

T AprL 1 .J>5 / 

fwjiyT,'-i5] 



■ 

> 0' 'll'. 

?T M'ii; .$*? (ir-s5C)' 

{esco 



** 


■ ' . ••£ uben .a&fy to » • 


»3r 


Chsrijea for abovn fy_l .. .l-oil n» p.s folic . 



% .^:C5 

$5*05 


per 

















*Re vised to onari: yar <i 1 caul. a6tl nr& '5. GRC:a a £/ 
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GENERAL D&iAMXCS/COHVAJR 


SALES OHIKR 


Reference: 


Sold ¥0 


S.A. Bnpresa de Viacao Aerca 
Rio Grandense - VAHXG 


(a) Latter Agmt. 11-0-750 


accepted and agreed to 4/25/63 


Date: 26 April 1963 

S c 0 . No: 600 - 8-87 

Wo‘0. Ho: 31,744 


FEBHg OF VAKSG 990 A AIRCRAFT PR0DUCT10H HO. 20,»PP-VJQ 

FROM SAH KIBSO IX? POHCO AIEORE, BRAZIL 


1. In accordance with reference (a) above, all concerned are hereby authorized to 
take steps necessary to ferry VAHXG 99CA Aircraft, Production Ho. 20, Registration 
Ho. PP-VJO from San Diego, California to Porto Alegre, Brasil on or about April 27. 

2. Convalr is to furnish a Flight Captain and a Senior Flight Engineer for the 
purpose of conducting the ferry flight subsequent to redelivery of said aircraft to 
VAHXG. 

3 . VAHXG will provide or reimburse Convalr for the first class return air trans¬ 
portation for Convalr's flight personnel from Porto Alegre, Brasil to San Diego, 
California, upon completion of the ferry flight. 

4. VAHXG is to furnish a copilot, provide all fuel, oil and maintenance for the 
aircraft and pay all laadlns fees in connection with said ferry flight. 

5 . Upon completion of delivery of the aircraft to Porto Alegre, Brazil and return of 
Convalr Flight Captain and Senior Flight Engineer to San Diego, California, VARSG Is 
to be invoiced in the amount of $2,255 representing salaries, fringe benefits, per . 
diem and other expenses of Convalr personnel conducting the ferry flight. 

6. VAHXG has agreed to indemnify and save Convalr harmless from all loss, coots, 
etc., in connection with the ferry flight. 


RECFIVED 


APR 30 '63 


GDCsaia 


cc: So 0 . File 



Director of Contracts 


Leg wo. 833 










Set d f c i 1 ' 


fiAl ES OR r EH 

.’..A, L-r.ps-^ta de Vlaeao A*r»a 
Kio tiifciiidenuo - VARIG 



*&snde*(i: 


Data: 


S. O, No 


30 August 1963 

, *ii J jjvs iy:. 

14 Apr il IWi 

600-8-86 


Reference: (»,) L<Uer Agmt. betwn VARIG and W- O. No. il. ?42 

GD/Convair 11 -0-747 Accepted 
on IQ Apr 1963 

(k) 3 O, 600 -8-84 (Ferry of VARIG 
990. Production No, 19) 

'• -AfT-ftSt ife fc-sites?*, j. b Sr*t'C'jtT*swR v&tij t<) <5, jjj, cXttfi!, , 


SUPPLEMENTARY FLIGHT TRAINING IN BRAZIL FOR VARIG 

1 In accordance with Reference (a) above, all concerned are auth'iizcd to furnish 
.a second Convalt pilot instructojf And it second Convair flight engineer inetruKiio-r to 
a *** st VARIG tn the 990 flight training program in Porto Alegre, 3ys**l„ Said 
pilot instructor and flight engineer conducted the ferry of VARIG aircraft 990. 
production No 39 to Porto Alegre. Brasil in accordance with Reference {&) sfcsvo 

l ;t*ki Convalr instructors are authorised to ride in the cockpit of the mrcs-aft 
■during passenger flights 

5 VaRIG ^hfeiS bo Invoiced for the above services ao follows" 

Commencing on 16 April I9A3, $3,990 per month or pr'T rata portion 
thereof for the pilot instructor, and 

$3 V 030 per month or pro rata portion there of for flight engineeir 

J._ jjhwttuetor # to and Including Jun® 22 the date the In* true tors ret trand to 

S.%id chargee will he prorated on the basis of a 30 day month, 
tUfe^i after coHpletion of the suppleae ntal flight trolnij g progrtya 

4 .. VAHIG shall tarnish or reimburse Convair for first-das? return ait t ans parlotion 
fo'jr Conwale s pilot and flight engineer Instructor* upon completion of the fjghit 
training program 

**'• ^ CE£ tfA^ag, n»j»rtaanfc la instructed to prepare invoices cowering the a sm-vi 
t<j f & forward tan to Contract a Bepertiafcat for tranaaittal to VARIO. 


nod add pars 


.fflrn 

“jfe\ viced to uawnd pom 3 

*** Revised to odd para* 7. (?EC:Jav /£/ 


h rnggsv 

Director of Contra 



cc.; W. 8, Harwell 

t«e Ifoo to 3M6- «i* 1557 













G53WRAI. cmMICS/COKVAXH 


c 


SALES ORDER # 600-8-86 

FSS5L? 


V O : 31.74? 

8/2? '63 


The Convair pilot Instructor and Convuir flight engineer instructor whone ser'*tces 
were covered hereto were Messrs. A, P. Wilson and L. Kmulsen. Upon termination of 
th«»ir services in accordance with paragraph 3, above, Varig provided the Couvair pilot 
instructor and Convair flight engineer instructor with first class airline tickets from 
>rto Alegre, Brasil to San Diego, California ■; Therefore, meeting the terms of paia- 
gru?h 4, above. 

*** To Shis sales order is cancelled herewith and no further charges are authorised henwinder. 




C £N JRAL DYNAMICS/COMVAIR 


SALES ORDER 

^Reviisnds 


19 April 1965 
IQ April 1963 


Sold To; 


So A. Empreiia de Viacao Aorea Data; 

Ri«j Grand ease - VARiG 


Sc O Nos 


600-3 .85 


Reference; (a) VARIG P O,#10-2164 


Me "no Do H, Df.gge«? from 
A. L.Handricka dtd u 4/18/65 
(BIN' 3-149) 


Wo Oo Nos 


317 59 


REMOVAL OF HYD ROLOCK CYLINDERS FROM FIRST 
CLASS SEATS IN 990A AIRPLA.NE l PRODUCTION NO, 19, 


REGISTRATION NO PP-VJF 


1.. In accordance with Reference (a) above, all concerned are hereby authorised to 
remove all first class seat Hydrolock Cylinders, leaving control arm* on the seats, 
from aircraft 990A, Production No, 19, Registration No, FP-VJF, and deliver same 
to Mr, C, Q, Edmonds, tJ, S. Maintenance Manager, Varig Airlines, A maximum 
o 50 manhours is authorized hereunder, 

*2 In accordance with Reference (b) above, the Accounting Department in- hareby 
authorised to invoice V ARIG in the. amount of $376,00 vap*esc nting costa pi as profit 
for the task involved iu paragraph 1 above. 


GDC am ^Revised to add Ref, (b) and add para 2, GDCjam 
©es Si O,. File 



tag Noo 8io 



Director of Ct ntra t.F 
















general, dynamics/convair 


Sold To: 


Reference; 


SALES ORDER 


S A, Empreoa de Viacao Aerea 
Rio Grandenae - VARIG 

(a) Letter Agreement between 

VARIG and GD/Convair accepted 
and agreed to 1 April 1963 


* Revised: 
Pate: 


S. O. No: 
W„ O, No; 


30 August 1963 
8 April 1963 


600-8-84 


31732 


FERRY OF VARIG 990 AIRCRAFT, PRODUCTION NO. 19. PF-VJF 
FROM SAN DIEGO TO PORTO ALEGRE. BRAZIL 

1» In accordance with Reference (a) above* all concerned are hereby authorised to 
take all steps neceaoary to ferry Varig 990 aircraft. Production No. 19, Registration 
No. PF-VJF, from San Diego, California, to Porto Alegre, Brasil, on or about 
Thursday, April 12. 

2. Convair is to furnieh a Flight Captain and a Senior Flight Engineer for the purpose 
of conducting the ferry flight subsequent to redelivery of said aircraft to VARIG. 

3. VARIG will provide or reimburse Convair for the first class return air transports* 
tlon for Convair 5 s flight personnel from Porto Alegre, Brasil to San Diego, California 

upon completion of the ferry flight. 

4. VARIG is to furnish a copilot, provide all fuel, oil and maintenance for the aircraft 
and pay all landing fees in connection with said ferry flight. 

5. Upon completion of delivery of the aircraft to Porto Alegre, Brasil and return of 
Convair Flight Captain and Senior Flight Engineer to San Diego, California, VARIG is to 
be invoiced in the amount of $2, 255 representing aalaries. fringe benefits, per diem, 
and other expenses of Convair personnel conducting the ferry flight. 

6. VARIG has agreed to indemnify and save Convair harmless from ail loos costs, 
etc,, in connection with the ferry flight. 

To 'Shis sales order is cancelled herewith and no further charges are authorised hereunder. 


GDCfam * sevioad ta add pnra. T- 

ce: S, O. File 



H Digges 

DSr&etor of Contracts 


Log Ho* 1556 













l £ K..*L DYNAMICS, CONVAIR » - 



SALES ORDER 






if* ASflTm ’ X-S 

10 April 1963 
1 April 1963 

Sold To; 

S A Empresd de Viacaj Aerea 

Rio Graidense * VARIG 

9 R evisedi 
Date; 



Sj O. Nos 

600-8 83 

Reference; 

la) Verbal request E B. Edm >nds, 




VARIG, to E L, McDonald, Convair W O No 

3 J 727 


*fb> VAPiD P O, #10*2166 


31738 


LOADING OF VENDOR AND CONVAIR SPARES 
AB OARD MODE L 3 BA, PRODUCTION NOS.. 13/19/20 

1. in accordance with Reference (a) ab.ive, ail concerned are hereby auth:ii&ed to 
assist VARIG personnel in loading 990 vendor and Convair proprietary spare* aboarc 
aircraft Model 30A, rod action No* 13/19/20. All work relating to this taj»te ie t 
he charged to Work Order 31727. 

2 All concerned are authorised to assist VARIG in loading CFE equipment! consist ng 
of Sell manufactured galleys, aboard aircraft Model 30A„ Production Noe 13/19/20 
Ail work relating to rhie task ie to be charged agamst Work Order 31738. 

*»3. Jfcsk described in paragraph 8 was conpleted on all three aircraft as of Ifonutsda?, 
April 24, 1963 , 

**4- Accounting Departnrnt Is hereby instructed to invoice VARfO in the niaount o> 

4^*183 covering tin? task described in i.xsrugmph 2 and in accordance vith Vhl > • ;• ui- i 
Order jflO-SJjfU, Reference (b) above. 


RECFWFD 

RPR 30 ’63 


GDC am 


*Sev3*ed add Reference <b)» GDCsam^^ 
Revised to odd jurao. 3 and 4. QbC*aa 


cl. Distribution 
ft> J EllloU 
Sc O File 

* 832 


. Ss'y&k 

. -• -if 1 Jigger 
Dlr« .cc-r 













A 

NER. . 'i . 1. ‘ 


5/ :S OK D'JU 


5t>.d io *»./.« Emprca. t t* V;a< ft < Aerea 

Rio GraiidenB-" *• V/ 1 PIG 

I’ofercf; «j. (a) Letter Agreement felwrj VAP,«“G 

\. Airlines fc General Dynamics 
did 3/22/63 


****Re vised: 


R<* r.» 1 
.»3 ts* c 


S O 



30 August 1963 

r/fci 

\i t < 

i'i 7? 7 


FLIGH T TRAINING. rs'BB A 7J L FOP V A R l r 


L In acrorda ice with Reference (a) a bore all eon«.**ne 5 are a th r>- * i . . 

orns (l) CD/Oinvair Pilot Instructor and one {1} GOfConvalr F ig-'it K:.g.r.ur 
Instruct r to »cnirp*ny the first r<*d«li ered sr^ocUied 993A , -♦;«*** ; | tto 

..logic. I5raz.ll and remain for a period of approximately thT<3" •; or'n*i t it d^a 
VARIG *n Flight Training Program, Said Couvjut inatructoia arc a tin; .13 r 
nr e in the cockpll: of the aircraft or. scheduled paosenger reverie f ! ight 


2. VARIC thall be invoiced for the above services as f Hows: 


$3. 993-per month or pro rata portion there f i ■:• the Pilot ar - 

$3, 533 per m.nth cr pro rata portion thereof for Flight Engines* fas • r 
r -’u«se bnrfie* wiU Ho pin* teed -in the bs.f*fo <?* v 3t day rfn> 

. V&PIGshall furnish or reimbujaa Gonv&ir for first-clasa ret 1: ; i :• 

P" t.itiaa f or Convair'a Pilot and Flight Eng n*s r Jnstr ct first rp 
of the ft %ht training program. 


'■*’ i Cb. p>? thf ces- 

i 

r 1 

* / 





c t'owt' 1m in i hir&ru 
4k V-n dwr?! * l - >• 


temi. o*j in paragraph 2 ar* to comm n on .*> si 





GDCims ' Rovisod to arnand para Z &ndTto~a33 par* C TJETC^rn" 
i..o;! No. ii£7 ^ ..^j,ag g 1555 


& 


A' -4$ 

+* Z "* - * * r u 

1 i * ti ■ ci ; 1 » i 










* 


fe&vised: 30 August 1# 


SEHERAL ITfKAMECS/CQflVAIR 


SA LES ORDE R 


Sold to: So A. Bspresa de Vlacac Awrea 

Bio Grandese - VAKLffi 




PA GE 2 > 

So 0-; & 0-8-83 

W- 0*2 31,73? 


9° » neleo order Is cancelled herewith and no further charges are authorized hereunder. 


® <MK * Revised to add pare. 9, 


mGifrxv/fr 




G KJN JiiKAi- JjyjNAJVUGS / GUJ.N V AXtt 


SALES ORDER 


( 


Sold to: 


S. A. Empresa do Viacao Aorea 
Rio Grandease - VARIG 


Date: 21 March 1963 


S.O. No. 600-8-81 


Reference: (a) Verbal request from G. G. Herzfeldt 

Director of Maintenance 


W.O. No. 31-313 


REMOVAL OF PASSENGER SEATS FROM MODEL 30 
PRODUCTION NO. 13 FOR ADVANCE SHIPMENT TO BRAZIL 


1. In accordance with Reference (a) above all concerned* including but not limited 
to Departments 48-01 and 171, are hereby instructed to remove the following item 
from VARIG 990» Aircraft 10*13 and deliver to Mr. Herzfeldt for advance air 
shipment to Brazil: 

One double first class seat, S/N 5, from Production No. 10-13, P/N 30-94553-883. 

2. The above item is to be shown as a shortage on the equipment list with the 
following statement, "This item removed from the aircraft for advance shipment 
to Brazil at customer’s request". 

3. All labor charges relating to this task and Work Order No. 31-313 must 
reference this Sales Order No. 600-8-81. 


GDC:mg 


Log No. 6lS 



C 


Director of Contracts 










GENERAL DYNAMICS/CONVAIR 


SALES ORDER 


Sold to: S.A. Empresa dc Viacao Aerea 

Rio Granden.se - VARIG 

Reference: (a) Telephone request from 
C. B. Edmonds 


Date: 19 March 1963 
S.O. No. 600-8-80 
W. O. No. 31, 000 Series 


CUSTOMER VENDED EQUIPMENT 

1, All concerned are hereby authorized to receive 3 each Flight recorders, Convair 
F/N 97-31501-003 and vendor P/N 100600-200-9 from GD/Convair Service Parts and 
install in VARIG aircraft 30A Production Nos. 13, 19 and 20 as customer vended 
equipment. 

2 . The detail specification and handbooks shall not be revised to include this equip¬ 
ment. 


GDC:mg 

Log No. 628 



*5’*'*-D. H. Digges 
Director of Contracts 








GKNKKAl, urnAMn-a/oy«YAm 


SALES ORDER 



W. O. No. 31709 


RECYCLING OF VENDED ITEMS FOR UPDATING, 
INSP ECTION, RECERTIFICATION AS REQUIRED 


L This Sales Order authorizes departments concerned to take whatever action 
is necessary to rotate all vended items that require updating or inspection prior 
to submittal of aircraft Production Noo, 13. 19 and 20 to the customer. This 
authorization is limited to life rafts, life vests and C02 cylinders installed in 
life rafts. 

2. This activity is to be accomplished in accordance with program schedule 4EJ-512. 

3. Contract delivery schedules must not be affected by the work performed pursuant 
to this authorization. 


REOFIVED 

MAR 19 ’63 


Log No. 


$86 


^®M). H. Digges 



Director of Contracts 












GENERAL DYNAMICS/CONVAIR 

SALES ORDER 

Sold to; REAL S/A-Transportes Aereos and Date; 11 March 1963 

Empresa de Transportes Aerovias 

BrazilS/A S. O. No. 600-8-78 

S. A. Empresa de Viacao Aerea 

Rio Grandense (VARIG) W. O. No. 31, 000 Series 

Reference; (a) Amend. No. 9 to Purchase Agreement 
btwn Convair & VARIG dtd 3/1/63 


SERVICES, TRAINING,, ETC. 

1. In accordance with Reference (a) above, all concerned are hereby authorised to 
provide VARIG with services, etc. as follows; 

a) Field oervice representation in Brazil for a period of 12 months after delivery 
of VARIG"s third 990 aircraft. 

b) A maintenance training program at Convair-San Diego consisting of one course 
made up of two classes. Instruction not to exceed 960 instructor hours. 

c) Provide VARIG with one reproducible copy of Service Training Study Guide 
plus one copy of same to each of VARIG'a trainees along with appropriate 
training material. 


GDC; mg 

Log No. 538 



H. Diggea 

Director of Contracts 









GENERAL DYBAMICS/CONVAIi' 


No. 59 
Model 30-8 


real/vabio mihutes 

15 March 1963 


Reference: (a) Amend, No. 9 to Purchase Agreement between Convair 
and Varig dated 3-1-63 

(b) Sales Order No. 6 OO- 8-78 dated 11 March 1963 


SERVICES, TRAINING^ ETC 


Subject; 


1. In accordance with Reference (b) above, all concerned are hereby 

authorized to provide Varig with services as follows; 

a. Field Service representation in Brazil for a period of 12 months 
after delivery of Varig*s third 990 aircraft. 

b. A maintenance training program at Convair-San Diego consisting of 
one course made up of two classes. Instruction not to exceed 
960 instructor hours. 

c. Provide Varig with one reproducible copy of Service Training Study 
Guide plus one copy of same to each of Varig 9 s trainees along 
with appropriate training materia** 


ACTION: Engineering to proceed accordingly. 





GENERAL DYNAMICS/CONVAIR 


SALES ORDER 


Sold to: REAL S/A-Transporte8 Aereoo and Date: 

Empresa de Transportes Aerovias 
BrazilS/A SoO, No, 

S. A. Empresa de Viacao Aerea 
Rio Grandense (VARID) W. O. No* 


1 March 1963 
600-8-77 
31, 000 Series 


SHIPMENT OF CONSTANT SPEED DRIVE UNITS 
TO GENERAL ELECTRIC 


1, This Sales Order authorizes Departments concerned to take whatever 
action is necessary to rotate the constant speed drive units to General Electric 
at Ontario for inspection and repair as required to preserve the warranty of 
these units subsequent to delivery of the Varig aircraft, 

2, This activity is to be accomplished in accordance with program schedule 
4EJ-512. 

3, Contract delivery schedules are not affected by the work performed 
pursuant to this authorization. 







GENERAL DYNAMICS/CONVAIR 


SALES ORDER 


Sold to: REAL S/A-Transportes Aereos and 

Empresa de Transports a Aerovias 
Brazil S/A 

S. A. Empresa de Viacao Aerea 
Rio Grandense {YARIG) 


Date: 1 March 1963 

S O. No. 600-8-76 

W.O. No. 31. 000 Series 


SHIPMENT OF AIR CONDITIONING COMPONENTS 
TO HAMILTON STANDARD 


1. This Sales Order authorizes Departments concerned to take whatever 
action is necessary to rotate the air conditioning components to Hamilton 
Standard for updating to preserve the warranty of these units subsequent to 
delivery of the Varlg aircraft. 

2 . It is understood that such components will be updated by Hamilton Standard 
at no charge to Convair. The updated units are to be installed in Varig aircraft 
Nos. 10-13. 10-19 and 10-20 prior to delivery in accordance with program 
schedule 4EJ-512. 

3. Contract delivery schedules are not affected by the work performed 
pursuant to this authorization. 


ELM: Is 
Log. Ho. 







u s c 


Ofin :r 


■f'® Revised" ll March 196? 

** Revised; 25 February 196 
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6 ?* >y ary 96J 
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vl»s V r-t -i* 5 A 



60 3-'* 


6 t-, r.-i in !e V : 

; •> Ac r a 



fc 

5rin? 

. 7 

Vt O w 

3.. 30 Sariftfl 


"4 f r f t t>* • it 1 rt*«> ”t w, r* ( Kf t j. 1 
• f Cl n:ff’ ir»i T 

a &elVnF-.*l -jf'j&n‘jf't 1 Dyvido h‘ i 
i- Vr wai'.ry *9f3 

' l $ * el- jo». It iw »e« k 3 Tr MecGonald, 

C. • c Msaisir #nd P H. IHgg** 

6 February ‘>6,1 

•* (c) Telecon between C, Z„ German &t E. L. McDonald 2/25/63 

(d) MemoR.L. MelUoon to E. L» McDonald dtd 3/5/63 


'KEPMFHT Or f - AF F. E’StfJIb E5 
VO ONTA’A : ) - VArtltJ 


fa (c) * 

•> Jf ?u ot to references t*) ,lfi (b), this .'Ales Order anther 1 jib rfc.-iactmentc 
'•one. rtif'd to ‘thlp the following C.1305-23P- engines to Ontario fer iacnrpnir’atiOiO 
•'If. erri-e budetirtn tat uired by General Electric in anticipation of fbe ultimata 
! "' t ’ f daiJ engines to Vnrig 0 


Gr-E4*4--.'fe- U4 
GL%E4!4-178 
GE-E414- i 73 
GF - E414 -181 
* GE-E414-184 

s Material Department is requested to ship these engines on * coa ilgnmisnt 
••srch !t< order to- Ontario as seats as possible, such conGigrun t; to contain 
.n nut ch •r 5 -jlca l . 


GF -E 4- 4-170 
GE-F4..4- 160 
GF-E414 161 
GF-5 4 -4- 179 


^Revised to add ref (c) fa amend para 1 
^Revised to add rof (d) & amend pare 1 


^ & o-. 

/ t /; V/^r .-v- 




sy\ H Clgges 
Director of Contra 




ct 


•/ 


/ 


3*5« 537 




2 me* * I ntje M&;$. 30 NVa w ’ >er 

* Reviaed: 6 February 1963 

So'd *o 6 RF I .‘ A T rasas pwrles Aeneas ;.;.sae? I 7 .Tastuar^ E96i 

a td E n do T>r«s.BOp©nses 

Aeifcvfra ■ A 3 Me 6 <!«.«-?<5 

* S. A. KMFRESA de V1ACAO AREA RXO 

i e*ar»me« (*| Telephone bonweruaiton CBtvm T/V „ Q, No * 31.0 r * ■ ; 

Eo Lt. McDonald Sftd O D Cl*t?k 

17 Jrt©«,“jjey 1963 

(l ) Tws . C B. Edmonds (VARIGf ft© 

Of. D.. Cla^k dated 15 Jttftti&sy 1.963 

* |c) CCP No. 62 

* (d) Sales Order 6G0-8-73 


CONVAIF 990 » REAL'VARHO 

CCPN67i'2 


(c) # all 

j 11} fe »< no.?<fa e« wstb eefareac* above, I Me Salas Offdu ? a dhoti see «««• 
■Sag4'5fti??s s 3&i; -tst&s Departments to pit-oeei d s;r ■•= e v&fth 

the kstmfiaat o witching nadttiratlon as coves'**d by MCL SO- hi » '9, 

Iffi* “f <eS a*‘i*£,“ j?S 5'Sgs’!ipfe^2»^» 


3 “/P*"*»pSSWts , XtlS , f w aC& *#HjsiCOfel?$s,4(M)~ft.SrV€ , *'&»g aCgtii^S e t■*£<■i*5l£ -d- 

“ £*#63 -4*“ «a£fcs-S &>:£«&■ he ‘■efcadeS’c - 

Reference (c) was accepted by the customer oa 4 February in accordance 
with the terms thereof. 


*(J4) Reference (e) above results in one weeks delay in submittal of each aircraft 
as previously indicated in reference {d), 

SiISJi .Engineering Specification Section will provide the Contracts Department with 
revised spec, pages. 


t« 


©c7ir 
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y> \ ,• 


f 


. D H. 
m#' tetf' of Contractu 


^Revised to add refs, {c) and (d)„ amend para. 1, 
delete para 2, and add paras, 3, 4, and 5, GDG:mg 









GENERAL DIKAMICS/CONVAIR 


heal/vario minutes 


No. 58 
Model 30-5 



21 January 1963 
Revised 6 February 1963 


Reference: 


(a) Telephone conversation, E. L. McDonald and G. Do Clark 
17 January 1963 

(b) TWX - Co Bo Edmonds (VARIG) to Go D. Clark dated 
19 January 19 63 

(c) Sales Order No. 600-8-7^, dated 17 January 1963 
revised 6 February 1963 


Subject: INSTRUMENT SWITCH REVISION Ho-»-2 


In accordance with reference (c) above, all departments are 
authorised to proceed with the instrument switching modification 
as covered by MCL 30-62, 129> 


ACTION: Engineering is hereby authorised to proceed and Specification 
Section will forward revised specification pa gas to Contracts Depart- , 
cient as soon as practicable. 



C 


received 

FEB 8t3 






dynamics iN'vAm 



7Li 5 1 

C-/2Z& 


T 



NEJ; 


S^ '.Ef OB DEft 


.Sold t*: 


f(f al S A-Transports / efi'os and 
n".nrsa d? T^aos.irnKtes A&rovlas 
Brazil S '.A 

& A« Kmpifosa d« Viaca© Aevca 
Rio Graadvrtue (VARUS) 


♦Revised: 7 February 1963 

Date: ’ 9 Denearibex 196- 

S, Oo Mo 0 600-8-73 

V, Oo No„ 31„000 SnHea 


Reference* (.<£ Telephone conversation between 

C« Z, G<*nn?ta and f\> L 0 McDonald 
ca i8 Dacember 196<- 


♦(b) CCF No, 62 
**{c) Sales Order 600-8- 74 


RECEIVED ‘ 


FEB 8’63 

DEL IVER t QFVARtq AIRC RA FT 


l Ttvin Trrier cancels a.nd saperaedeE Salop Order No. 600-0-46, and 

awfchaffiw 1 +1 d pa*tm«tttu coflcmad to proceed with the completion of the Varig 
( ..FCivifi "vvisa&i* drag irmrwwnefija foj delivery toVarig is accordance 

with the in'* owing schedule; 

Ma>ch i?6 J i 

Aiirll 1763 2 

I'Hfl- u&ow *k v »L*eHea are ^aaed on the folioMrlag icbm Attn 1 dates; 

^ 21 

Airplane NOo 13 -14 March 1963 

Airplane Mo, 19 •54hbfaw*js- -i-XiJL 4 April 1963 * 

Al, pJaae Noo ’0 -H* Apfffi 196:3 

« 18 

l ' 3, In accordance with the terms oi References (b) and (c) above, the submittal 
dates of paragraph 2 above have been revised as indicated. 


M 


♦Revised to add Ref. (b) and (c), amend para 2 


add para 3. GDC:mg 


-fc, H, Dlgges 

'■ ' Manager* o* Contracts 
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GENERAL DJOSAMTCS/cCiOTA ul 


}/ 5 htO^t 

^ <2^ 


heal/varig minutes 

Decenjber lk s 1962 
Revised Etecember 27, 1562 


Reference: (a) V. Cexmito Memo dated 12-13-62 

(t>) 3.0. No. 600-8-73 dated 19 December 2.962 

Subject: carnage in external configuration - AA to Swissair 


Per Reference (a), authorization has been received to configure 
Ships 30-10, Bos. 13, 19 and 2<^ from Model 5 configuration to 
Model 6 configuration, externally. 

The delivery dates for these airplanes are targeted for two (2) 
in March 1963 and one (1) In April 1963° 


ACTION : these Minutes authorize Engineering Design Groups to 

modify existing releases for Varig In accordance 
with the above. 



L i-9__ 

A. JV Savaxd 
Prefect Engineer 

U 


RECFi'.'-') 

DEC 28'62 


DATA & 
PROCEUUntS 
ADU1H. 




GENERAL DYNAMICS/CONYAIR 


SALES ORDER 


Sold to: REAL S/A = Transposes Aereos and 

Empresa de Transporter Aerovias 

Date; 

19 July 1962 

Brasil S/A 

SO No; 

600-8-71 

Reference; £*/ CTO 62*212 

WO No: 

31 0 000 Series 


CONVAR 990 * REAL/VARIG 
IMPROVED OPERATIONAL PERFORMANCE 

(1) Reference (a) oof line a tho task in connection with incorporation in the 
Model 30 Flight Manual certain improved operational performance for the 
aircraft, 

(2) All concerned are hereby authorised to take necessary action to revise 
the FAA approved Flight Manual and to obtain FAA approval for said 
revisions in order to accomplish the following for the unmodified Model 
30-8 aircraft: 

1- Determine and certify improved take*off performance 
available from 

Ao use of increased thrust for second segment climb and 

Bn optimisation of V r speeds for two critical airport 
conditions, 

2 t Otherwise complete the task outlined in Reference (a), 

(3) There is no cost to the customer in connection with this authorisation. 


CJD/lt 

Log No, 1505 



a Chambers 
Manager of Contracts 














GEHERAL DYBAMICS/COHVAXR 






HSAX/VABIQ MmJTBS 

16 July 196s 


Model 30-8 
So. 56 


Reference: (a) Sales Order 600-8-71 dated 18 July 1962 


nBMOSIFDSD MtXDSL 30-8 CKRTOTCATIOH - HBVTRTnw (jp 


Authorisation has been received as evidenced by Reference (a) to 
proceed with changes of the unmodified Model 30-6 certifieatbm 
covering (a) optimisation of Vr speeds far airports at Bogota and 
Mexico City and (b) second segment alimb improvement by use of In¬ 
creased thrust available with resetting throttles. Final data 
approved by FAA Is to be available by August 6 , 1962 . The take-off 
speeds derived should be based upon tbs following assumed conditions: 


Airport 


Bogota Mexico City 


Temperature^T 0 ?) 
Altitude (Ft.) 

0 59 

6*355 

Runway length (Ft.) 

12 , 1*70 

Clearway 

Bo 

Slope 

Bone 


76 

7,3to 

11,035 

Yes (unlimited) 
Bone 


ACnCE : These Minutes authorise Rngingering Flight Test and all 

others concerned to take such action as Is necessary to 
Incorporate ehangss as desorlhed above. 


* Certified for a rangs covering these temperatures. 










GENERAL DINAMICS/CONVAIR 


Accounting Sales Order 

Date: 25 June 1962 


Sold to: REAL S/A - Transporter Aereoa Date: 25 June 1962 



Agreement between General Dynamics/ WO No: 31/000 Series 

Convair and REAL dated 29 December i 960 

((Subparagraph (2) Article ( 3 )) Dollar 

amount set apart for Initial spares 

procurement 


<b) letter, John S. Russell to Dynalactroa 
Corporation (Attention: John Schelling, Esq.), 
dated Ik June 1962 

(e) 5 June 1962 Memo, C< C. Sawyer to 

E. L. McDonald, referring to Reference (a) 
above 


real/vario transfer of funds, PRESENT!* held m 


CffiNERAL OTNAMICS/CONVAIR, TO AIR CARRIER SERVICE CORPORATION, DIVISION 


OF DTHALEGEBON CORPORATION 


(l) In accordance with authorisations contained in Reference (b) above. 
General PynamiCB/Convalr Accounting Department is Instructed to 
prepare a Check In the amount of $ 71 * 636 . 09 , payable to Air Carrier 
Service Corporation, Division of Dynalectran Corporation, and 
deliver same to Commercial Contracts for transmittal to Air Barrier. 


/^GDCiha 



log T3hl 















□ 



.Revised; 21 May 1962 


■ ■ s - • . ; 

± r - 
a ; ■ i 

• - * ■ ■ : 8 B 


t> : 4 . t hV r : jL , 


f) Telephone instructions frcsn (ID/Hew York, ifl May 1962 

g) Confirming ineiro, E-L* McDonald, frees C-Z. Gernsn, dated IT May 1$* >2 

h) letter, 11-0-1530* to ACS3C dated IB May 1962 


?*» ■ ■ n .1. i:Ti ?? ::: zt c ■.> ; r 

, , , * ' ,5> ’ i\ " 


.irtcj-■> ' iiwi'.r «.•■ 

; *• .* ? . - -ir* •• iail?- -w ■ v •' • 

* * • A: ; *i4- ^ at' *-*•». " i: - ■» 

T - Jii 1 ■? rar 1. 

* - » -t .a,’e vw'C L -f-rr* 

- j ,.r e - -o >*-■* 







- • • >' . >-tonic*/t. i.-mir «; ;e : t*-..- ' t,. 

•p - r- 15., 1 Street, <’ Mwhla*:?o!» t •’ 

“•*- ; V' * n A •’ Hunt ’v^.1 •i-.n&.i* .sad ur v.*r;i * ->• : 

- ■ , \r*. :/i at U-I' f : »? tra. -val **i 

(6) Jr accordance with RaforFJT-.QA (f) and (g) above, cancel Paragraph t^^ribava ami 
return Gereaul Dyaanieu/Coavair Chock Ho. 21449, in the wtotcat a.? £51,169.4 to 
QED/Convair Accounting for cancellation. 


HOT 


add 


^ •Itf'ViBod to add JtefcrWBcea (f), (g) & (h). and to a 
fig Pe^aem-ph (6)/ ■** to cancel Fareijrapbs <3J & (*)• 
















GENERAL DYNAMICS/CONVAIR 


Sales Order 


Sold to: REAL S/A - Transport*s Aereos 

Bate: 

lb March 1962 

and Empnasa de Transportes Aerovias 
Brazil S/A 

SO No: 

600-6-67 

Reference: (a) REAL Letter, PH 025/62, 

WO No: 

31,000 Series 

dated lb March 1<?62 



fb) CCP No. 39 
(c) MCL 62,036 




OONVAIR 990 - REAL 

FLIGHT EHQlftSfeR'B SB^T VEHDOfi, CHANGE TO 


(1) BEAL has accepted by Reference (a), Convair'8 proposal, Reference (b), 
Specification Administrative Change (Flight Engineer's Seat Vendor, 
Change to), based upon MCL 62,036, Reference (c). Accordingly, all 
departments concerned are directed to proceed with Incorporation of 
the changes as outlined In Reference (c). 

(2) Engine e ring Specification Section will forward necessary revised 

bfecifTcatlon pafleg to th e Contracts Degartggnt as soon as practicable. 

(3) This change has no effect on aircraft weight empty. There is no effect 
on aircraft performance or delivery schedule. 













GESERAL DEiAMICS/aWAIR 





HBAL/VARIQ MINUTES 

ZL March 1968 


Model 30-6 
So. 3k 


Reference: (a) Sales Order 600-6-67 dated. 14 Harsh 1962 

(b) CCP Ho. 59 

(c) MOL 62,036 


FLIGHT miBSgfS SEAT VH1DCR, CHftHOE TO 


REAL has accepted Coovalr's proposal, reference (b), Specification 
Administrative Change (Flight Engineer's Seat Vendor Change to), 
based upon MCL 62 , 036 , reference (c). 

dhis change has no effect on aircraft might empty, performance 
or delivery schedule 


ACTIOS: Engineering Specification Section in forward necessary 
revised Specification pages to the Contracts Department 
as soon as practicable. 



1J 








GENERAL DmMIC8/CONVAIR 


Sales Order 


Sold to: REAL S/A - Xransportes Aereos 

Date: 

28 February 1962 

and Empress de Transportes Aerovlas 


Brazil S/A 

SO Eo: 

600 - 8-66 

Reference: (a) REAL Letter, FR 020/62, 

WO No: 

31*000 Series 

dated 28 February 1962 

(b) CCP No. 58 

(c) MCL 62,035 





CONVAIR 990 - REAL 
REVT8I0H TO PARAGRAPH Xl9.2.7.1 


(1) REAL has accepted by Reference (a), Convair'a proposal, Reference (b), 
Specification Administrative Change (Revision to Paragraph 3 . 19 . 2 . 7 . 1 ), 
based upon MCL 62,035* Reference (c). Accordingly, all departments 
concerned are directed to proceed with incorporation of the changes 

as outlined in Inference (c). 

( 2 ) Engineering Specification Section will forward necessary revised 
Specification pages to t ■ Conti Department as soon as practicable. 

( 3 ) This change has no effect on aircraft weight empty. There is no effect 
on aircraft performance or delivery schedule. 














OSHESAL DZHAMICS/OQESVAIR 


HEAL/VARID MOTHBg 


6 M&rch 1962 


No. 91 
Model 30-8 


Ref erase: 


1 ) Seles Order 600-8-66 dated 28 February 1962 
>} OOP Bo. 58 
;«) MEL 62,039 


RBT1SI0B TO EABMBATH 3.19.2.7.1 


BSAl/VABIO has accepted Coovalr's proposal, reference (b), Specification 
Administrative Change (Revision to nragrapb 3.19.2.7.1), booed tpon 
MEL 62,039, r eferen ce (a). Mb change has no effect on aircraft weight 
Tytj r, perfonnnee or deliver schedule. 


ACTEM: Engineering Specificat i on Section will forward necessary 
revised Specification pages to the Contracts Departeont 
as coon as practicable. 





tf' l 


GENERAL DmMICS/CONVAIR 



<&/•*/£- 

SsJjsb Order 


Sold to: 


Reference: 


REAL S/A » Tranaportes Aersos 
and En^resa de Transportes Aerovias 

Date: 

28 February 1962 

Brazil S/A 

SO No: 

6OO-8-65 

(a) REAL Letter, PR 017/62, 

WO No: 

31,000 Series 

dated 22 February 1962 


(b) CCP No. 57 

(c) MCL 62,034 




CONVAIR 990 - HEAL 
REVISION TO PARAGRAPH 3.12.11.2 


(1) HEAL has accepted by Reference (a), Convair 'b proposal, Reference (b). 
Specification Administrative Change (Revision to Paragraph 3.12.11.2), 
based upon MCL 62,034, Reference (c). Accordingly, all departments 
concerned are directed to proceed with incorporation of the changes 
as outlined in Reference (c). 

(2) Engineering Specification Section will forward necessary revised 
Speclfic .tion pages to the Contracts Department as scon as practicable. 

(3) This change has no effect on aircraft weight em pty . There Is no effect 
on aircraft performance or delivery schedule. 


M 

OTSihs 




S. Chambers 

of 


Log No. 564. 


















0BHEBAL SZHAHICS/OGSSVAIE 


HBMAARXO MXHggBS 


6 Much 1962 


Ho. 32 
Model 30-3 


Hefereace: (a 


Salsa Order 600-3-6$ dated 2d February 1962 
CGPHo. 57 
WL 62,034 


Bgnsiog TO BftBAfflRAIH 3.12.11.2 


BBM/FAXIBi baa accepted Oomir's prop o sa l, re f a r aro e (b), Speoltl~ tlos 
Administrative Change (I vision to hasvqh 3«12.U.2}, based upon 
MGL 62,034, reference (c). 

Q1I1 change baa no effect 00 aircraft weight opty, performnce or delivery 
schedule. 


ACSIQH: Engineering Specification Section vlU forward necessary revised 


Specification pages to the Contracts Department as soon as practicable. 







GEHERAL DSQiAMICS/OQmrAIR 



^ -/ 2 - 3.8 


BBAIAABIO MDJI/EB3 


19 March 1962 Model 30-8 

Ho. 53 


Reference: (a) Bales Older 600-6-64 dated 26 February 1962 

(b) OOP H. 55 

(c) MCL 62,033 


RggSICS TO PARAGRAPH 3.16.11.3 


BSAL has accepted Ooomlr's proposal, refer see fb), Specification 
Admin1 etretire Change (Revision to paragraph 3.16.11.3), based 
upon MCL 62,033, re f e r ence (c). 

This change has no effect on aircraft weight eapty, performance 
or delivery schedule. 


ACTIOH: Engineering Specification Section will forward 
necessary revised Specification pages to the 
Contracts Department as soon as practicable. 



AJS:JCS:gt 

C. 








GENERAL DYNAMICS/CONVAIR 


Bales Order 


Sold to: REAL S/A - Transportes Aexeos 

and Etapresa de Transportes Aerovias 

Date: 

26 February 1962 

Brazil S/A 

SO No: 

600-8-64 

Reference: (a) HEAL Letter, PR 014/62, 
dated 22 February 1962 
(b) CCP No. 55 

WO No: 

31,000 Series 

(c) MCL 62,033 




CONVAIR 990 - HEAL 
REVISION TO PARAGRAPH 3-l6-ll«3 

(1) HEAL has accepted by Reference (a), Convair's proposal. Reference (b). 
Specification Administrative Change (Revision to Paragraph 3 . 16 , 11 . 3 ), 
based upon MCL 62,033, Reference (c). Accordingly, all departments 
concerned are directed to proceed with incorporation of the changes 
as outlined in Reference (e). 

(2) Engineering Specification Section will forward necessary revised 
Specification pages to the Contracts Department as soon as practicable* 

( 3 ) This change has no effect on aircraft weight enpty There is no effect 
on aircraft performance or delivery schedule* 



log Ho ■ 5A2 













GENERAL DIHAMICS/CONVAIR 


C 


Sales Ordar 


5 B4a«i r : ij&S 

19 February 19&? 


''"'t. -T i ’C 1 ; 

*Hs v j * a 3 * 

Sold to: HEW, S/A = ‘Sraaoporfeo Aerooa Betej 

and Jiapmsa de ^fraasporfcsB Aeroviao 
Brail 1 A 80 No* fiQOfcd —63 

3.A. Etapreoa Ite Viacao term, Rio 

Greadfttu<*»VAHia WO Nos Jl,«30O Series 

11717 


References -a 


' Hot)i Order No 


m 


STORAGE, MOSEL 30*8 AIRCRAFT 


'* (l)fl-*Thio Seles Ordar authorizes all concerned to prepare 

for storage for a Eaxinnun of 90 days , coassescing .19 February . 1902 . 

(2) All costs In conBfflCtlott with this storage or®' to eicc«eul*i*< 

Work Order Wo. tfttU 31717- 

* Cl)b. Prspar© Production Ho. 30-10=19 for otoragj for a C f 

90 days, comaaneing IS ftfertih 1963 . 

90 days, e**3»ncinfi 23 Marc* 1962. 


QOfc'iSrj 


*** No - 

( *Pjv. to ehaay Kef. 
to cdd fl }b> 

O, ' 



ml 


Paras. (l)a.. u and (2); 



-f;v. 'o mw 


/ Maitssg3r of Cbstmeta 


3. •si&arc 















GENERAL DfNAMICS/SOWAIR 

/ 

Bales Order 

Sold to: 

t 

/ 

REAL S/A - Traasportes Aereos 
and Etaprese de Transport ®0 Aaroviao 

Date: 2 February 1962 


Brasil 8/A 

SO No: 600-6-62 

Reference: 

(a) REAL Letter, FR 006/61, 
dated 89 January 1962 

(b) CCP No. 5 1 * 

WO No: 31*000 Series 


(c) MCL 62,038 



CONVAIR 990 - BEAL 
INSTALLATION OP HIGH SPEED TIRES 


(1) REAL has accepted by Reference (a), Comvalr'e proposal, Reference (b). 
Specification AdEdniatratire Cheats (installation of High Spaed 
Tires), based upon MCL 62,032, Reference (c). Accordingly, all 
daparfenents concerned are directed to proceed nitb Incorporation 

of the changes as outlined in Reference (e). 

(2) E n gine ering Specification Section will forward necessary 

l8sd 6 Ion pages to tbe Contracts Department as 

soon as practicable. 

( 3 ) This c h a nge has no effect on aircraft wight eapty. There is no 
effect on aircraft perforeance or delivery schedule. 


GDC:hs 


F’ S. Chafers 
Manager of Contracts 


^6 Ho 













G32ERAL DWMICS/OOSmB 


6 - /-M 


KKAL/VABIQ MmTEES 

6 Mufib 1962 Ho. 50 

Modal 30 -fi 


Beferenoe: (a) Salas Order 600*8-62 dated 2 February 1962 
(b) OGP Bo. 54 
(«) MCI* 62,032 

(d) Memo, Sproat to Ttussell dated 13 Horenber 1961 


ngB*T.TAg«rq| <g HECH 8EBBD TIBBS 


BEAL has aeoepted Gonvalr's proposal, r e f e r en c e (b), Specification 
Adalnlotratlve Change (Installation of High Speed Sixes), based upon 
MOL 62,032, referoee (e). 33ils change has no effect on aircraft weight 
esgrty, perfoiianoe or delivery s c h e dule . 


ACTIOH: Engine ring Specification Section will forward necessary revised 
Specification pages to the Contracts Department as soon as 
practicable. 

TiMiflw Group action previously authorised by r ef er e nc e (d). 









GENERAL DINAMSCS/CONVAIR 

Seles 

Order 

Sold to: 

REAL S/A - Transportes Aereos 

Bate: 

18 January 1962 


and Engjresa de Transportes Aeroviaa 
Brasil 8/A 

80 No: 

600-8-61 

Reference: 

(a) REAL letter, PR 001/62, 

VO No: 

31^000 Series 


dated l6 January 1962 




(h) OOP No. 42 
(c) MCL 62,028 




QOSVAIR 990 - BEALAABIQ 

REVISION TO BgftiHB AND THRUST BBVK«M BPBCOTCATIOIB 


(1) KEAL/7ARXQ has accepted by Reference (a), Oanvalr's proposal, Reference 

(b) , Specification Administrative Change (Revision to Eogjaa and 
Garnet Reverser Specifications), based upon MCL 62,028, Reference 

(c) . Accordingly, all departments concerned are directed to proceed 
with Incorporation of the change as outlined in Reference (c). 

(2) E arinecrlna Specification Sectio n will forward necessary revised 
Specification paflas to the Contracts Dopartzpnt as soon os 
practicable. 

(3) This change has no effect on aircraft weight empty . There is no 
effect on aircraft performance or delivery schedule. 



Log No 265 











GEHEBAL KEHAMICS/OOHVAIR 





BEAL MIMtnSS 
2 Februaxy 1962 


Bo. 49 
Model 30-8 


Reference: 



Sale t Order 600-8-61 dated 18 January 1962 
OOP Bo. 42 
MBL 62,028 


RgyiSICS TO ESQIH5 AMD TOHOBg gigSRSm 

SKCIFICATIOBS 


HEAL/VARIG has accepted Convair's proposal, reference (h). Specification 
Administrative Change (Revision to Baglne and Thrust Reverse? Specifications), 
based upon reference (c). Accordingly, all departments concerned are directed 
to proceed with incorporation of the change as outlined in reference (c). 

'Wvifl change has no effect on aircraft weight emp t y. There is no effect on 
aircraft performance or delivery schedule. 


ACTION: Engineering Specification Section will forward necessary revised 

specification pages to the Contracts Department as soon os practicable. 




i. 'Aa 
J roJ% 


Sevard 

ProJ^ht Engineer - Model 30 


C 


AJS:JCS:gt 

















*. rv». RFAlt S/t 'Sraafiparifi Afrttgjft 

naA fit|nv«a els Tracspuvtop*- .tem»vj*'a 
.1 s/a 

rtel‘*?m , 'iKis? fa) Minna. R.A. ffesalo to 

F.. So C&artbars/S.J.. Slavas, 
ds i^d X$ Jh&n&ry 1,962 
(b) HGL 62,12-? {CCP Ho. 56) 


3SarFloa&s .15 Ftortvary’ ?.9S«~ 

Oai*- o ,%r.u&rv 

SO So 6 (XM'-* 6 G 

WC Ho* 31,000 Sj.ris-o 




nr-5- #** 


V&m&WbXi GF GROUND AIR UOKOmOHINO CONNECTORS NO. 3Q«53<m 

~~-— ——]3530^®^““*-“--—^ 

fij Iw <Mse.or?fei«t/e with ftsfeze-Esee fa.) this fialtto Ordsr 

I'-sai&.n&feLon of* grottnd. air «o^itiim3jsg eoaaoctors Mck 3ft"S05fT} 
ad AU. VAR CO 990’a p.rior «/o d®? ivory. 



. V. * /• 

, / '“-V 

s' 2 i * / •' ■ V' . ' ■•' 

«„ CShifiaiioinw 
Manager of Gentjjwrte 








GEHEBAL DXHAMICS/OOHVAIR 



-- 




real/vabiq hptoees 

Kb. UQ 

15 January 1962 Model 30-8 


Reference: (a) R. A. Scale memo to Chambers/Slmono dated 

1$ January 1962 

(b) Sales Order #600-8-60 dated 15 January 1952 


iaaEALLmoB eg air g xfiSSSlB B SBgBB oaaMBcncg 

MODEL 30-6 AIRCRAFT - iBQgJBElOB BUMHBBS 13, 19 & 20 


Obese minutes authorise all concerned to proceed with ouch action as 
necessary to Install ground air conditioning connection # 30-28023 on 
all YAKIG 990*8 prior to delivery. 


ACTIOS; An EHO shall be prepared and processed as soon as possible. 

assign Group shall coordinate vlth 008 to establish a satis 
factory off-board date. Sigineering Specification section 
vlll forward necessary revised specification pages to the 
Contracts Deportment as soon as practicable. 



RECEIVED 

JAN 16'62 


DATA & 
PROCEDURES 
AD MIR. 







Accounting Saiga Order 


GENERAL OmMICS/CONVAIR 


Sold to: BEAL S/A - Transport *b Aereos 

Dates 

28 Hovenbar l$6l 

end Bnpresa da Transporteij Aazovtas 
Bmall 8/A 

80 Ho: 

600-8-59 

Soo Paulo, Brasil 

VO Ho: 

31,000 Series 


COHVAIB 990 - REM, 

CBATOES OBPSB HO. 8 


(l) Attached is * copy of Q«np Oidar Ho. 8 siacod by BEAL S/A - 
ftouaportes Acmes and Bipresa de Troaeportes Acrovlas Brasil 
S/A, tjhich s&ands Detail Specification Bsport No. 20-30-008, 
dated 2 toy I860, to Incorporate Oananlai Chup Proposal 
Ho. A 3 . 



Log Ho. 3205 


cc: (all with attachaont) 
Arthur Andersen A Oo. 

0. 5. Slain 
D. C. Bumotra 
F. 8. Ghnoiharn 
0. A. Sics, Jr. 

J. 0. Bi land 
B. D. Evans ' 

0. V. Harper (v/attooh-2) 

A. L. Hendricks 

B. fi. Hoover (w/attaeb-2) 
H. J. Jacon 


REVIVED 

DEC 7'61 

UATA & 
PROCEDURES 
ADMIN* 


rU-mm* 



^F. S. Chai£xirs 
'amuigBr of Contracts 




H. A. Kayos 
V. T. Iain 

V. S. Mathews (v/attaoh-2] 
C. L. Meador 

B. C. Heal (one. copy) 

A. G. Bothlisberg 

C. C. Sraysr 
X. D. Sykoe 

B. B. Vetts 


File: C.O. #8 
Salas Order File 


















CHANGE ORDER NO. 8 


pursuant to 

Article 5 of Purchase Agreement dated 12 August 1957 
by and between 


HEAL 8/A - Transports Aereos and Empxesa da Transportso Aerovlas 
Brasil S/A end General Dynes!cs/Oonvair 


1. Ttle Detail Specification Report ZD-30-008 is hereby 

emended to reflect certain changes all aa more particularly 
described below. 

IZ. Aircraft affected: 

Uhdaliverad - 3 

XIX. Effect on anight and balance: 

Effect an Guaranteed Weight Empty +78.0 pounds 

Effect on Operating Weight Etapty +78.O pounds 
Effect on Balance +69,960 inch-pounds 

XV. Effect an performance: 

None 

V. Effect on delivery: 

None 

VI. This Change Order results in the following charges or 
credits — 


None 

The attached Oomaereial Change Proposal Summary No. 4 
and revised Specification Pages dated 25 July- 1961 are 
hereby incorporated into and become a part of Detail 
Specification Report No. ZD-30-000 dated 2 Hay- i960. 


VII. 




CHARGE CRIEB HO. 8 


C 


pursuant to 

Article 5 of Purchase Agreement dated 12 August 1957 
by and between 

HEAL S/A - Tranaportes Acre os and Eapresa da Traasportes Aerovios Brazil s/a 

and General Dynamic a/Convatr 


VIII- Except as herein modified all provisions of the Purchase Agreement and the 
Detail Specification shall remain In effect. 

GBSEBAL mtHAHICS CORPORATICS 

By* />/ ?. S^chanibirs _ 

JiBMKJlfLPoa t rogto_ 


C 


Accepted and Agreed to 

This lj day of Hoveaher 1 961 

BEAL S/A - TRABSPOKEES AEBEOS 

S r- /»/ B. M«H I _ ....- 

Title: Pwaoldant 

wmmh . m trahspcbtbs aerovias brazil s/a 

By: /■/ B. Boidlai ____ 


Title: 


C 


™ 2 - 














<n»ERU, WRAMICS/CONVAIR 

Sales Order 

Sold, to: REAL S/A - Transportes Aersos 

Date: 

8 November 1961 

and Etaprcsa da Treasportsa 

B asil 8/A 

SO No: 

600-8-58 

Reference: (a) Memo, Savard to Chambers, 

WO No: 

31,000 Series 

dated 8 Kovembar 1961 


(b) REAL latter, Rofaattino to 




Clark, dated 8 November 1961 


FREQ UENCIES FOR HP 81AHDBY RECEIVER «■ MOD EL 30=8 AIRCRAFT 

■ !■ r ■ 1 1 i 1 j i.L m I I ■ I ■ ■ ■ !■ nr p r„ i ■ . ■ i ■■ m i i mm 

(l) REAL baa submitted the following list of frequencies to be installed m the 
HP Standby Receiver for their 990 Model 30-8 aircraft: 


2182 

HF CHANNELS AR-72 

—l&r$ — u 

8939 

8889 

5649 

8947.5 

8910 

5656.5 

8961.5 

2931 

5680 

9458 

2966 

5920 

9720 

2973 

5935 

9810 

2987 

6537 

9855 

3081 

6544.5 

10000 

3023.5 

6552 

10081 

3 W .5 

6567 

10048 

3418.5 

6597 

10093.5 

3^32.5 

6618 

11890 

3453-5 

6664.5 

13264.5 

3467-5 

6685 

4637-5 

6878 

13314.5 

4950 

8 O 85 

13344.5 

5000 

8364 

13354.5 

5484 

8880 

15036 

5499 

8888.5 

17916.5 

5536.5 

8837 

17926.5 

5559 

8845.5 

17936.5 

5566.5 

8871 

17946.5 

5581.5 

8879.5 

18083-5 

5611.5 

8888 

20000 



81870 


( 8 ) All departments concerned are authorized to take such action as is necessary 
to procure the above mentioned crystals. This is in accordance with Detail 
Specification ZD-30-008. 


__ _ 

GDC:hs,^ 

No. 30 ?? 














GENERAL KCSMCS/OTmXB 


C 


Sold tog 


Ibtf orant* s 


SEAL S/A - Transport©c Annaos 
act Etepreoa de Transportes Aercnrl ms 
Brasil S/A 


, ■- — « J. - -?> 

Solas enter retype-1 $0 January 1968 

^Revised: 10 Kmrsnbar 1961 
^Ksvieed: 29 Dawciwr 1961 


«K».Bewlosds Q January 1,962 
®*®®lfcwised! 15 Jaanary 1962 


Soles Order 600*8-50 
(teaneeaph 6) 

HOL 62,125 dated IO/31/61 

ifesso, Sproat to Clark, dated 1/4/62* 


5.0. Bos 600 - 8-57 

V. 0. Bo: 31,000 Sorlafl 



10-0-4255). 


mJMSm OF EBTGHER VESTED EQtJIBEEJT H THE 

MODEL j6-B AIRCT Wj VBaaSsetm BOS. 137 aHSTgO 


^l) You are hereby authorised to take such action os is necessary to delate 

the customer furnished SELL galleys from subject aircraft and to certify and 
deliver subject aircraft without the galleys- 


C 


{2} Engine - ring, Specification Section will forward necessary rwvis<*d 

^ecTfT&tioa Rs&ata to the Contracts DsparfeBsnt os soca as practicable* 

f 3 ) ffcara shall be no effect on aircraft delivery nchadule. 


£4) All eosieernsd are hereby authorized to place the following listed itasas 
aboard, tho subject aircraft os loose equipment, at tiaa of delivery of 
each aircraft: 


30“9S721«1 


30-92?22-l 

30-94733-1 

30-94734-1 


Buffet installation - Bo. 1 ftattwpfc buffet) 

Ship all partis required 


Buffet infltsllAtioc » Bo. 
Ship all parts required 

Buffet installation - So 
Ship all pc rtf, required 


2 {GXisspb tuffat) 

3 £except buffet) 


Buffet installation - Ho. 4 (eaespfc'buffet) 

Ship all porta required 


30-94715-1 


Buffet installation - No. 5 l&xts&pt buffetj 

Ship all parts required 




ho 

. t*e Ik,, mi mt iti iMM ^ gs .... 

/gge/ ^Revised to edTiftef. It), o^ffirv :%o affiTKua44) 
o rni^jv. to f.il so 1 itss mod «Ad i* it-ms under 
Bara.. (4) and odd Jfcf. 'i'e). 

**h»Esv. to add Bef.faQ, and to change Ifcra.lM. 
it<-: -:k3£v. to add Rei'*(e) and odd an item under Bara. (4). 
/EIW* XReviotf;d to add to loose equipment Hot. 


Continued on E*Ugo Yb o 


/»/ F.S .Chafers 

P. B. Qjfv^ra 
Sbaa^spr of Cratraets 

















to; 


JSKfcL S/A - 'l&a&fiportes Aarcoa 

« d Esprecti da ’Zrar^portee JWrorioc 
Brcx.il. S/A 

Reference: (e,| Seo Fags Oms 


^^’^^cn^bed; 3 ® Ofeaasiy 1 SK *2 
Bate: 3 S*nsfe*r X9ol 

S)0> Ho: (J£M)«8®37 

H.O. No: 3X#0C0 Series 


ISfa 7 TOT Cant ’d." 

*" .. . . 


30=92720=1 


22-0995^7 

mmut 

30-90t»ar-5 
30-903X6-869 & 

-633 

30-900X1=8*9 & 
<»8S1 

30-^3356~ar'- 


30-98313-1 


Buffet inateULatiom - Auxiliary 
Ship all parto rafulrod 

poXyplaetsic pyuitox ~ for application, 
on aft upper fteca of huffet cucd-liary «tcnag 3 unit* 

Cffiygsn install® ticmfi » Portable 
Ship oisly fl0) AN *520-=XC5RXQ Screws 

1 

PteoarA installation - paosenger eiw- 
Ship only (k) AN 507-63&-5 Scrmm 
EC 870 Orient 

Placard installation » gao scalar aiYia 
Ship all parts required 

Rack installation - fttt’itsStfa <$&&% 

Ship only il} 2&-9G8G 6-805 Curtain 
Ship only 111 88-904*0-1 Curtain 'Crock 
Ship only (ml 98-16700-005 Certain Slider- 

Storua^ installation « life vast, cabin attenA- 
Ship only (2} 95-63QOCkGO8 Mf® vasts 


30=9*900-1 

30«9*90jj|-i.5 

/gbc/ 

X 30»9?.T26o 1 
30-9^606-1 


Curtain 

Support 


Curtain (l) 

leg roots (26 each) 


CDCihJ 





GENERAL DXHAMICS/0C2IVAIR 


6 > 


real/variq minutes 

8 November 1961 


No. U 5 
Model 30-8 


Reference; flBfO es Order 600-8-97 dated 3 November 1961 

r- * 


DELETION OF CUBTCMER \ HI J3QUHME T IN THE 
ynTOCT. 30-8 AIRCRAFT. PRODUCTION NOS. 13. 19 AND 30 


llhese Minutes authorize all concerned to proceed with such 
action as Is necessary to delete the customer furnished SELL 
galleys from subject aircraft and to certify and deliver 
subject aircraft without the galleys. 

There be no effect on aircraft delivery schedule. 


ACTION: An J3I0 shall be prepared and processed as soon as 
possible. Design Group shall coordinate with CCB 
to establish a satisfactory off-board date. En¬ 
gineering Specification Section will forward necessary 
revised Specification Sages to the Contracts Depart¬ 
ment as soon as practicable. 



RECFiVFD 

NOV 13'61 


DATA b 
PROCEDURES 

ADI. t. 







OHIBBAL U2KAMICS / CONVAIR 


REAVVARIG HdUCBS 
10 November 1961 


Bo. 46 
Model 30-8 


Reference: (a) Sales Order 600-8-58 dated 8 November 1961 


PBBQPBBCIB8 FOR H? STABDEE BBCECTER 


1. REAL has submitted the following list of frequencies to be Installed 
an the BP Standby Receiver for their 990 Model 30-8 aircraft: 


2182 

5641.5 

6939 

2889 

5649 

8947.5 

2910 

5656.5 

0961.5 

2931 

568 O 

9452 

2966 

5920 

9720 

2973 

5935 

98 IO 

2987 

6537 

9855 

306 l 

6544.5 

10000 

3023*3 

6552 

10021 

3404.9 

6567 

10048 

3416.5 

6597 

10093.5 

3432.3 

6612 

II 290 

3453.5 

6664.5 

13264.5 

3467.5 

0009 

13314.5 

4637.5 

6872 

13344.5 

4950 

8085 

13354.5 

5000 

8364 

15036 

5484 

8820 

17916.5 

5499 

8828.5 

17926.5 

5536.5 

8837 

17936.5 

5559 

8845.5 

17946.5 

5566.5 

8871 

18023.5 

5581.5 

8879.5 

20000 

5611.5 

8888 

21870 


2 . 


All departments concerned are authorised to take such action as is 
necessary to procure the above mentioned crystals. This is in accordance 
vlth Detail Specification ZD-30-C 8. 


ACTION: The Design Group shall prepare a conversion chart shoving 

crystal frequencies corresponding to the above listed operating 
frequencies. ^ l\ 



Buvard 
Ject Engineer 





GENERAL DYNAMICS/CONVAXR 


Sales Order 


//•/<? 


Sold, to: HEAL S/A - Transport©® Aeraos 


Date: 2k October 1961 

SO Ho: 600 - 8-56 


and Empress de Traneportes 
Brazil 8/A 


Reference: (a) ReqmBt from SELL, manufacturers HO Ho: 


Ho: 31,000 Series 


of CEE fjxllcys for HEAL 30-8 aircraft. 
Hob. 13 , 19 and SO, through Luis 
Rdbattino, 2k October 1961 


HEAL 30-8 COSTOMER VENDED QALMgS 


(1) This Sales Order authorizes the Material Department to forward pre¬ 
paid to REAL'S buffet manufacturer In Germany three ( 3 ) each, connector 
plugs. Ho. 92-^325-116 (Vendor Ho. PC06 e-i8-30P). 

(2) Shipping instructions shall bear the following: 

VIA Air Fastest 

SELL 

Frankfurt Shein-Main Airport 

Attention: Messrs. Lassen & Cb. 

Frankfurt (Main) 

Airport 

Germany 

( 3 ) The consignment covering the aforementioned goods shall be accompanied \ 
a proforma invoice stating that tha items are being sent to g«L L as 
samples free of charge. Value for customs purposes to he established 
by Material Department. 




Manager of Contracts 









w«®wlea4t g& 
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(•) 


real letter, PR 199/&L, d&few 

11/6/61, 6j:-jd aecasqiaiiylEa 


drawings. 

(t) REAL L® 
dated 11 




216/ 


-SHklvl 








c 


fj- 


• .. 

■' k] r 1 : * I 


uH BEaIp k l U'fir• * t - ■ ■ > . 

*r **t commit »£ tr jftiotaiii *i b Jb. ■ Sc- a,? 


t&& vord Cbw oats* cn tfr* -ja utrf. 

rt : four % YAjQEQ l 1.-_ 1 




his pi* " V* tO OJ of "htr first y / Y 1 } * : - i 

■ i n w f j£ >f M-ick (B*f V/* J 3 ? 




; J. 


16Ik Install irglBtr&t 5 
ietters ca lo»§f »igjft!£g& 
of both wings on 
REA] A RI<J Aircraft, 

Production Fob.13,19 & 

c j^S, lttoecoraa iice 4) Rsple®3 tfca word ’Coronado" on both sit' .s of the fuse last uad t ? a: , 
«K ^io-ilSl-l**% ® f te P of tba vertical stabiliser with tte» following -=> "Cbavalr 9£0’‘ 

s'* j ? ✓»/ on Frodustloa Hob. 13* 19 aa& 20. letters and raaeimlf an stabilit y r 

be 3 Indies high, letters end swnb cm fifseLaga to bs 6 is&s-bm high 
accordance with rcifwraaeRd drawings. 

5) Rsnova the aarldiago "Chnveir 990" 03 ell t pods ora aircraft iTcdu„ tit# 
Ron. 19 end 20 t dy 


C 




3167 




^ReviBed 


Add ayhparss. (k) & ($) 

i t6 add Ref. (d) end Subp&ra. (6). 


Utditr pfem. 43). 











GENERAL EKBAMXGS/OGHVAXR 



RSU/TARIO KEBUEBS 

BO. 43 

16 October 1961 Modal 30-6 

Revised 9 Eovreaber 1961 

Revised 22 Ecrvsanber 1961 


Reference: (a) Qalea Order 600-6-55 dated 13 October 1961 . 

Revioed, 8 Hovxsnber 1961 » revl 
£S Bsvcssber 1961 

heal 30-6 mgacB ittamaa asp bh m 


lbese ndnutee author!«e ell oaocemad to pro c eed with the exterior 
sarfcLnge In accordance with VAHID Braving Bo. 31-00-1 (5 E*eet®J/#l & #4 x&viee 
iftleo color chips as identified below, on the three ( 3 ) REAL nodal 
30-6 aircraft: 


LAC 575A 

Qreen 

LAC 75flA 

Orcy 

LAC 736A 

Yellow 

LAC 703A 

Vhite 

LAC 747A 


LAC 755A 



Biere Is no effect an aircraft performance or delivery schedule= 
Sffect on aircraft weight eqptgr to be detersdred. 


C 


ACTXGH: An SfO Shall be prepared end processed as soon as 

possible. Design group shall coordinate with OCB to establish 
m satisfactory offboand date. 

Replace the word ^Coronado" an the fuselage end vertical atabaliter with 
"Ccnvalr 990" In accordance with revision to sheet #1 of VARIG Droving 31-00-1 
Do not "990" on pods for production aircraft life's 19 and SO. 

T nntrOi registration letters on loser surfaces of both wings os all production 
a/c Boo. 13, 19 & 20 in accordance wiQi Convair ohetch SX 30-11151-1. 

received 

NOV 24-61 



DATft 

PROCEuU. l. 
AOMIN. 







GSKERAL DXNAMICS/CGSVAIR 





reaVvasio minutes 
19 October 1961 


Bo. 44 
Model 30-6 


Reference: fa) Sales Order 600-6-54 dated 29 September 1961 
Cb) MSL 62,122 


CHANGES TO REAL 30-6 INTERIOR TRIM AMD COLOR 


REAl/VARIO has accepted Oaovair c s proposal based upon MCL 62, 122, 
reference (b). Accordingly, oil departments concerned are directed 
to proceed with Incorporation of the change as outlined in reference (b). 

Baglneerlng Specification Section •will forward necessary revised 
Specification pages to the Contracts Department as soon as practicable 0 

This change has no effect on aircraft weight empty* There is no effect 
on aircraft performance or delivery schedule. 


DISCRIFTLQft OF CHARE: 

1) Replace Lime Naugahyde bonded to Qiaolite handrail trim with 
Spanish Gold Naugahyde bonded to fiisolite. 

2) Replace Rosa Metallic Raugahyds arm-rest caps with Spanish 
Gold Naugahyde on all pass e nger seats. 


ACTION: ESJO shall be p re p ared end processed as soon as possible 

utilizing the off-board dates as specified on Action Record 
as revised 10-6-61. 












0B1ERAL DZHAMZGB/CG37AJR 


6/<A> 


HEAl/tfA!HO MXHUZBS 

BO. 43 

16 October 1961 Model 30-6 


Reference: ( 1 ) Sales Order 600-6-55 dieted 13 October 1961 

RECEIVED 

OCT 17 ’61 

BEAL 30-6 HgEERHffl MARCTH ASP PAIBT 

SPECIFICAT. "NS ft 
OFFICE SEKV..ES 


Aim minutes authorise all eoneeioed to proceed with the exterior 
Barkings In acecndanoe with VAB2Q Hrawlns Ho. 31-00-1 (5 sheets), 
also color chips an Identified below, oa the three ( 3 ) BEAL oodel 
30-6 aircraft: 


UC 575A 0Men 

LAC 756A Cray 

IAC 756A Yellow 

LAC 703A White 

LAC 747A Blech 

LAC 755A Blue 

There is no effect on aircraft performance or delivery schedule* 
Effect an aircraft Height oajpty to be determined. 


An MO shall be prepared and.processed as soon as 
possible. Benign Group shall coordinate with COB to eotabli oh 
a aatlefeetozy offbo&rd date. 



ACTIOS: 






CHSKERAL DmMlCB/QOHYAIR 


Saleo Orter 


Bold to: REAL S/A - fteaaportea Aeraoo 

Date: 

2$ September 1961 

m& Sspreaa do Tvansportea 


Small 8 /A 

SO So: 

6OO08-54 

Refereoes: (a) MCL £v,lS 8 

VO So: 

31*000 Series 

(fc) VAKZ& totter, Charlotte franklin 


to B. 1 . Wlntxlttgsr, dated 
fi 6 Bffptezi»r 1961 




CBAHIBB gQ HEAL 3Q°8 SHEBBtOB CTM AMD COLOR 


(1) Mr RKftresMQ (H) REAX/7ABI<8 has aseaptad Onrmlr'o proposal based upon 
MCI 6%„l£Sp Defames (a). Aseordisgly all teputaatto eotuensd ora 
directed to woeasd with incorporation of tha shusgi as outlined la 
Barersae® (a). 

( 2 ) pgtowrtflB 8pOfljflea>ti.oa 8sgtlca will forward nroeaaaiy rtrissA 8j*eifi° 

cation to the Qoatiaets teparJaraat ba soon aa pmotlafeto. 

(3) fMs ebaaas has so effect ca aircraft weight onpty° Sere Is so * ffact 
co aircraft perfcnsaaaoe or delivery schedule. 





.*•??. 8. Choc+^r® 

Msnagsr of Goatraeto 


BSRaT~~“ 

log SO. 













GENERAL DmMICS/caSVAXR 



6/</o 


real/vario minutes 
19 October 1961 


No. 44 
Mode]. 30*8 


Reference : (a) Soles Order 600-8-54 dated 29 September 1961 

|b> MGL 62,122 


CHANGES TO REAL 30-8 INTERIOR TRIM AMD OOCLOR 


REAl/VANIO has accepted Cbavair 'S proposal based upon MCL 62, 122, 
reference (b). Accordingly, all departments concerned are directed 
to proceed with Incorporation of the change as outlined In reference (b). 

Engineering Specification Section will forward necessary revised 
Specification pages to the Contracts Department as soon as practicable. 

This change has no effect on aircraft weight empty. There is no effect 
on aircraft performance or dell' cry schedule. 


DISCRIFTIGN OF CHANGE: 

1) Replace t.ith* Haugahyde banded to Qicolite handrail trim with 
Spanish Gold Naugahyde banded to Easolite. 

2) Replace Rose Metallic Naugahyds arm-roet caps with Spanish 
Gold Haugahyde on all passenger seats. 


ACTION: 2 0 be prepared sad proceseed an soon as possible 

utilising the off-board dates as specified an Action Record 
as revised 10-6-61. 



SPECIFICATIONS & 
OFFICE SERVES 


heceived 

OCT 23*61 







GENERAL WTlAMJCS/OONVAtR 


Sold to: 


rteferaac* 


SttLsf Order 

i ■ wttJSai 


REAL 8/A - Tmmr.porfe&e Asreoa 
m& &tpraso die 'Sraneportea 

fixuii s/a 

(a) HGL 6S,n6, revised 
Sk July 1961 
Cfel ca&ia, Rofeattiso 
fra Sordini, dated 
21 SepteB&er 1961 
(o) Real : sttdr, KAN-289/61, 
dated 19 September 1961 


«Revised: 

Sates 

tf SO Nc : 

WO No: 


28 Sep tender 1961 

21 8eptttft*r 1961 

600 -8-53 
31,000 Series 


OONVAIB 990 - REAL BjgfgBt 


UJ REAL baa accepted Cknmlr's proposal, based nj?oa MOL 6£,U 6, Hof rasas 
M* Accordingly, all fiepartesento ecmeoraed rare diractad to p.e*we#d with 
incorporation of the «be®jp so ootUasd la Raforanea |e|. 

{%) p Mwaf rtag Specifieatioa Secfeicgi will fonoxc neons suy revised 

{ip»cificstlooa pa^ps to too 8.. g s Bs^ rtamt #e 0000 so practice*!*' 

C3l Wfelgit ®ffestivity will fea fumlahsd at a later date fey revision to 

this Sales Order. ®&sr© is a® effect on aircraft psefovatnee or delivery 
CichsdaLi '* 




WffiSS 

los No 


J££ 


2837.. 


.* *RavioG& to odd Reference (e). 

\“Ls 



<s-€ 


Wao i^sr of Chntraets 
















CB9EBAL vmmca/amAiR 



HEALMEHlUPaa 


3 October 1961 


Bo. US 
Model 30-8 


Reference: (a) Sales Order 600*6-33 revised 26 September 1961 
(b) M8L 62,116 

CC53VTAIE 39 O M hfo BUC AIELXHES 
BU7FSEB - CHABBEIH TgHlXm Aim BLSCT^CAL FOJER 

wfaiT. Airlines baa accepted, as evldeoeed by reference (a), COovalr's 
proposal baaed upon MGb 62,li6, reference (b). 



a. Tfriglpeering to provide coordination vlth nw buffet vendor 

(sell-Baua Qb& ,■ 

Bote: JUtaaoo so efango io xaner or design of buffet installation. 

b. Bevlee alectrlcal power distribution to increase the existing 
power supply of buffet #3 to 11 kw Is lieu of 5 hr* 

e. Seloeate the auxiliary buffet (#5) oxygen bottle (l) to right 
bead eoat closet utilising existing coat closet provisions. 

Shis change la effective cm aircraft #30-8-1 end on. 


ABSHBi An EBO shall be pr e p a red end processed as soon as possibl e . 


In as ouch as the effboazd dates, as specified on Action 
Record dated 8 - 8 - 61 , hove already passed, a design group shall 
coordinate vlth CCS to establish a satisfactory affhoard date. 


beceived 

OCT 5 ’61 



Aj8:JCS:gt 


SPECIF CATKINS & 
OFFICE SERVICES 


Project Engineer 











\, /*** CSKEML PANICS/lONVAJR ■ 5<0*b Outer 


Sola to: J*iAL h/A iraaopor’" » Aujeos 
and d® transport® .5 

& Eovioed: 

14 Nama&er 1961 

Ditc: 

v: -• 61 

Brasil S/A 

30 Ro: 

600 -S-Vr. 

Reference: \a.) HEAL Letter, Luis Robattioo to 

WO Ko: 

31,000 Series 


E L. Wiatrlngsr,. 4at*«i 25 August 1961 
(b) REAL Letter, Ro/jatt.: to Clark, 

dated 13 Novombor 1961. 


HEAL JO-6 rRKSmrfl TO MAlfEBASH HF COMMUNICATION SYSTEM 

Cl) In accordance with Couvalr roqueefc, HEAL has su^alfeted the follayirt j 

frequencies for Collins 618-8-1 HP eommnie&tlono to be Incorporated la 
their throe (3) 990 aircraft: 


BAUD - 1 


A-3 

21B2 

1932 

A-3 

A -6 

2868 

23618 

a -6 

A-12 

2875 

2625 

A-12 

A-l6 

2889 

2639 

A-i£ 

A»ao 

2910 

2660 

A-20 

A-23 

2931 

2681 

A-2J 

B-l 

2952 

2702 

B~1 

B-4 

2966 

2716 

B-4 

b -6 

2973 

2723 

S-8 

B-l6 

2987 

2737 

B-l6 

B-lS 

3031 

2831 

S-18 

B-20 

3023*5 

2773.5 

B-20 

D-10 

3*04.5 

315**5 

0-10 

0-15 

3*11.5 

31615 

B-15 

0-16 

3418.5 

3168.5 

0-16 

0-20 

3432.5 

3182.5 

0-20 

D-22 

3**6-5 

3196.5 

0-22 

0-23 

3*53-5 

3203.5 

0-23 

0-24 

3467-5 

3217.5 

0-24 



BAUD - 2 


0-1 

4220 

--9Q5 

A-l 

0-S 

*637.5 

2193.75 

A-8 

G-lS • 

4950 

2350 

A-lB 

H-21 

5000 

2375 

B-21 

J-1 

5105 

2427-5 

C-l 

1-13 

5484 

261.7 

C-13 

1-16 

5506.5 

3628.25 

C-lo 

1-17 

5*99 

2624.5 

C-l? 

I-l8 

5521-5 

2635.75 

C-18 

1-19 

5536.5 

2643.25 

C-19 

3-20 

5559 

2654.5 

C-20 

1-21 

5566.5 

2658.25 

c-ei 

J-5 

5581.5 

2665.75 

D-5 

J *6 

5604 

2677 

0-6 

J -9 

56U.5 

2680.75 

0-9 

J-ll 

5619 

2684.5 

SJ-ll 















OpRHWi OTKJWaCS/OCflVAlR 

Sold t«: JtE/k.i S/& r TVanaportefl Aereos 

qm 4 KmpreGa A/* Traasportes 
Brasil S/A 

Reference: (&,} (Bee Page l) 


kales Order 

^Revised; 14 Hovesjer 1961 
Dat*'. 7 September ..961 

SO No: 600-8-52 

HO No: 31.000 Series 


Caw® - 2 coat. 1 


mum 

mm 

mm/ 

MU 

J»X2 

5641.5 

2695-75 

D-12 

j-13 

564? 

2699.5 

0-13 

J-i4 

5656.5 

2703.25 

0-l4 

J-19 

5671.5 

2710-75 

D-19 

J-21 

5660 

2715 

D-21 

K-2 

5927 

2838.5 

S-2 

K-3 

5935 

2842.5 

E-3 

K-5 

6537 

3143.5 

E-; 

K-7 

6544.5 

3147-25 

E-7 

k-8 

6552 

3151 

B«8 

K-9 

6567 

3158.5 

E-9 

K-10 

6582 

3166 

E«1C 

K-21 

6597 

31735 

E-2I 

L-5 

6612 

3181 

P-5 

L-8 

6627 

3188.5 

P-8 

L-9 

6664 5 

3207.25 

F-9 

mli 

6685 

3217-5 

F-ll 

L—16 

6872 

3311 

P-16 



BAWD - 3 


K-2 

8085 

1958-75 

A-2 

M-4 

8364 

2028.5 

A-4 

K'10 

8820 

2142.5 

A-10 

M-ll 

8888.5 

2144.625 

A-U 

M-l4 

8837 

2146.75 

A-14 

M-22 

8845-5 

2148.875 

A-22 

M-S4 

8354 

2151 

A-24 

il-3 

8862.5 

2153.125 

B-5 

n-6 

9871 

2155.25 

B-6 

N-10 

8879 5 

2157.375 

B-10 

N-l4 

8888 

2159-5 

fl-14 

n-22 

0913-5 . 

2165.875 

B--22 

N“23 

6930*5 

2170.125 

B-23 

P-2 

8939 

2172.25 

C«2 

P-3 

0947.5 

2174.375 

C«3 

P-4 

8961.5 

2177.875 

C®4 

P-5 

9452 

2300.5 

C-5 

p-6 

9720 

2367.5 

C«45 

P-8 

9810 

2390 

C-8 

P-9 

9855 

2401.25 

C-9 

P-10 

10000 

2437.5 

C-10 

P-12 

10021 

2442.75 

C-12 

P-15 

10048 

2449-5 

C-15 

P-2® 

10093-5 

2460.875 

C-22 

H-3 

11899-5 

2762 374 

D-3 

R-7 

U29t 

2760 

0-7 





. a? i.’i y* r 





1 ?t 10p rt ■ 0 ' -IT c ft 

■tff&ylMd: 

■It-*: 

l4 FovtKlGr ..>6x 

optwm&r' L»jV 

fcn ’ j aflr. fik% 4t Tr-iAsrortes 

B i S, A 

f.o lo 

to0-4~'.£ 

Beferencc: £a, (Sts Page i) 

MO Eio, 

31*000 5er,ef 


i'i^lnd » 3 M. 


£-16 

326*1 5 

3253.625 

B-16 

£-19 

13274.5 

3256.125 

S-19 


13294.5 

3261.125 

S®20 

s~* 

13304.5 

3263 625 

E-22 

w.6 

13314.5 

3266.125 

P -6 

7-7 

13324-5 

3268.625 

P-7 

7-13 

13334.5 

3271 125 

?»U 

T~t4 

13344.5 

3273-625 

P-ll 

7-20 

13354.5 

3276.125 

F-2C 



HAND - 4 


li®9 

15036 

1845.75 

A-9 

v»a 

17906,5 

>207.0625 

B-8 

V,} 

17916-5 

2208.3125 

3-3 

/-? 

17926.5 

CS09.5625 

a-7 

V-LL 

17936.5 

2210.8125 

B-JLl 

V-19 

17946-5 

2212.0625 

B-19 

V-24 

18063.5 

2221.6875 

3-24 

V-ll 

acono 

2468.75 

e®ii 

W-23 

81870 

5702 .5 

c -23 


mrah&sing Department io authorised to procure necessary crystal* to mat's tain 
thx HP conununications system -v- set out in the above frequencies* tit.a N lay In 
compliance with Detail Specification 2 D® 30 - 008 . 




:-.Y ?£?ro{b^ and to cancel crystal frequency 

. ' : : X (J 






S. Chambers 

/ Manager of Contract* 










GENERAL KQiAFJGS/COSVAIR 





VAHIg MBMEBB 
24 November 1961 


HO. 47 
Model 30*6 


Reference: (a) Sales Order 600-8-52, revised 11-14-61 


BEAL 30-8 CHSBTA LB TO MAINTAIN BP OOMMUHICATIOH fflCB HM 


As evidenced by Reference (a), REAL/VARIO has submitted a list of 
frequencies required for their BF communications and the corre s ponding 
channel allocations* 


ACTIOS; Engineering is hereby authorised to proceed with the 
Incorporation of this Informtlon as applicable to 
ABM's and Biglneerlng Releases. 



REVIVED 

N(W 27 "61 


LlhtP: & 

procedures 

ADM lit 







□ 


Gi 13BAL DIKWHCS/COBVAIR 


Accounting Sales order 



Sold to: REAL S/A - Eransportea Aereos 

and Eopxesa de Eransportes Aeroviso 
Brasil S/A 
Sao Paulo, Brasil 


Date: 5 September 1951 

SO Bo: 600-8-51 
HO Ho: , 31,000 Series 


COHVAIB 990 - REAL 

CHiUBB OHDBR HO. 7 


(l) Attached Is a copy of Chengs Order Ho. 7 signed by HEAL S/A - 
Transports b Aareos and Empress de Trencporteo Aerovias Brazil 
S/A, which amends Detail Specification Report Ho. ZD-30-008, 
dated 2 Hay 1950, to Incorporate the Specification Change Hoo. 
23, 27, 28, 30, 32, 33, 3^, 35, 37, 38, and 39, set out In 
ferograph VI of Bald Chongs Order. 




Arthur Anderson & Co. 
0. H. Slain 
B. C Barrows 
Corporate Records 
6. A. Dies, Jr. 

D. H. Maps 
J. D. Biland 
R. D. Evans 
0. H- Harper (2) 

A. L. Hendricks 

R. R. Hoover (&) 


V. J. Jason 

H. A. Hayes 
V. 9. Inks 

V. 3. Hatlmrra (2) 
C. L. Header 
A. O. Rothlisberg 
C. C. Sawyer 

I. D. Sykes 

R. K. Waldo (2) 

R. B. Watts 

J. 0. Savely 
Pile (2) 













c 


csmm (Mum so. 7 

pursuant to 




Artie Is 5 of Purebaoa Agreensnt dated 12 August 1957 

by end Mam 

B EAL S/A - a^uxapertOQ Aoreac and Hsipreoa da Tronsportoo Aaxervlas Brasil s/A 
and General uyoaaieo Corperstioa (Convair Division) 


I. Big Sotoil Specification I port ZD-30-008 la hereby ®a»ndsd to reflect 
certain changes all a a more particularly sat forth in ^pacification niMmg pi 
Eos. 23, 27* 29, 30, 32, 33, 3^, 35, 37, 38, and 39, Cccsrareiml Chong? 
Proposal Summary Bo. 3 and Specification Revision Pages dated 20 June 1961 
attached hereto and mate a part hereof. 

IX. Airplanes Affected: 

Uhdslivarod - 3 

III. Effect on TOlgrt end balance: 

As reflected in the Specification Changes end C cwwd il 
Change Proposal S umm ar y Ro. 3 attached. 

17. Effect on performances 

As reflected in tfco Specification Changes and Ccorolal 
Change Brcpoonl Sussary Bo. 3 attached. 

V. Effect an delivery: 

Rons 

VI. 3Mo Change Order results in the following charges end/ar credits: 

A. Chonga Bo. 23 — Miscellaneous Bevlslans to 
$peeiflca&ion Inngaaga (hign 33 , 67 , €$ 9 
69 Con°t, 39 , A-13, and A-13) 

Bo Charges or Credits 

B. Change Bo. 27 — Adjustable Hood Saute, 

Deletion of {Bags 91 ) 

Total BOn-recuzring Charg e $ 333 

Escurring Credit per Aircraft 3,073 

| 17,286 


C 


Total Credit for 3 Aircraft 











CSftS® OBIEH SO. 7 
pursuant to 

Article 5 of Purchase Agreement dated 12 August 1957 
by end boteosn 

BEAL S/A - Ttenspcrtao Aqxdoo aid Eepmoa do Transparteo Aexovl&s Brasil s/A 
ond (tenoral DyiiscsICB Corporation (Convnir 01 vision) 


C 


Co 

So 

So 

7. 

Go 


H. 

I. 

J. 

K. 


rcwmgs> Bo. 20 — Bo vision to 0 *yggn Cylinders 
(Bb&jb 6 ond A-l 6 ) 


Cbong&i Bo. 30 **• Halation of Aft 
Ton Anti-Icing Synten)(Png 3 ill) 

Cbonfp So. 32 — Revision to 

Edga Devise end Flap ppomtlon inngttfl en 

(Bogs© 30 aid 55 s) 

Chan g e Bo. 33 — Eaviclon to Paragraph 
3.12.9.7.1, Appendix Z>C end Ebargency 
Exit Floe Illustration (Fev^s 203 . to 
and A-17) 

Change Bb. 34 — Doppler Radar, Revision 
to Brevlalans for (Fogs 88 ) 


Bo Cbargss or Credits 
BO Charges or Credits 

Bo Charges or Credits 

BO Charges or Credits 


Hotel Boo-recurring Charges 
Recurring Charge par Aircraft 

$ 

3*069 

Homo 

Total Charts for 3 Aircraft 

$ 

3,059 


Change BOo 3 ? •“ Riorrnngpaent of 
Instruments and Ravioion to Pilots' 
mstmoant Banal Ulustrstlon (Pages 
34, 47, 47b, 48 and A-6) 


Chanei Bo. 37 — Revision to Pilots “ 
Padsstal rUantrotioa (Pago 47b) 

Change Bo. 38 — Bsvlsion to Firs Control 
Panel and Warning Born Ddagrcaa Ulua- 
trationa (b^d vl, 48d, and 73 a) 

Change Bo. 39 —•* Revision to Faragrmh 
3.16.8.2.3 (Pago 67 ) 


Ho Chords or Credits 
50 Charges or Credits 

Bo Charts or Credits 


C 


- Fogs 2 - 









' CHAEGS CRIER BO. 1 
pursuant to 

Article 5 of Purchaso Agreement dated 12 August 1957 
"by end feetssan 

REAL s/a « SKaaGportes Aereos and Bagrasa d Te&aapogtcn Aerovlao Brasil s/A 
and Genoral Dynamics Corporation (Convoir Division) 


L. Smanary of tha foregoing charges and/o? 
credits: 

Total Non-recurring Charges $ 3,402 

Ttffcal Recurring Credit. 17^619 

Tufcai Credit for 3 Air-owETfe 

Bio attacked Canmarciol Change Proposal Bwmazry l© 0 3 end revised 
Specification Pagan dated 20 June 1961 are hsrr-nhy Incoxpoaratod Into 
and heccon a port of Detail Spaoification Boporfc Eo* ZD-30-008 dated 
2 May 2960. 

mi Except aa herein aodiflad all provisions of tlia purchase Agswssaont and 
idle Detail Specification shall regain la effect, 

cffiEEBAL immm/com&m 
*w J*jUl--&Ss&ss& _ 

Title: Hftaftflar of Seqaarcini Coa fcmcrt 

Accepted and Agreed to an of 
this 11 dny of A^tfpprfc 1 961 . 

URAL s/a - mmssmm abrbos 

^_ /s/ Bdnnrdo M.Alvareagi _ 

Titles Directs®’ 

i -fc^ muni * *...H i la m 

EMFHKSA W 'ElABSFCSESIgB ABROmS BRAZIL S/A 

Bys_ /s/ Eduardo M. Alraraaas 

Titles Director 

C_ 


$ .14,217 



- fa®* 3 
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v :«isr, i< SP.iv - iXJS/ro^TAis 

&oi,d to: REAL S/S - '.tfransportes Aereos 

and Emprtsa de Sbansportefii 
Brazil S/A 

Jjteferfer.ee. (a) SELL letter, :JL/496 /f/T, 

dated 4 August 196.1 


Sales Oricr 


Date: 21 August 1961 

SO No: 600-8-49 

WO Wo: 37.,000 Series 


CCNFAI F 990 - REAL 

EE AI, STEWARDESS maP-SB5W"AIIP CONTROL BO XES 


(l) The HEAL Model 30-3 buffet coordination drawings reflect the o-bawardes:-; 
tond-set und related control box shall be installed on the No- 3 buffet 
bv^Jbte buffet manufacturer. Accordingly, this Sales Order auAiorizes 
ti.e ifSaterial Daparteiaat to forward., prepaid, three (3), only, stewardess 
toad-seta and two (2), only, control boxes to REAL’S buffet, stuiufacturar 
is. Geirnany SMppbsg instructions atoll beai tbs following; 

SELL 

Frankfurt Etoin-Main Airport 

ATTEJS'EE.OSJ: Messrs. Lassen & Co. 

F;’a akfurt (K ate) 

• ■!«»*< M I IllUl 

Airport 

Germany 

Is) Tie consignment coding tlie aforementioned goods atoll be accompanied by 
a preform invoice stating that the itesos are being sent to SELL as samples 
free of charge. Value for customs purposes are S3 follows: 

^fi) StetardeGS hand-sets — $76.50 eich 

1(b) Control boxes -- $128.00 each 

(3) ‘Ihe control box for REAL'S third aircraft is not presently available* for 
siiipnsent to SE^’,. It will be determined in the near future whether this 
lies for the third aircraft will ba installed at SELL or at Convair after 
receipt of the buffet, at which time this Sales Order will, be revised. 

(4) Expeditious candling is requested in order to support SELL'S scheduled 
stopment date of ttoae buffets to Convair of Septe^iber 2$, 1961. 


H£lf:to 

tea no. 2519 


O /" > 

_ J / • —-■■ 

F- 8. Chambers 
S Manager of Contractu 
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m:n 


Sale*: Crcior 


fr-J* tti j REAL &/A - Tr*mporteu Aereo^ 
and Kmpna&o ds fraaaporte ■ 
Rr&£ll 8/A 


^Rs vised: 18 Ssptyjsiser 1961 

Cteta: i:6 July 19>1 

30 Bos 6&/-S-US 


Reference: (a) REAL letter FR 38/61 wo Hos 21,000 Seri*a 

, dated 7 March 196 I 

(h) REAL letter PR 172/61 
dated 18 Septsffifoer 1961 


CCOTAIR 990 - HBAL 

HfeGjSTHA'nLC^ HU2$3RS 


(1) REAL Aircraft, Registration Boa, and yf//v$ 1 v: te«n 

assigned for identifying tbs taro© (3} Model 30 aircraft Production 
Serial KbSo 13* 19, and 20„ 

(2) All concerned are to proceed accordingly with this authorisation. 




RlSTiia 


K 


Me t 


JK723, 


r 'NsRsvised to add Ref. (b) erd to change 
Registration Hi’Miers. 


ttmagsr of Canos rciftl C01 .t-rwts 













GENERAL DYNAMICS/CONVAIR 



REAL MINUTES 



C 


3 August 1961 
RE VISED : 13 Sept. I 96 I 


Modal 30-8 


Reference (a) 
£ 


Decision mi « 

CCP m 10 September 1 


MCL 88,117 Revised 25 JULy X9& 

CONVAIR 990 - REAL 

INCREASED FUEL CAPACITY AND RAMP HEIGHT 


SEP 13’61 


sPEJFurms & 

These minute by the authority of Reference (a) Sales Order, direc^hffiftrtffli 
Engineering groups to proceed twewfl lately with the task outlined in Reference 

(b) , Increased Fuel Capacity and Bmp Height, based upon ICL 62,117* Reference 

(c) . 


The task is as fallows * 


Increase outboard anti-shock body fuel as follows; 

1. Replace existing Model 3°-? type outboard anti-shock bodies with 
Model 30-6 type outboard anti-shock bodies per droving #30-18047-3 
and -h. 

8. Replace certain instruments with alsdlar instruments except with 
red "full' 1 line removed. (Dash number change). 

3» Revise 22-91948 placard to change taxi weight and ln-fllght weight. 

4<> Change MLB tires from 88 Ht to 84 IB. 

Increase the fuel capacity of the center section by 45 gilt ana. This will 
be accompli shad as follows: 

1. Raise refuel pilot shutoff valve by substituting a one-inch higher 
'hat section" to bracket #30-21474. 

2. Replace four (h) 3/8" reft 1 ease lines on isometric drawing 
#30-21486. 

Incorporation of this change results in an Increase of 78 pounds guaranteed 
weight e mpt y per aircraft. 


ACTIOS: Engineering shall proee I immediately with the above task 

under BtfO #1009, AHO #31540. An BfO shall be processed by 
the Father Group (Propulsion Fluids) and forwarded to CXB 
lamed lately. This change shall be released to 30-8 #1 and 
on. Engineering Specification Group shall forward revised 
Specification pages to Contracts as soon as practicable. 












GENERAL DYNAMICS/ COST ‘AIR 


m 


6>/4.o 


RECEIVEl 


REAL M mmss 


SFP ?X ' 61 


So. 40 


S r!FJ hCAT,0Ns & 

0fHc E SERVICES 


S3 July 1961 


Model 30-8 


Reference (A) Soles Order 600-8-48 dated 26 July 1961 Revised 


lB September 1961 


CONVAIR 990 - REAL 
REGISTRATION BOMBERS 


PP-VJE PP=VJP and RP-VJt 

As evidenced by Reference (a) Seles Order, Registration if© /$* if$■$$$, 

*nd j $$$$ have been assigned for Identifying the three (3) REAL Model 30 
aircraft, Production Serial Nos. 13, 19, and @0. 


ACTION: Engineering shall proceed with the Above task which la a part 

of the OoD. task. Specification Group Shall forward necessary 
revised specification pages to the Contracts Department as soon 
as practicable. 




27 Sept. 1961 


AJS:JMS:cas 









CK38HAL mamm/comAm 


SeJUss Order 


Sold tog HKAL s/a « Xk«BSpa' , t8B AiMOf 


Dates 3 Jaly 1^61 
80 Hog 600-8-46 


and Bcpxass do ^fcaasparfcoa 
Brazil S/A 


BofSrans^g (a) HBAL letter PH 148/61 


dated 29 Jut© 296X 
COP Boo 4§ 

MOL 62,031 


VO Sos 31,000 Series 



HHVIBICa TO 



mn&amm 


(1) HEAL hie ecosptod by Esftareneo (.), Coavalr 0 a proposal, Reffensse© (b). 
Specification Adniaietiatln Chngi (Bnltlm to Pitot 8 totlo Syetea 
Illustration), based upon HCL 62 , 031 , Reference («)<> Accordingly, 
ell fepartnontE concerned am directed to prooood vitls, inc or po ra tion 
eg tie don^s oe outlined In fl afteraaeg ($), 

(2) gaglnetring Specification Section will forward mcesoary levied 
gprcjflcgfcW pagaa to tfaa Ccatfcreats BSparSttEat as soon an practicable P 

(3) This change but no effect on aircraft weight &q?ty. B&sra Is no effect 
on aircraft pcrfottta sp &s or dsUwery sdtodnieo 



HBB gfes 


Hms^x of CcEoerclnl Contracts 



Log HOd 1160 














GENERAL DYNAMICS/COHVAIR 


SEAL MINUTES 


Ho. 39 


10 Jdly 1961 


Model 30-8 


Reference (a) Sales Order 600-8-46 dated 3 July 1961 
) MCL 62,031 
(c) CCP #45 


CONVAIR 99 O - REAL 

REVISION 10 PITOT STATIC SYSTEM ILUBTRATIOH 
8PBC3FIGATIG3 ADKXHlSTSiAXIVE CHAKSE 


REAL has accepted, os evidenced by Reference (a), Ccnvair’s proposal. 
Reference (c), based upon MCL 62,031, Reference (b). 


Description of Orange: 

page 51a - PITOT STATIC SYSTEM - mWIfi 


Replace the existing Illustration with revised illustration which 
shows Individual BPR probes and serration of static sources for 
cabin outflow valves and cabin controller for reliability. 


ACTIGB: Engineering Specification Section will forward necessary 

revised Specification pages to the Contracts Department 
os soon as practicable. 



A. J. Seward 
Project Brgineer 


AJSsJM :ca. 







GEHEBAL DOIAMICS/COaVAIH 

Sold to: RSAL 8/A • Transporter.* Awraoo 
and Hoprasa do Transporter 
Brasil S/A 

References (a) BSAL Letter FB 

dated S& Xam l$6l 
(b) CCP HOo 1*4 
(e) MCL 62,030 


Balog Order 
Bata: 3 duly 35*63 

SO Ho: 600-8-45 
VO Ho: 31®000 Basies 


cgsvaib 990 - heal 

HgnaiOB go BftBAflBAPg 3.10*1.2 


(1) HEAL bas 6B0Bp*®d by Bsftsr mam (a), C<smdr°6 proposal, Hefer&ncc (b), 
Opacification AdMBiotrafchs Cfeangs (Bovlalon to ftrograglL 3ol0ol.2), 
based upon HCL 62,030, Eeftw^nc© (e). Ac nardiagly, all dga r t asa ts 
eonoozuad sn dimM to pressed vltb Incorp orat ion. of tbs chants 
m outlined In Bsftareaeo (q ) 9 


( 2 ) 


(35 



This change 


on aircraft 


Specification Section will forward nacasssoy revised 
m pfigig 6o tbo C patrocta Osptgteent so scon os practicable. 

bss no offset on aircraft «<ri#rt ©npiy 0 Ewr» lo no effect 
p a r f oTEBnoc or dslim? Mhitilio 


& 

lBD:ba 



Po 8. Cheaters 1 

Ksnngsr of Camaerelal Contracts 


log HOo ?15^ 















GENERAL DYNAMIC3/C0NVAIR 


C 

BEAL MINUTES Ho- 38 


10 JUly 1961 Model 30-8 


Reference (a) Sales Order 600-8-45 dated 3 July 1961 
) MCL 62.030 
(c; ccp #44 


CONVAIB 99 O - REAL 
REVISION TO PARAGRAPH 3-10.1.8 
S E B CI F ICA SEIOg AEMIHIBTBATIVB CHANGE 


C 


REAL ha a accepted, as evidenced "by Reference (a), Convair's proposal. 
Reference (c), based upon 1CL 62 , 030 , Reference (b). 


Description of C han ge; 

Rage 26, Ruagraph 3.10.1.2 AILERON SYSTEM; 


Revise the fourth sentence as follows: 


pwnr>; "Ybe control mechanics be so designed that, with the 

rvt Tptnrw on the ground full throw of the control wheel will 
mechanically produce aileron nmrenent." 

To: ’Tte control mechanism «hnii be so designed that, with the 

airplane on the ground, full throw of the pilot's control 
wheel will mechanically produce spoiler, aileron flight 
tab, aileron movement. On the ground, aileron movement 
will not be produced hy full throw of the copilot's control 
wheel. Full spoilers and partial aileron flight tab only 
ftbnii be activated by the copilot's control wheel on the 
groimd." 


ACTION: Engineering Specification Section will forward 

necessary revised Specification pages to the 
Contracts Department as soon as practicable. 



C 


AJ5:JM£:GAS 







GSSSBAL DXEAfQjCS/COKVAIH 


Sales Grdsr 


Sold tos SAL s/a - OSmnporteo Aaraoa 


rgtfce: 3 Ally l$ 6 l 

SO Bo; 600-8-44 


and &gKPs<ia As nrennpartes 
Brasil s/A 


Reference: (a) HEAL lattes- m 146/61, 



VO So- 31,000 Serioo 


CQ8UAIB 990 - REAL 

yjsv?i£m& wm npantag 


<1) mi, bis accepted by Saflareaae (a), Convoir 0 o proposal, Refttrance (b), 
Mntf^biw'i Sse» , id/oar Bart Bbriwr, boaad ^peo HCL 68,029, Ssferanoa 
(e)« Accordingly* all deger tea nta concerned are directed to pro; vt?d 
vi^ incorporation of tto tbaa gas as outlined in ftafdrsac* (c). 

(2) lagjUgarlng Bpscificotica Section will forward neceueaxy mvtm& 
S&tiiTlcaAlxz pagas to ttt? dotrtracta Dapaartegnt as soon as practlcAhlon 

(3) ibis change fcas no effect era (aircraft vtigfct e^ty. Basra is no affect 
on aircraft perfossance or dslivary eotednla. 



&BD:&} 



Fo So Cheniers 

Manages- of Coaaareial Contracts 


Log Bbo 215 S 














GENERAL DYNAMICS/ COHVAIR 


REAL MINUTES 


NO- 37 


10 JUly 1961 


Mock 1 30-& 


Reference Sales Older 600-8-44 dated 3 JUly 1961 



bJ MEL 62,029 
;c) CCF #19 


Convalr 99° - REAL 

M&HPyACTGBKR'S HASS AND/OR BART NUMBER 


BBAL has accepted, as evidenced “by Reference (a), Coovalr's proposal. 

Reference (e), baaed upon W2L 62,029, Reference (b). 

Die Intent of this is to bring the Appendix I-C section of the specifica¬ 

tion op to date with the actual part nuabero eo presently called out on the 
Engineering drawings,, 


ACTION: 


Engineering Specification Section will forward necessary 
revised Specification pages to the Contracts Department 
oo soon as practicablea 



A. Jo Savard 
ftoject Engineer 


AJS:JMC:cao 


C 





gshsbal mmmsmimmsm. 


Sales Ords 


Sold to; B8AL S/A ■> T5rea*3poirtco Aerc.os 


Bafeis 20 JUne 1961 
SO Ho; 600-3-43 
VO Be; J40C0 SeirlGia 


end Ssprena do Sraasportos 


find Ssprtija de Sraasportos 
Brazil s/A 


References (a) BBftL letter FB 138/61* 


dated 1$ June 2$6l 
OCP Bo. 4 l 
ISJL 62,027 



3 o 2 o 2 b 1 


C03VAIR 990 - HEAL 


(1) BEAL teas accepted by Bafereucc (a). Coeval?”o proposal , BsSteranee (», 
Specification AtoinistratiTO Gbsm&s (fisviston to Fax^pcpli 3„2.,2ol), 
booed upon 2CL 62,027, Bsferozce <c). Accordingly, all tepsrtonfco 
concerned are directed to proceed vitte ineaxpomtlan csf tfea cbAegea 
aa outlined in Reference (e). 

(2) B n s l nff fi rfR g Specification Section Hill foreard tsoasfary revised 

Spec lficotion pagps to th3 Bc afiwB t a Bapwiteant so aoin as practicable. 

(3) &ls etuoes tea8 no effect on aircraft eanrty. Itore is no effect 

on airenft psxforaamce or to livery ccbsdulao 




/^Fo So Chaaborsi 
Kiaagar of Caisareicl Cootrecte 


Log Bo. 2061 















GEHERA1 IHHAMICS - CQHVAIH 




"*s / - 

'•'■<- -■ — 




BEAL MOTOS5S 


SOo 36 


2$? JU302 1961 


Hbdel 30 »® 


Bofensss (s) ^ i^ 11 Order 60Q*-8-U3 d&tsi 20 toa l$6i 
(b) HBL 62,02? 

(e) CCP #41 


COJ3VA3B 990 - BEAL 
K2VXEI0B TO EftBMRARl 3 *2,'2*1 
aPSCIgXCATIOH A 1S CTISTBAT I VB CHftBSS 


RECEIVED 

JUL 5 f 0 j 

PROji^y 

Spec. 

QRouf 


REAL tee accepted, as evidenced by Reference (a), Conviir’s proposal, 

Reference (c), based upon MCI 62,07, Sefarense (b)» 

Description of Change: 

T^ga t) f pazBgrash 3°2»2«1 CQIXS CQDDjG: 

the jaragrajfc ®a follows: 

Kras; ’GOXOB CODIKG: All sections of ploaMng ahsU bo color 
coded a»* te n ted in accordance witSa Military S tan d ar ds 
and, la addition, Barking steal. iaiicote tbs direction 
of fioff end tee purpose of tee lino. Tbs part isuiabes" 
of yff cb tubing ossesibly ohsll be i d e nt lfiod ° (fOlor 
haa&a and part znstesr iteafciflcatians shall he plastic 
tape of fluid, resisting material, in accords* ea -bite 
Standard ABD 10375•" 

To: “COLOR C0DE3G: All sections of plumbing, esespt engine 

and vltein fuel tonka, shall bs color* coded and handedo 
All plumbing indicate tea direction of flow and 

tee purpose of tee line* The part lumber of each tubing 
tueeaobly be identified. Color bands a?:oll be 

plastic tape in accordance with Standard AHD 10375*" 


Action: Engineering Specification Section will forward nsccosery 

revised Spacification pages to the Contracts r^purtssasat 
as t-o<m as practlcabLe. 















CQHVAHt-SAJJ DIEGO 


Sales Ordar 


C 


Sold to 3 HEAL S/A - Transporter A mo& 

end Enprosa d© Transportes 
Brasil 3/A 


Date: 6 June 1961 

SO Ho: 600-8-42 


and Enpros* d© Transportes 


Reference: (a) HEAL letter, SR 130 / 61 , 


dated 2 Jbna 1961 
CCF Ho. 28 
HCL 62,01 8 


VO Ho: 31,000 Series 



COHVAIR 990 - BEAL 

BEVTBiosi t 6 caaraBfc cmaiaRs 


(1) BEAL has accepted by Reference (a), Convalr's proposal, Reference (b). 
Specification Administrative Chang , (Revision to Cocygsn Cylinders), 
based upon MOL 62,038, Inference (c). Accordingly, all departments 
concerned are directed to proceed with Incorporation of the chants 
ae outlined in Reference (c). 

(2) Si fij n earlng Specification flwtkg vlll forward necessary revised 
specification paggs to the extracts Dapartaent as soon as practicable*, 

(3) This change has no effect on aircraft weight empty. There is no effect 
on aircraft performance or delivery schedule. 


received 


JUH 8’61 


projeci 

SPEC. 

QBOUP 



C 



















CEEERAL DXHAMICS - CQHYAIR 


K3AL MHOTES 


Ito- 35 


9 June 1961 


Model 30-8 


Reference (a) Sales Order 600-8-42 dated. 6 June 1961 

(b) M3L 62j03.8 

(c) CCP #28 


CQSVAIR 990 - REAL 
REVISION TO CKTCSH CYLINDERS 
SIECIFIGAT10R ADMINISTRATIVE CHARGE 


REAL has accepted, as evidenced by Reference (a). Carnalr'o proposal. 
Reference (c), booed upon MCL 62,018, Reference (b). 

Description of Change: 



Rage 6, Barograph 3*1«2*2 - TYPICAL LOADING SUMMARY: 

Revise the below item under 'Fixed Useful Load” as follows: 

Frcro : "Oxygen Bottles (4) 140 lb" 

To : "Oxygen Cylinders (4) 132 lb" 

Page A-16, AHEBDSC I-C, GKXGEN E r jJl^MSKT: 

Revise the first item under "Description" as foil ova: 

From : "4 -^Cylinder, High Ptqsbu.'^b 

Oxygen (3.07 cu ft. 

with gages) Zep Aero ZC-268-111 l40 o 0" 

To: "4 ^Cylinder, High Pressure 

Oxygen (73 cu ft*, 

with gages) Zep Aero ZC--268-74-10 132oO" 


ACTION : Engineering Specification Section will Forward 

necessary revised Specification pages to the 
Contracts Department as soon as practicable„ 



AJS:JMC:c&3 








CORYMB - SAN P XBflC Or der 


Sold tos HEAL 3/A - Trsnspcrtea Aarroa 

and Etapr^flwi da ‘fraxisparte 

^Revised: 

17 May 1962 

Diteg 

1 June I96I 

Brazil S/A 

So Bos 

600-8-41 

Befnmucus (a) HEAL Letter FR 127/61, 

WC Bo; 

31,000 Ericas 


dated 31 fey 1961 
(b) CCP Boo 3 1 * 

(ol MCI* 62,094 , , 

{&) Minutes of Meeting ® ff/x4-/6S 


C0BVA1R 990 - BEAL 

DOIVLBR HAO«, HBVI3I0B’tQ~M0VISIf^ FOR 


(1) HEAL has accepted by Reference (n), Convait 6 proposal, Inference £b), 
Doppler R&dar, Revision to Rrovisione for, based upon $&L 62,094, 

Rfsftsrsnco (c)« Accordingly, *11 departments concerned ere directed 

to proceed with Incorporation of the chengS' as outlined in Sefsrsnct (c)» 

(2) Bmlaeetlng Specification Section Kill forward nscaoBury rt vinad 

Sp« £? sc ion pagtse to tto Contoacta feportraeat ao aoon os » practicable 

(3) This cbnn^s has no effect on aircraft wsififct amply,, ®3is«i is no <sfffcet 
on aircraft performance or delivery schedule* 

(k) $bs< following itaas manufactured by Canadian Marc si Ctoopsny tiers re< uirad 
by Gene ml Dymmiies/Cottmir in order to aecoaralish the task covered by 
MGL 62, 094. Material Department is hereby authorised to issue a Purchase 
Order for the follouiug: 


Rttit 

3 Isolators 316=122 

3 3 Ft* Lengths RG9©/U 

(Mbit) c/tt wmw/u Ccnasctor it .75 

3 Sets of Drawings 311=790 

314-390 

35k} above itemized equipment is presently installed, in Model 30“8 aircraft. 
Serial Bos. 13, 19 and 20. 



m 




nttft*’ 


,=£~J089 

'®Rsv:Locd to add Kef. (d) Os Fora, ((h), 



So Cb£3tr$E6 

Ksnagsr of Cca^re.lal Contracts 












C0BVAX8 

A Division of General Dynamics Corporation 
(San Diego) 




C 

BEAL MUTCHES 

6 June 1961 Model 30-6 

No. 34 

Reference: (a) Sales Order #600-8-41 dated 1 June 19& 

(b) KCL #62,094 
(e) CCP Ho. 34 


CCBVAIR 990 - BEAL 

DQCTTJgR RADAR. RgyiSIOS TO PBOVISIONB FOR 

BEAL 'haa accepted, as evidenced by Reference (a), Convalr's proposal, reference (c), 
based upon MCL 62,094, reference (h). 

The task is as foUots: 

A. On electronic rack shelf "F" (22-32550-3) revise existing floppier tracker 

unit provisions from ARXHC 5to 1/2 AIR also to 3/4 AIR to accommodate future 
installation of Marconi CMA-625 unit. 

B. Relocate «rt«fcing floppier computer provisions on electronic rack shelf "F" 
to provide space for the enlargement of tracker unit prov i s i o n s. (See A above) 

HODS: The antenna Installation Is compatible with existing provisions only 
If Conpdinn Marconi provides an adapter to install their an t e nn a 
within the wing cavity. 


HKtMVED 

JUN 7 '61 

PkUiCCT 

SPEC. 

GROUP 



ACHCN: Cost Schedules issue an BUD number to the affected Design Groups, 

authorising immediate go-ahead. Cost and S che d u les s hall subsequently 
prepare process an EWO form which shall reflect the task au t horised by 
Salea Order Minutes. The EHO sOoblU reflect the 0/B and E/C schedules of 
7/24 8/17 respectively as listed In the Action Record dated 25 April 1! .. 

Specification Group forward revised Specification pages to Contracts 

as soon as practicable. 


. Savard^ 
t Engineer 













CC&WR-aAN DIEGO 


Accgjjatlng H \las Order 


Sold to: BEAL S/A - Transports Avisos 

Dates 

31 n*y 1961 

and SsproEs de j 5tlh apart31 o Acroviaa 
Small S/A 

SO Ro: 

600-3-1(0 

Soo I’fcailo, Brasil 

WO Bos 

31,000 Sirica 


COBVAIB 990 - RBftL 

CHARGE OSIER eq. 6 


(1) Attcushsd la a cosy of Chim& Order Eo«> 6 cignod by SEAL 8/A - flrenaportar. 
Aeraos cad Eapmoa da Troasporfcaa Aarovlas Brasil S/A, vhich cnaafio 
Da tall Specification Report Do» ZD-30-OOS, dstad 2 Kay i 960 , to 
Incorporate tteo Specification Changa HQ3» 12, 13 , 14, 1$, 17, 18, 21, 

22, 24, 2% 26 , and. 29, not oat in Paragraph VI of raid Change Qtrdaro 


EilDsho 

Log HOo 1B79 

ces (all tilth sttocbmnt) 

Bo Fo ASto 

Arthur Andaman & Co. 

Go Bo Slain 
Go To Borneo 
Do Co Buxrora 
Fo So Chatters 
Go Ao dc3( Jr« 

Do Bo BlggCS 
Jo Do IHJnnd 
Ha Do Svaae 

Oo Ho Bazpor (v/ottecho 2) 
Ao Lo Boodrlcka 

Bo Ro Eooray (if/attecho 2) 



Mmgtf of CffBTOffcinl Coaftcucte 


He Jo Jason 
Bo Ao Rayas 

Vo 80 Kathouj (v/att£Ch<, 2 
Co I» Bandar 

Bo Co Baal (v/jxdCo copy) 
Ao Go Bothllobarg 
Co Co Sa»jfcr 
lo Do 8 ykeu 

Bo Eo Waldo 
R« Bo Hfctto 
Jo Go Zmsly 
File (2) 



















csjwb mmB no. 6 

puraucsat to 

Article 5 of Purchase Agrccsant dated 12 August 1957 
by ond betvoon 

RSAL s/a - Transportao Aersoa and ffiapreG* d® Traasporfcea Aorovioc Small 9/A 
and General Dynamics Corporation (Con voir Division) 


I« Bi@ Detail Specification Import ZD- 3 O-OO 8 ia haroby emended to reflect 
certain chen&ie all on acre particularly set forth in Specification Ctesags 
Son. 12, 13 , 14, 15, 17 , Id, 21, 22, 24, 25, 26, and 29, Cceaesrcial Change 
Proposal Swcmry Bo* 2 tand Specification Revision pngs® dated 20 partite 1961 
attached hereto and sade a part hereof. 

H. Airplanes Affected: 

Undelivered - 3 

HI. Effect on weight and balance: 

As reflected in the Specification Changes and Ccsaercl&l 
Chongs Proposal SusEsry Ho. 2 attached. 

IV. Effect on performance: 

As reflected in the Specification Chants and Cctmsrclal 
Change Proposal Suaacary Ho. 2 attached. 

V. Effect on delivery: 

Heme 

VI. This Change Order results in the following chargee and/or credits: 

A. Change Ho. 12—>Structural Design Speed Halt 
for Plop ond Lending Edge Device Operation with 
Single Hydraulic System Operating * Page 30 

Bo Charges or Credits 

B. Change Ha. 13 —Alternate Control. Cable 
Material - Bags 26 

Ho Choree or Credits 

C. Chongs Ho. 14—Seat, Cabin Attendant, 

Additional: Installation of - Pages 1, 

3b, 6, 9, 89, 90, 92, 10ta, and A-l 

Total Han-recurring Charges $ 9,645 

Recurring Charge per Aircraft 761 

$ 11,928 


Total Charges far 3 Aircraft 







CHAEG3 CKUSR HO 6 
pursuant to 


Article 5 of Purchase Agrssmant dated 12 August 1957 
by and bett&en 

HEAL S/A - Bronsportes Aaraos and Snpreea da Tronoportoa Aeronrtas Brasil fl/A 
and General Dynamics Corporation (Convnir Division) 


C 


Change Hbo 15—Enlarged Buffet stcwngp Cebinat, 
Installation of - Pages 3b, 13, 93, 93 a, 96 , 

ID0, A-l, and A-l4 

Total Ben-recurring Charges 
Hecurrlng Credit per Aircraft 


C 


Total Charges for 3 Aircraft 

Bo Chntiffl Boo 17 —Revision to External Service 
Power system language * Bogs 70 

Fo Chongs Boo 18 —clarification at Xntosp&one 
Station Locations •> Pngs 84 

Go Chan^ Bo* 21—Pilot and Copilot Santo, 
Chongs to - Pago A-l4 

Ho Change Hb» 22— Hbriaautal stabiliser 
Mechanical Motion Indicator System, 
Installation of - Page 29 

Xo Chongs Hbo 24—Chongs Drip Stick Calibration 
from Pounds to Inches - pngs 4l 

Jo Change Hoo 25—Revlnlon to lavatory Lighting 
Tang logo and Correction to X*Band Antenna 
P/B - Fagss 68 and A-ll 

So Chongi Hbo 2&—Replace Flight Illustration 
and Change Cabin Theimoneter from Fo to Co - 
Pages vll and 110 

Lo Chongs Hbo 29— Bovlslon to Pilot and 
Copilot Seat Interchange ability - 
Pogsa 89 and U6 

j 

Ho Sutsary of 'Has foregoing charges and/or 
Credits: 

Total Sca-recurrlng Charges 

Total Recurring Cses&e 

Total Charges for 3 Aircraft 


* i ‘M 

$ 1,239 

Bo Charges or credits 
Bo Charges or Credits 
Ho Charges or Credits 

Hb Charges or Credits 
Ho Chargee or Credits 

Hb Charges or Credits 

Ho Charges or Credits 

HO Charges or Credits 


* 14,448 
l* 28 l 


$ 13,187 


2 












CHAH&2 GREER S0„ 6 

pursuant to 

Article 5 of Purchnne Agrc^rnt dated 12 August 1957 
by and between 

REAL 8/A - Transpcrt30 Aorooa ood SnpneM d£s Transporter Aerovioa Brasil S/A 
cod General Dynamics Corporation (Convnir Division) 


VII D attached Comssraiol Chonip Proposal Suactary Jfoo 2 and rovieod 

Spaclfication Pa&w dated 20 March l<?6l art barefcy incorporated into 
and "bee 0213 o pert of Detail specification Report Soo ZD*30*008 dated 
2 May l$ 60 o 

VIIIo Except as herein modified all provisions of the Purchase Agnssmnt and the 
Detail Specification shall reaain in effect® 

(Sberal wmmm ccrporaticei 

By; /b / go S« CheEfbers_ 

Title: IftiTwtoaT of Cqgaerclal Contracts 


Accepted and Agreed to as of 

this gqgd d ay of u<v* 1 961a 

RSAL S/A - TSAE5PCJKES ASRSOS 


By: /«/ Bdcardo M» Alvarenga 


W-tla: Director 

SffBESA IB TRAKSKHSES AStOVIAS BRAZIL S/A 


s y> h! 6ksis a& — _ 

Title: Pirector 


■* 3 * 






















CQHVAIR - SAH DIBGO 


SALES ORBga 


n 


Sold to: 


Reference: 


REAL S/A - Transportes Aeraos 

Date: 

29 tlay 1961 

and BDpreea de transportes 

Brazil S/A 

SO Ho: 

600-8-39 

(a) 

REAL Letter, SR 122/61, 
dated 26 May 1961 

HO Ho: 

31,000 Series 

(b> 

CCP Ho* 39 



(e) 

MCL 62,026 




CGOVAIR 990 - REAL 

1 


(1) REAL has accepted by Reference (a), Convair's proposal. Reference (b). 
Specification Administrative Chanda (Revision to Paragraph 3*l6.,8»2o3), 
based upon MCL 62,026, Reference (c)« Accordingly, all deportments 
concerned are directed to proceed vlth Incorporation of the changes 

so outlined in Reference (c). 

(2) aigicc^ring Specification ition will forward necessary revised 
Specification pagab to the Contracts Department as soon as practicable » 

(3) 'Ibis change has no effect cm aircraft weight empty* Tfcsna is no effect 
on aircraft performance* or delivery schedule* 


r$7 

Ir 5 s 

Log Ho* 1S5S 

n Fo S« Chaobara 
Manager of Camercial Contracts 




t 























-! 


o 


C03VAIR 

A Division of General Dynamics Corporation 
(San Diego) 


BEAL M BKH B5 S 


6 June 1961 


Ho. 33 
Model 30-8 


Reference; 



Sales Older 6 OO- 8-39 dated 29 Jfey 1961 
MCL $6&,0SS 
OOP Bo. 39 


CQHYAIB 990 - BEAL 
RBVIBIQ3 TO BABAflBAIH 3.16.8,2,3 
smswmmm mmi&msivs charge 


®AL has accepted, as evidenced by Reference (a), Convalr's proposal, 
reference (e), teased upon HCL 62,026, reference (b). 

Deacriptioia of Change: 

Ibge 67# Hizn. 3 . 16 . 8 ^ 2.3 PEBSSSAL ADD OVERHEAD HfflEh ZJQBSQG: 

Delete tie lost tm sentences w*** read as follows: 

"Separate control shall tee provided for the forward aid aft pedestal 
panels. H» forward panel light control be located on forward 

panel.” 


JUN 7*61 


PROJECT 

SPEC. 

QROUP 


ACHHffl: Engineering Specification Section will forward necessary revised 

Specification pages to the Contracts Department as soon as practicable. 



C 


AJS:JM2;rs 



















SAXES ORIER 


CONVAIR - SAN DIEGO 


Sold to; REAL S/A - Transport's Aereoa 


Date: 29 Hay 1961 

SO No: 600- 8»38 


and Bqwesa da Tranaportes 
Brazil S/A 


Reference: (a) HEAL letter, FR 121/61, 


dated 2$ May 1961 
COP No. 33 
WL 62,025 


WO Ho: 31,000 Series 



CONTAIN 990 - REAL 


HSVISIOH TO FIRE COTOROL feAHBi AM) WARNING""JOHN DIACBAM ILLUSTRATIONS 


(1) REAL has accepted by Reference (a), Convair’s proposal, Reference (b). 
Specification Administrative Chongs (Revision to Fire Control Panel and 
Warning Horn Diagram Illustrations), based upon J®L 62,025, Reference (c)» 
Accordingly, all departments concerned are directed to proceed with 
incorporation of the changes as outlined in Befezence (c). 

(2) Rngjoegring Specification Section will forward necessary revised 

Specif tXonpagsa to tto ~(*' : ;rac Department as soon as practicable<> 

(3) Ale change has no effect cm aircraft wight empty. Snare is no effect 
on aircraft performance or delivery schedule. 



HBD:ba 













GEHERAL D2H&HECS - COHVAIR 


C 



Salas Order 
CCP 38 
mi 62,025 


HEAL MXH03ES 
2 June I 96 I 




no. 32 
Model 30-8 


600*8-38 doted 29 I96I 


carom 990 - heal 

BBV3BI0B TO FIRE COHTOOL RHglTMl& taM^LT' E033 DIAGRAM ILL BAUGHS 

SEECH fflAnanw «MmTflwwi»rre CHAUS 


REAL has accept 1 by Befemnoe (a), Camalr'o iropcaal, Befemnee (b), 
based, opon HCL 62,025, R efe r en ce (c). 


DomxLjftLaa of Cb bqqo: 

nos vi, zjss op xuflsasuaasoBBj 

Brvige the bales item as folloes: 


C 



Fzoq: "Kara Bds&i Gesv C teiti ol ^ tm&lng 

Gear IbaltLoa dyuUus 73*" 

T : "Earning Som IMagnm 73a" 

Base Wd, VJBS CQtERBOL BASEL: 


Borises tee printing illustration in tee speci f i c ation with a 
' Md ill u s trat ion teich inclufloa absel tell indicator llgxts. 


saga 73a, EARN TORS IABDHEO (SAB CdREROL & LASDEDD (SAB BOSEdOH SX99BS: 


Borises tea existing llluatratian Hite tee revised. illustration uhleh 
includes all naming circuits, to sabs it consistent site tee actual 
installation, and to standardise illustration title. 



Ajanc:cas M fo ’ 61 

project 

SPEC. 

3 ROUF 















3 4 


V’-ST ft 


«iwvxBeus i-gep'fc* 

1961. **Hcvl£nedi 

* ■ * 



v ft* (>jo <M? 






C;BV<lff J90 - BM 




I f '*gM t 


?ua'.* vo drid /tj, tv-k't 

'k • ■ 1 •: v- - ?•; • -i it<* i l «3 iguist 

" !a*c a rfcy It 


^ Jit. '!J 

SEP 11 'Si 

Eff** «« 

0Ff,:£ i-c.if, £ S 


i*> 


;.3) 


N*«Nffe 9 (*) sets forth ths item «f r^jlswat wildswill 2% vended by 
for ifesnilAtia* in fcaair Canvair 35-0 flirt* -*ft pursuant t^irpandfct t-a 
I c-tai \vjc inject on Report So. ZJ>-3 G-k) 0& dated 2 May 19 /h 

Ma.tgi n.o3. igtogtw^ it, GPE Section, Lr roqutite#. to ns&Xtitit n s. p r-cha ortir r 
««wr in« tbaXtSsw frjb out in ths nquiroamt schadnia isda* Beftonsaeo (*),, ib¬ 
is* dale mate r-!fteet#d in anid sotodule tsfcoul/b© xiif3«(?t«d in Ui* ^m:to*a 

oetjfts? When praxes for rasr&irl*! hsing wnd»4 fcav^een <s6trbliub£d by t 
cuotrsifj f aoh ia^ytAtioa will bn ro^rlisd tte- prchaslng ItepwteBir by 
aantfTw*a. x J -— - 

TUn tfrctatw Orr> is be dlnctoM to tte? dfiuoirlng odiror.n (with eo?ir~ <v> 

D* H. Sti-Uxvw., Ur CnnNmr i«rvi« Coiyoroiftoa, 1510 a Streal, Hartlwtw-, 

Washington 5, 0. <:«) mbd X to contria ebbing and fecial instructions 
forth Ixaloir: 

ADHiWBs IttAX ’3$f<uu(porfci / A wtta, 3. A» 

Run Ca Stela* iy Cr spiniano 
3??-2° A§fc 
Sao Bsa)ilo,\s&OKii 
Attention sa\f JS writ Mvtireagp. 

agnpjMs iH Bmic-T j / sas 
Sh* tc* Coavni^BBC®lvia^^ifipa:"t'aajtat 
R*u<®PadliT 
SanVdofp, Califom;i\ 

Attraction; <J-fS St 

NCEK; c ) All eaui#aeayU to be ckwl, ideii^fied as ?fyj. Airline pUjsw 
bi Not to t* pwfd by ckoc!t, 

A/ raqui lyetf PAA qunlifJc&tiaa or i>i?qi3S** inbetartlotiiv? dr • 1 

¥A ' / nu bility. 

It-' iu to forward the cfcove nntoriacV *<1 o.. c«Q 4 int to f 

Wt SCyfor uItimfc»t inatf U itioi in th« eustcnX c air- toft ". v 4 
f-^vi J- tbn Co n tr act q E ypartasat ib >ople oi the Becalvin^rv -o: t.-. 
r«< tl "k/"-*.- ■ la.I for tiaiiaodtt u to tb© ciat^or. 

*br r;- • a \ / ♦ * ,c, ^«=. *urt mi r t 0 Mcti : with rvui ‘. - v 

' ' - io s ^rrvg re 

. y^r fTr u t^rlo: Xji»5 -vnn^i by Rsai. Mrlinss bnvi k*u b 
'***■ - / J •• v-i St t . .... . -> . , '" . .•oit-SE wU. 1 bj fbi-aJ^btt 

- Bn'ics Of*;r . ’ 

In..ifv^r as possible, all items received aid installed bereiMder are to be ^(nvtioiiab 
cbojficd for coirect alteration ^id also for correct functioes:lng of the niXsteXaircral 

f/t :■•« \ 


> 


r,.A '«*• add ..r, <7 

i! *siaiiV" ,j = ®^.i^ erEei3i ^ 


M. 


^Of • £ 












CONVAIR - SAM DIEBO 


SALES ORDER 


Sold ton REAL S/A - Transportes Aereos 


Dates 15 May 1961 
SO Nos 600-8-36 


and Qnpreaa da Transportes 
Brazil S/A 


References (a) REAL Letter, FR 112/61, 


WO Noi 31 s 000 Series 


dated 12 May 1961 

(b) CCP No 0 37 

(c) MCL 62,024 


CONVAIR o90 - REAL 

REVISION TO PILOTS ? PEDESTAL Tt .LUSTRATION 


(1) REAL has accepted by Reference (a), Convair°s proposal, Reference (b) 0 
Specification Administrative Change (Revision to Pilots 8 Pedestal 
Illustration), based upon MCL 62,024, Reference (c)o Accordingly, All 
departments concerned are directed to proceed with incorporation of 
the changes as outlined in Reference (c)o 

(2) Engineering Specification Section will forward necessary revised 
Specification pages to the Contracts Department as soon as practicable^ 

(3) This change has no effect on aircraft weight empty,, There is no effect 
on aircraft performance or delivery scheduler 



HBDrfmd 



So Chambers 

Manager of Commercial Contracts 


Log Noo yrv. 













CONVAIR-SAN DIEOO/COHVAIR DIVISION OF GENERAL DYNAMICS CORPORATION 


REAL MINUTES 

16 Ifey 1961 


No. 3L 
Model 3,0-Q 


Reference 



600 - 8-36 dated 1 ? Kay 1961 


COSVAIR 990 - F3AL 

REVISION TO PIIiDTS'DEDESEAL HLUSIHATION 

Sl^CglCATION ADMINISTRATIVE CHANGE 


REAL baa accepted, as evidenced by Reference (a), Osovair's proposal, 
reference (o), based upon KCL 62,004, Reference (b)° 


Description of Change: 

Rue 47b, PHOT'S AND COPILOT'S PEDESTAL: 


Replace the above illustration In the opacification with a 
nsv enclosure which revises the stabiliser trin control, 
adds "ABC-DUAL HtOVXSIOftS”, "HAP AfJESffiHIT TEST SWITCH", 
"POSE-PEDESTAL LISH5S", "HABNXK 1 HORN CUTOUT SWITCH", end 
shows nLnor nonsnclature changes in callouts. 


ACTION: fiogLneerlng Specification Section will forward. 

necessary revised Specification pages to the 
Contracts Department os soon as practicable. 


A. Jj. fcvaxfl, 
ojioct Engineer 




AJ8:JME:cao 








COHVAIR « SAW DIEGO 


SALES ORDER 


Sold to: REAL S/A ~ Transportea Aereos 
and Snpresa de Trsnaportes 

Dates 

15 May 1961 

Brazil S/A 

SO No: 

600-8-35 

Referenoe s (a) REAL Letter, FR 111/61, 
dated 12 May 1961 
(b) CCP Noo 35 
(o) MCL 62,023 

WO No 0 

31,000 Series 


CONVAIR 990 - REAL 

REARRANGEMENT OF INSTRUMENTS AND REVISION 

TO PILOTS 61 INSTRUMENT PAMKT. ILLUSTRATION 


(1) REAL has accepted by Reference (a), Convair’s proposal p Reference (b). 
Specification Administrative Change (Rearrangement of Instruments an d 
revision to Pilots" Instrument Panel Illustration), based upon 

MCL 62,023, Reference (o) 0 Accordingly, all departments concerned 
are directed to proceed with incorporation of the change as outlined 
in Referenoe (c) e 

(2) Engineering Specification Section will forward necessary revised 
Specification pages to the Contracts Department as soon as practicableo 

(3) This change has no effect on aircraft weight empty 0 There is no 
effect on aircraft performance or delivery schoduleo 


















C0NVAIR-3AH DIEGO/CONVAIR DIVISION CF GENERAL DYNAMICS CORPORATION 


HEAL MINUTES 


16 May 19^1 


No. 30 
Model 30-8 



Order 600-8-35 dated 15 l&y 1961 


COHVAIR 990 - REAL _ 

rearrabgement gf instrumented revision 

TO PT T^ rS' TrcfmnftrercT 1 PflksL nuETRATIQH 
SI^IglCAI!fMj , ~5^^Hma3VE QB&SfeE 


real hao accepted, as evidenced by Reference (a), Convair’s proposal. 
Reference (c), based upon HCL 62,(23, Reference (b). 


Description of Change: 

Riga 34, ftut&groph 3.12.4.3 TACHOMETER GENERATORS: 

Delete the second sentence roads as follows; 

"A naming light Shell be installed on the pilots' center Instru¬ 
ment for fan tactcuacter to Indicate overspeoding»" 

Bags 47, paragraph 3.14.1.1 PILOT'S INSTRUMENTS: 

Add the following item to the instrument list; 

"*Ooe true airspeed indicator” 


jfege 47, Paragraph COPILOT'S XftSWUMENT3: 

Delate the below item from the instrument list: 

"-ttQns tree air speed indicator” 

Tags 47 a, PILOTS' AND COFILOT3' INSTRUMENT BABEL: 

Replace the above illustration in the specification with revision 
j*iHh3T ftg*rn»« with the actual ins truant arrangement. 

mm 48, Jhragraph 3.14.1.3 CENTER BABEL INSTRUMENTS: 

Add the following item to the instruaent list: 

f *Four ftwgtiw* fan ta chocs tor Indicators" 


page 48, Paragraph 3.14.1.4 PLIGHT HSOBfSB'8 IBSTH 


llilH M 


Delete the below Item from the instrument list: 

'•vywr** cnurtiM -fast tnithmiater icdlcafesra” 


















BEAL rawnss 


B10B 2 


Ho* 30 


c 


Ib0e A-6, AFIEEDIX I-C, IHSaSUMEKTS AHD BELAJEED BQUE3M!: 

R&rL&e the below Itea under 'ESGIHE EKTRTEflKETS - GE8ERAL" as 

TaSXmra: 

Prom: Indicator, Tachcmater (Fan) Geu« Sleet* 6 K j8 UA T~l ri 

TO: "*4 Indicator * Bhd h cf te r (Pan) Gen* Elect* SHjSHA'T-l 

— or -2" 


USsa following not appear in ths specification language: 

<wm> deletion of the fan tachasater overspeed indicator lights is 
proposed since ***•*» vaming feature will sot he required with the 
fha tachooster indicators being located on the center engine 
jm»i . Also, the relocation of these indicators to the engine 
pwwi necessitates activation of integral lighting of these 
ins truants* 


ACTIOS: Engineering Specification Section ulll forsaxd 

necessary revi s ed Specification pages to the 
Contracts Department as soon os practicable * 



r. Savnrd 
Joct Baginesr 


AJ8:JMB:ces 


C 








COHVAIR - SAN JEDSGO 


Saleo Order 


Sold to: HEAL*S/a - Transport©a Aereso 


Date; 1 Hay 1961 
SO So: 600-8-3^ 


aad Empress ds Tranaportes 
Brazil s/A 


aad Bapreaa ds Traaaportes 


Reference: REAL Letter, FR 100/61, 



WO So: 31,000 Series 


dated 28 April 1961 

(b) CCPHo. 33 

(c) MCL 62,022 


COHVAIR ggO - HEAL 
REVISION TO BARAGRAIg 3.12.9.7.1. 


APPENDIX I-C 


AND EMERGENCY EXIT FLOW ZLUfS! 


iTRATlON 


(1) REAL has accepted by Reference (a), conwlr's proposal. Reference (b). 
Specification Administrative Change (Revision to Paragraph 3*12..9«7«1, 
Appendix I-C and Emergency Exit Floe Illustration), based upon 

JCL 62,022, Reference (c) D Accordingly, all departments concerned 
are directed to proceed with incorporation of the change os outlined 
In Reference (c) = 

(2) te jgneering Specification Section will forward necessary revised 
Stifle ationpagCB to thQ ~Contiract8 Department as soon as practicable 

(3) This change has no effect on aircraft might empty. There is no 
effect on aircraft performance or delivery schedule. 

















2 ^ ^ 

CQWXm~SM DXEGO/CONVAIR DIVISION OF GENERAL DXNAMECS CORPORATION <£ 


SEAL HZR03E8 


Ho. 29 


11 Miy 1961 


Reference (a) Sales Older 600-8-34 dated 1 May 1961 

(b) MOL 62,022 

(c) OCP #33 



COHVAIR 990 - BEAL 

REVISION TO BARA GRA gg 3.12.9.7cI, APPENDIX I-C 

AHP EMBRSEHCy MIT HW ZUflaj^ 

StECIFICATION ADMINISTRATIVE CHANGE 


BEAL has accepted, as evidenced by Reference (a), Convalr's proposal. 
Reference (c), based upon MCL 62,022, Reference (b). 


Description of Change: 


Ifege 20a, 1 




SCX EXIT FLOS AND ESCAPE FACILITIES: 


Beni tbs above illustration in the specification with the 
Revised Batge 20a. 

Ifega 40, Baragraph 3 . 12 . 9 . 7 .I GENERAL: 

Delete the first six lines at top of page 40. 


RECEIVED 

MYi 2 . Bi 

PF *Oj s 

s*ec 

9r *Oup 


Bsga A-17, XBSSmtm I-C, PXROTECHNICS: 

Delete the below lten under "Description": 

"2 Flare Dispensers Convair (P/H to be supplied)" 

The following shall not appear in the specification langiAgs: 

That portion of fferagrajfc 3 . 12 . 9.7 .1 appea r i n g at the top of Page 40, 
is repetitious in part with the complete paragraph on Plage 39 . There¬ 
fore, deletion of the Page 40 portion of itarograph 3°12.9°7°1 Is pro¬ 
posed. 


The deletion of flare dispensers from the Appendix section of speci¬ 
fication is proposed for consistency with Convair policy not to list 
ItcKQ ranuffectured by Convair. This equLjraent is given adequate 
coverage in Paragraph 3«19«2.6.1. 

The "Emergency Sdt Flow" illustratlan presently in specification, 
was prellnrtmty. Revised Ibge 20a shows the actual airplane exit 
flow amtagnsent. 

















BEAL MXRtKBS 


m D 29 


ACTI03: 


Page 2 


Engineering Specification Section will forward 
necessary revised Specification pages to the 
Contracts Department as soon as practicable n 



AJS:JKD:cas 



1.0, 




•A’:« tee accented >j (»), Cstnutr’A pjsopbtalj, ft<si*«.vr..<* 

/ Xflatstlew <■ iiLUa-tra&iw Cbuvji £Mi*ro.,i« 2 ¥v>A* toTSlICKn 
^•tf jcst.iis* imi&A&tt t 3sna4 ^iob MCL £Sv,<l4„ AecardlogXy, aCi 
yj^rtMwita k «w®ms£ hr* dijncfaii to asoc#t*d vita, iacorpo?**.,«. ■.:* 
d* oaauijpi «a utllmd in ftoferenot (c)» 

-u/'.naMr.-pijtij, £ 4 * ifj. at '-ow tfrobicai will Jter»*rd r $wtmrj 

.nrinoktlon pagett to ti* waa Pw>ito Tuawtm&fo *«t soon ** -pi**. '-.1 t. . 

'< *■ eKutfl* boo no aftaet •« Aiawcnft wight ^upc,y 0 'jyarw U T - • '<• t 

a filrvmXt j^rtfontoao* or Aiiiwty aeheduU#*.. 

(4) ’Bills Salas ardor rowiosd. to dslato that naict of CCP 23 which calls .for tbs 
deletion of control panels $ 1 Selual (dual .heaasl) in Appendix I-C, 
Electronic Equipment. 
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OT^iAKscfjtr. R^firSiClff 'i<} w/wa/vag 


**% 

*» a . r “6j 

4-sfo 

°o£ 




H 


1 « 


K 


A 




1684 

*0 


<*). 



sJ , '^'/ , < .'id iTwt'.Ki^irj• 
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CONVAIR-SAN DXBGO/CONVAIR DIVISION OF GENERAL DYNAMICS CORPORATION 


BEAL MINUTES 


Ho. 28 


10 May I 96 I Model 30-8 


Reference (a) Sales Order 600-8-33 dated 26 April I 96 I, Eavteed 8 May 1961 
} MOL 62,01k 
(e) CCP#23 


CONVAIR 990 - REAL 

MISCELLANEOUS REVISIONS TO SPECIFICATION LA95UU2E 
SIECIFICASZOH ADMINISTRATIVE CHANGE 


HEUlaaa accepted, as evidenced by Reference (a), Convair’s proposal. 
Reference (c), based upon MCL 62,01k, Reference (b). 


Description of Chan ge; 


Toga 93 , Paragraph 3.15.1.1 - Description sod Components: 

In the fourth line, delete t he word "boost" 

In the eighth line, add "rudder" between "devices” and "fuel" 
page 67 $ Paragraph 3 . 16 . 8 . 3.6 - Signs: 


Revise the first paragraph to read as follows: 


"Illuminated and legible "HO SMOKING" and "FASTEN SEAT BELTS* signs 
ghnn be provided In the passenger cabin and a "RETURN TO CABIN" 
sign Shall be provided In each lavatory. An Illuminated sign shall 
be Installed on the aft surface of each of the three passenger com¬ 
partment dropped ceilings which Shall read as follows: "HO SMOXING- 
FASTEH SEAT BELT". Another forward illuminated sign Shall he in¬ 
stalled on the aft face of the pilots' door drop celling in the pas¬ 
senger compartment entryway area and shall read as follows: "LAVA- 
TORIES-VACANT-OCCUPIED". A switch for the "HO SBKDKS" sign and a 
switch for the "FASTEN SEAT BEHE" and "HO SMOKING" signs Shall be In¬ 
stalled which Shall automatically illuminate these signs whenever the 
oxygen masks are popped out". 


I 


In the eighth Una of t writ paragraph, change “both" to "1he"< 


Add the following to the end of second paragraph: 


"An illuminated "HO SMOKING" end "FASTEN SEAT BELT" sign shall be 
Installed on the sidewall, or at a suitable locati o n. In the crew 
rest area". 









BEAL MINUTES 


Bo. 28 
Page 2 



C 


Page 69, Paragraph 3.16.8.3.8 - Buffet soft Coat Ccagartment Lifting: 

In the sixth line, insert t he void "fixed" between "the" and "coat". 

Page 99, Paragraph 3.19.3.1.2 - Movable Coat Dividers: 

Revise the next to the last sentence as felloes: 

From* "Each right tmna coat divider ^nniiria an mural nated 

"HO SMOKING" and "FASTEN SEAT BELT" sign (Portuguese and 
English) 1 ' 

To: "An illuminated ' , IAVA!TORIES-VACAHT-OCCUPIKD ,, sign shall be 

Installed on the forward right hand coat divider, and 11* 
lusdLn&ted "NO SMOKING” and "FASTEN SEAT BELT" signs shall 
be installed on the aft right hand coat divider (Portuguese 
and English)" 

Page A-13, Appendix I-C, landing Gear Equipment: 

In "«Tire, Nose Wheel", change "Tread Depth" from ".32" to "»31" 

Page A-13, Appendix I-C, Canvair Furnished: 

Change the below item under "Description" as follows: 

From : "3 Reel, Inertia" 

To: "4 Beel, Dxertla" 


ACTION: Engineering Specification Section will forward 

necessary revised Specification pages to the 
Contracts Department as soon as practicable. 


AJS:JS:ca» 


project Engineer 


C 









CCHVAIR - SAB DIEGO 


Salas Order 


Sold to; 


Reference; 


REAL S/A - Trenoporteo Aereos 
and Empraoa da Tranaportea 

Date: 

20 April 1961 

Brasil S/A 

SO Bo: 

600-8-32 

(a) BEAL letter, FR 89/61, 
dated 20 April 19 6l 

VO Bos 

31,000 Series 


(b) CCP Bo 0 32 

(c) MIL 62,021 


CGHVAIR 990 - HEAL 

H /ISICH TO J PIBg £ ~5SVICg ABO \ OP ER IAE0UA# 


(1) REAL has accepted by Reference (a)# Convair’s propos a, Reference (b). 
Specification Administrative Chunce (Revision to landing Edge Device 
and Flap Operation language), based upon MCL 62,021c Accordingly, 
all dspartsants concerned are directed to proceed with incorporation 
of tbs th*ngp an outlined in Reference (e)° 

(2) ynfHwjwMng Sra^i-eieation Section will forward necessary revised Specification 
pages to T£s~ CCTtreais bapartrimt as soon as practicable. 

(3) T M s change has no effect on aircraft weight empty. There is no effect on 
aircraft performnea or delivery ecboduleo 



H>S KOo 1566 

















CONVAIR-SAN DIEGO/CONVAIR DIVISION ® GENERAL DYNAMICS CQRFORATXON 


BEAL MINUTES 

C 

23 April 1961 


Eeforaaco (al Sales Order 600-8-^ dated 20 April 19&L 

(b) HCL 62,021 

(c) CCP 32 


So* 27 
ttrfel 30 -S 


OQNYAIR 990 - BEAL 

REVISION 10 LEADING EDGE DEVICE AND FLA* OHERATICO LAO50AGE 
SPECIFICATION ADMINISTRATIVE CHANGE 


BEAL bu accepted, u evidenced by Reference (a), Coswalr's proposal, 

Reference (c), baaed spaa KCL 62,021, Reference (b), 

Description of Change: 

Bags 30, Rmgrtpb 3*10.2.1 LEFT AND DRAG INCREASING DEVICE SYSTEMS: 

Revise t ha second sentence ae follcwn: 

grea t "Each control 070 tea rboll be operated by a hydraulic rotor 
driven gear box located in Ito faaolagn and powered by both 
hydraulic oyoteEa," 

To : "The leading edge device control syntan Shall be operated 

by a hydraulic rotor driven gear box located in the 
fUMlog* end powered by both hydraulic syotewi. B® 
trailing edge flap control syntea shall be operated by » 
hydraulic cator driven gear box located in the fuselage 
and powered rontelly by one hydraulic ayatei with the other 
hydraulic cyntasi available aa a pilot selected alternate." 

Riga 35a, HYDRAULIC SYSTEM: 

Revtaed Illustration which above 100 percent flap power available 

frod either No. 1 or No. 2 System. 


ACTION: Englnoerlng Specification Section will forward naceasary 

revised specification pages to the COatmcta Departoent 
as aeon aa practicable. 



AJS:3MC:cas 





CUNYAIR • SAB DISGO 


SALES ORDER 


Sold to; HEAL S/A - Transports Asrooo 


Sato: 31 March 19bl 

SO So: 600-8-31 


and JBnpreso do '(If finsportea 
Brasil 8/A 


Seferenees fa) HEAL letter,) PR 73/61# 


wo Bo: 31,000 series 


dated 29 March 1961 
CCP Bo. 27 
MCI 62,093 



ADJBS 



[06 OP 


(1) KBAL has accepted by Reference (a), Convnlr*s proposal, Reference (b). 
Adjustable Bead Reate, Delation at, baaed upon MCL 62,093, Reference (c)« 
Accordingly, all departesote concerned an directed to proceed with 
Incorporation of the change as outlined in Reference (c#« 

(2) S n alii aa rtng Specification flection mil farwd necessary remeed Specification 
pagM to tin Contracts Deparfeasot aa eooo aa practicable. 

i3) Incorporation of this change result* in a decrease of 56 pounds par aircraft, 
there is 00 affect on aircraft psrfesnonce or delivery schedule. 





Log Ho: VADf> 


¥0 b. cbaao&rs 

Kanagsr of Coemezclal Contracts 












CQHVAIR-SAH WBQO/CONVAIR DIVISIOg OF GEHEHAL DIHAMICS CCRPCRATIOH 


real mouses 


BO. 25 


12 April 1961 Model 30-8 end 

30-5 #26 through 38 


Reference (a) S. 0. 600*8-31 dated 31 Ifcreh 1961 
h>) MCL 62,093 

BtEWO 

CCHTTAIR 990 - REAL m l T 

ADJIBTABLE HEAP RESTS. EBggOg <g 

SPEC. 

OBOOF 

HEAL bu accepted by Reference (a), Caavalr’c proposal. Reference (e), 
based upon NCL 68,093, Reference (b). 

Description of Change: 


]fefl» ftengmifa 3.19*1.1.6 nnssmm seats: 


Pblote tho 17th sentenco vhlch reads aa follows:. 


'All first dess easts ohall be provided with adjustable 
hoedreste, except the forvnxdanst left bead oft feeing 
•eat." 

Incorporation of tela chan g e results In a decrease of 96 panda par aircraft. 
There is no effect on aircraft performance or delivery schedule. 


ACTXGB: Engineering Specification flection till forward necesnary 

raviced Specification page* to tin Contract* Dopartcont 
as soon as practicable. 

Trese nlnutes authorise imtediate go-ahead on the above 
task. Budget required ohall be negotiated. EHO's tl 11 
be prepared UsteUst oly for eubalttel to CIB to resolve 
schedule 1 nccnpatlblllty o 



AJS:J 2 C:cas 




CCCTYAIH - 8 aa Me go 


SAIBS 0RCK8 




Sold tog REAL S/A - Tr&naporfcaa Aonos 


Dates .10 March 1961 
80 Bo; 600*4.30 


and ftnprasa. d» Transports 
Small 8 /A 


Reference: (a) HSAL latter* FR 43/61, 


dated 19 -March 1961 
CCP Bo. 1$ 

MOL 62,089 


BO Bos 31,000 Sorias 




B 33 TAUATIQH Q? 


( 1 ) SAL has accepted loy Reference (a), Conveir*s proposal, &gpsr ga fr& (h), 
Silarepd Buffet etowa^i CaHoet, Installation of, based upon MIL 62,089, 
Bef Src me (c). Accordingly, all A^partmnt* concerned axe directed to 
proceed with loeorpomtlon of tee change ®a outlined In hgfercaee (c)o 

(2) Snglnowpinje S pecification Section will fomM nsc®eeoiy revised 

dpf ciAte®Lcn I, r < 'SslW Cwtiects Dygarfeaftot o& aotm m practicable. 

( 3 ) Incorporetlca of this change results in on increase of ko pounds par 
aircraft, dare is no effect m aircraft performance or delivery 
•cbtduloo 


wcmii 

HUM}’ 6 i 





~9' fJ Tf 0 a. chss&er*) 
itsna^sr of CaraurelsL Ccnfemc ts 


Log Bos Mg? 













■ :/ 


^ — /<? 


C0NVAIR-3AN DIEGO/CCNVAHt DIVISION OF GENERAL DYNAMICS CORPORA £jCH 


REAL MINUTES 


No. 



3 April 1961 


Model 30-8 


Refemce (a) Sales Order 600-8-30, dated 10 March. 1961 
fb) MCL 68,089 
Icj CCP No. 15 

’a) AVO Chief Engineer dated 28 March 1961 

ENLARGED BUFFS? 3TPNAGB CABINET, INSTALLATION CF 

Heal has accepted by Reference (a), Coavtir'e proposal. Reference (b) 
based upon MCL 62 , 089 , Reference (c). 

Description of Change 

INFERIOR ARRANGK4STP - STANDARD AND MIXED SEASING (Rage 3b) 

t 

Illustration will be revised to show enlarged buffet storage cabinet In lieu 
of existing smaller buffet cabinet end forward L.H. coat rack. 


Page 13 , Paragraph 3.^.^ IXSADS: 

Revloe the last item In the paragraph as follows 
From: "Buffet Stowage Cabinet 
lb : "Buffet Stowage Cabinet 






1 ) 00.0 lb" 
800.0 lb" 


^ 9 l> 


Fags 3.19.2.1.1 BUFFET: 


Revise the fifth sentence as follows: 

Fran : "A Buyer furnished stowage looker shall be Installed forward of the forward 
left hand cost stowage divider for buffet service items." 

To: "A Buyer furnished stowage cabinet for buffet service Items be 

on the forward loft hand side of the airplane In such position that aft fac 
of cabinet Is In lino with the aft face of forward right hand movable coat 
divider. The laser aft portion of this stowage cabinet i be provided 
with a footwell." 

Rigs 93*, PLAN VIEW - BUFFETS: 

Illustration will be revised to she? enlarged cabinet for buffet service stowage in 

lieu of existing smaller buffet cabinet. 

Page 98 , Barograph 3.19.3.1.2 &WA3XS COAT BX?IS£RS: 

Revise the first and second sentences as follows: 













REAL KZJvlftSS NO. 24 


From: 


"Movable coat dividers, ©oaoisting of one right hand assembly and 
one left hand aasesably, shall be installed. One set shall be Installed 
forward, and one set shall be Installed to divide the first loos end 


coach passengers; all as shewn, on page 3b - INcSHIOR JUF 


iV}\ wife?isr 


5 - 


SEABOARD HZX." 


fb : 'Movable coat dividers consisting of two right hand units and one left 

hand unit shall be Installed. One right hand and left hand unit shell 
be installed to divide tile first class and coach passengers, and one 
right hand unit shall be Installed forward; oil os shown on Pago 3b - 
XKESBXOR ARRMSSEffl® - SSANDftBD - MIXED." 


Bags 100, Paragraph 3.19*3.? CURZA2B8 AND SHAISS: 

Revise the fourth sentence aa follows: 

From : "Aisle curtains shall be installed at the forward and oft movable coat 

dividers." 

Vo: "Alalo curtains shall be Installed between the forward right hand movable 

coat divider end the buffet stowage cabinet and at the aft movable coat 
dividers." 

Bags A-l, AFSanXCC 1-A, BOSES FURBISHED - OCTOIR IHSSftll D: 

Revipo the balov item under "Description" as follows: 

From: "1 Stoaage locker. Buffet Service 100.0" 

lb : "1 Stowage Cabin at, Buffet Service 200.0" 

Page A-1.4, AESSiDIX I-C, FURNISHXSG3: 

Bevies the below item under ‘Description" os follows: 

From: *% Divider, Movable Cost (L.H.) (including Stowage Box) Oonvair" 

lb : "1 Divider, Movable Coat (L.H.) (including Stowage box) Ccnvoir" 

Effect on Volght Empty: -+40.0 pounds 
Effect on Balance +19,800 lnch*pounds 

Effect on Performance: Bono 

ACflG : Engineering is authorised by roforonco (d) to proceed immediately with the 
tack described in reference (b). EtfO'o cure to bo submitted to Coat and 
Schedules vit&ln 10 days end shall be in agreement with the task estlsmtod 
coot end schedules of reference (b). Specification revisions in accordance 
with reference (c) are to be forwarded to Contracts. 

.. i —— 

A./ j. Savard 
Project Engineer 







BQHVAIR - Sam Diego 


SAI8S ORDER 


Sold to: BKAL s/a - Tren/jportca Aorooa 


cad Bapreea do Traasportea 
Brazil S/A 


Data: 8 Haxob 1961 

SO So: 600-8-29 


Reference: (c) REAL latter, LRB-EB 3V^1# 


dated 6 teircb 1961 

CCP Bo. 29 
MCI 62,019 


WO Bo: 31,000 Series 



CC07A2R 990 - K3AL 

BgraiOB TO PILOT SSrnixffltOg SB^niffiaCBA^gA^TT.rrr 


( 1 ) SEAL bee accepted by Reference (a), Coanlr's proposal, Reference (b). 
Specification Adalnlstm&iva Cbnnjp (ftevleloa to Pilot and Copilot Sect 
Xntordean&abUlty), based vpaa WJL 62,019o Accordingly, all dqpertsent* 
conoernod azv directed to proceed with incorporation at tbs cfcaagp as out¬ 
lined la fitfnacc (o)a 

( 2 ) agawrt M ^paci fication Section will fimart nsoeesary revised Specification 
sagas to tas Ce alrocto Pwitaiftiut as soon as practicable» 

(3) Tfela change bos no effect on aircraft wight tnptyo Otero is do effect ca 
aircraft parfamaca or dallwy achsdulso 


Mar i vgj 



tin * 
*&***- 



P» So Ghsebore 


Krto^r of Coemerclal Contracts 


WSBiS 

Log Boo 











C 0 E V A X R 

A Division of General Dynealca Corporation 
(Son Diego) 


REAL MW® NO. 22 


15 Km xh 1961 


Model 30-8 


Reference (a) Sales Older 600-8*29 dated 8 March 1961 

(b) MEL 62,019 

(c) CCP #29 


COaYAXR 990 * REAL 

REVISION TO PHOT AND COPILOT SEAT IHTffiCHAHJEABILITir 

SrJc ICATIOa AE^lglSTti^IVS CHARGE 


REAL ban accepted, an evidenced by Reference (a), Canveir'c proposal. 
Reference (c), boned upon MEL 62,019, Reference (b). 


Description af Change: 

mm 89, ftungxnph 3.19.1*1.2 - FUAT'S ABD COPILOT'S SEATS: 

Delete the fourth sentence uhich roads os folla&o: 

■'Xhs pilot's and copilot 'b seats shall be interchangeable between 
stations by relocating adjustment controls free left to right side 
of ocat or vice versa end transfer of los book bolder". 


Rags 116, 


Paragraph 3*23*2 - 


ratine 


ST XSTERCBARsEABILXTI: 


Revise the below item under "a. Interchangeable ftvrts" as follot/s: 

Prom : 'Pilot's and Copilot's seat assembly (tilth exceptions noted 

in 3.19.1*1.2)' 

To: "Pilot's Beat Assembly 

Copilot's Seat Artvrndfly" 


ACTIOS: Engineering Specification Section elll forward necessary 

revised Specification Pages to the Contracts Depsrtersnt 
an soon 00 practicable« 



coo 











COHVAIR - Saa Me«o 


SAX8S <®2BB 


Sold to: REAL S/A - Transportes Mamoa 


Cate: 7 March 1961 

30 Ho: 600-8-23 


and Enpir 00 do Transportes 
Era2.ll S/a 


Reference: (a) BEAL Letter, FB 37/61 


Reference: (a) 


dated 7 March 1961, 
OGP HO. 14 


HO Bos 31,000 Series 


(c) MOL 62,096 


SBAT, CABIS Agg 



IHSTALLATIOH OF 


(1) RBAL has accepted by Reference (a), Ccavair®9 proposal, Reference (b), Seat, 
Cabin Attendant, Additional; Installation of, baaed upon KgL 62,096. Accord* 
lngly, all topartosnts concerned ore directed to proceed, with Incorporation 
of the change aa outlined In Reference (c). 

(2) fa^aegrtna Specification Section «U1 forward necessary revised Specification 
pagag to Ht's 'Contracts BBpartosnt os soon an practicable. 

(3) Incorporation of this ehao££ results In an Increase of 48 pounds par aircraft. 
Users Is no effect on aircraft psrfcoKsacs or delivery schedule,/ . 



hSMj-T 


Log Ho: 1091 


r o oq Kfsxxajjxs 

Manager of Conmrclal Contracts 













cosraais-sfls djego/ccitvair ditzsico gbh muL cncs corkhuzics 


HEAL MZBQZSS 


So. S 3 


11 April 1961 


Kodol 30-8 


Reference (a) galea Order 6QO-8-S8 dated 7 feroh 1$#>1 

(b) KUL 62,096 

(c) CCP #14 

( 4 ) AVO Chief Hagia mr dated 11 April 19&L 
OOBYAIB 990- HEAL 

BEAT, CABIH KTZZ3M&, ^ITICatt.; ISBTiAIimoa G? 


REAL has accepted by Reference (a), Coavalr’o proposal, Reference (c), 
based upon M2L 62,096, Reference (b). 

Description of Chongs: 

Rage 1, ^ragraphl*! BASIC TEFS: 

In tho seventh line, change ”71" to "72". 

m&s 3b, H fgRICR AHOT2KBW - SZAHBAHD PSD USED SEASIS5: 

Above illustration vill be revised to chow a cabin attendant 
seat on the inboard end at Ho* 1 Buffet* 

fege 6, ftragxapfc 3.1.8.2 TXP2CAL LQADH& SUJfigAHY: 

m third linn from top, change "( 103 -passenger)'' to 
"(lOb-pajMenger)". 

Obder "Space Limit payloads". delete tho ostarlak before "Ehcsongsr" 
and change "( 103 )" to "(104)", and "(71)" to "(78)" j ch an g e 
”16,995" to "17,160", change "33" to "33”, change "2,112" to " 2 , 178 ", 
md p; 5 , 894 " to "6,820", change "29,125" to "39,290", 

Delete tho alngln asterisk cote on IxKfar part of page vhich reads: 

"*0oc of five cabin attandants is essumad In a coach seat." 

Ibge 9, paragraph 3*2«1 GEHSBAL ZS3SRZQR AHRAEGSEKJfiS: 

"La the first sentence, change " 103 -paosenger” to "(104-passenger)". 

Bags 69 , paragraph 3*19*1 GEHERAL: 

"Li the first sentence, change ”103 passengers" to "104 passengers"* 

lags 90, Paragraph 3*19*1.1.4 CASES MSESEAEES* SEATS 

La the first sentence, change "Throe" to "Sbnr". 

Add the fallowing after the fourth sentence: 

, * 

"Odd Buyer-furnished single seat on the inboard end of Ho* 1 buffet*” 












real mhubb s 


So. S3 
Bago S 





c 


1*109 32 , Ruagrajh 3.19*l«Xo7 BASKET ISSUES: 

Bowie© tbs ftwrtb sentence an toULsmi 

Pxffipi; •*<aio aft stewardess safety bolt and ahauldor borneca sh a ll 
ba Buyor furnlohsd." 

20 : "Sio aft cabin attendant cent and cabin attandant scat at 

So. 1 Buffot aboil ba provided with Buyer furnished safety 
belts and aho>Odor bans) docs." 

I ge 104a, GAS3KS 090031 SXSSSIs 

Above Illustration will bo raviaod to oboe o aygm facility at forward 

buffot area for uco of cabin attandant« 

l Q3 A*l, ASESE@22 I-A, BBUS F039X3SSD - COHVAIR XBBEA2LS1: 

Revise the flxot item aa foUosp: 

Trea; "5 Buffets (including decorative trim panels closing 1348.0 
trim provisions for lnoort and atcraga 1 taros , 
ono otefiarieos ce^t, safety bolt and shoulder 
harness)” 

2o: ”5 Buffets (Including decorative trim panda, c l os i n g 1383*0 

trim provisions for insort and storage 1 tarns, 
tm r aM n attendant esata, two safety belts, and 
two shoulder harnesses). 

ifci w ghflngft results In a weight Increase of 48 pounds par aircraft. 


ACTIOS: 


Engineering is authorised by reference (d) to proceed 
Uuradlately with the task described above. Engineering 
itfti 1 be released on an expedited basis on modification 
type drawings. Specification group shall forward 
revisod specification pages to contracts as soon aa 
practical. Engineering process an EWO to accompli oh 

this fry** reflecting the 0/B date of 4/17 and F/R date of 
5/8 os reflected upon the Action Record Sheet dated 1/27/61. 



cfc Engineer 


C 


can 












COHVAXR - Sen Diego 


SALES ORDER 


r 


Sold to: HEAL S/A - Transports Aereo. 

Date: 

13 February 1961 

end Enpresa ds Trensportea 

Brazil S/a 

SO Ho: 

600-8-27 

Reference: (a) REAL Letter, MAB-0&3/61, 

WO Bo: 

31,000 Series 

dated 8 February 1961 
(b) CCP No. 18 



(c) MCL 62,012 




COHVAXR 990 - BEAL 

CIARIFICATIOH OF IBTERMffi 3TATI0B LQCATI0H3 


(1) HEAL has accepted by Reference (a), Convair’s proposal, Reference (b). 
Specification Administrative Change (Clarification of Interphone Station 
Locations), based upon MCL 62,012a Accordingly, all departments concerned 
are directed to proceed with incorporation of the change as outlined in 
Reference (c)« 

(2) Eng i n eering Specification Section will forward necessary revised Specification 
pages to the Contracts Pep^jrtaanT as soon ns practicable a 

(3) Shis change has no effect on aircraft weight empty# Thore Is no effect on 
aircraft performance or delivery schedule« 


BBESs 


Log Ho# 2^1. 

C 



y-m Pa He Dlgges 
Manager of Contracts 













r 


COHVAIR 

A Division of General DynssrLcs Corporation 
(San dago) 


BEAL MD3UZES 
20 February I 96 I 


Ko. 20 
Model 30-8 


Reference (a) Salas Order $600-8-27 dated 15 February 19&L 

(b) KDL-CFO $62,012 

(c) CCF $l 8 


COHVAIR 990 - BEAL 

CLARZFZCAHOH OF IfflBBEB DH g STAHOH LOCAHGHS 
BPBCIPICACTOH jaagglfiBBAiECTE CgABGBB 


BEAL baa accepted, ao evidenced by Reference (a), Coovair’e proposal, 
Befarence (c), Specification MnLniatroti' Chongs (Clarification of Inter¬ 
phone Station Locations), based upon KDL 62,012 toforones (b). 


( 


Description of Change 


Stage 8 fc, dragrajb 3 .17.2.3A - SERVICE mTSJEttOKEs 


Revise the third sentence to read no follows: 

"Pilot co*npartaent (centrally located), cabi n attendants' 
stations, station at each engine pod, nose wheel veil, min 
wheel veils, aft left hand lavatory, fuselage tail cone, hy¬ 
draulic cosgartaeat, drinking voter tank axes, at the antenna 
toner location in the vertical till and at the external elec¬ 
trical poser receptacle". 


ACTIOH: Engineering Specification Section will forward necessary 

revised Specification pages to the Contracts Department 
as soon as practicable. 



css 






CQHV IR San Dlago 


SAL ES PRESS 


c 


Sold to; 


Reference ■ 


REAL S/A - Xr&nsportas Aewos 
and Bcprs oa de Trnajportes 
Brazil S/A 

(a) REAL letter, FR 22/61, 
dated 9 SVsbruary 1961 
<b) CCP Hoc 26 
(c) MCL 62,017 


Date: 

13 February 1961 

SO Ho: 

600-8-26 

m sot 

31,000 Sorters 


COHVAJR 990 - HEAL 

REPLACE FLIGHT ILLOSaSAJldF - ADD CEAIftB CABIB THERMOMETER FROM F. TOC, 


<1) REAL ItMA accepted by Reference (a), Convair’s proposal. Reference (b), specification 
Administrative Change (Replace) Flight Illustration and Change Cabin Tfesraocsifeer 
frcsi F« to Co), baaed upon MCL 62,017, Reference (c). Accordingly, all dapairfcjrro.s 
eonewned are directed to proceed vith Incorporation of the change ae outlined In 
Reference (c)» 

(2) Engdofterlng Specification Section vlll forward necessary revised Specification 

pages to the Cot j v a Dsprrtiseat as soon aa practicable a 

(3) Ms change has no effect cm aircraft walgjht empty 0 Ren la no effect on air* 
craft perfanwmea or delivery schedule o 


‘V HBDsllffl 


( Log Roo 

A 

A o 



^ ** Do Ho Diggs a 
Manager of Contracts 
















Ho. 21 


C 0 H V A I R 

A Division of General Dynamics Corporation 
(San Diego) 


SEAL MXHttEES 
27 February 1961 Model 30-3 


Reference (a) Sales Order 600-8-26 dated 13 February 1961 
! MCL 62,017 
(c) CCP #26 


REPLACE FLXGBtt HUSmATIOH ASP 


SPECIPICATIOH ADMXBISTRASIVE CHARGE 
ctavAtrt W6 - RfiAL 


CABIN THERMOMETER FROM F. TO C« 


REAL baa accepted, aa evidenced by Reference (a), Convair 1 s proposal. 
Reference (c), based upon MCL 62,017, Reference (b). 


Description of Change: 


Rage vii. Airplane In Flight Illustration 

Roplace above illustration in specification ulth revised illustration. 
Rage 110, Ibragrajh 3.20.1.10.2 TBMEERATQRB JUDICATION: 

In the last sentence, change W F. W to "Ob'* 


ACTIOS: Engineering Specification Section vill forward necessary 

revised Specification pagea to the Contracts Departaant 
aa soon as practicable. 













CONVAIR ~ San Diego 


SALES ORDER 


Sold to; REAL S/A - Transportes Aerees 


Date: 2 February 1961 


and Sapresa de Transportes 
Brasil S/A 


SO No: 600-8-25 


Reference: (a) REAL Letter, FR 20/61 


WO No: 31 e O0O Series 


dated 1 February 1961 
(b) COP No, 24 
(e) MCL 62,015 


CONVAIR 990 - REAL 

CHANGE DRIP STICK CALIBRATION FROM POUNDS TO INCHES 


(1) REAL has accepted by Reference (a), Convair D a proposal. Reference (b). 
Specification Administrative Change (Change Drip Stick Calibration From 
Pounds to Inches), based upon MCL 62,015, Reference (c). Accordingly, 
all departments concerned are directed to proceed with incorporation of 
the change as outlined in Reference (o) 0 

(2) Engineering Specification Section will forward necessary revised Specificatic 
pages to the ContraotB Department as soon as practicable,} 

(3) This change has no effect on aircraft weight empty. There is no effect 
on aircraft performance or delivery schedule. 



/ 


*^•0* D, Ho Digges 


Manager of Contracts 













C OHVAIB 


A Division of General Dynamics Corporation 


BEAL MUTOISd 


(San Diego) 


No. 19 
Model 30-8 



Reference: (a) 8.0. 600-8-25 dated 2 February 19& 

(bl CCP No. 2fc 
(c) MDL 62,015 

CHABBE DRIP STICK CALCTA33Q0B FROM POUNDS TO INCHES — SEBCIFICAUPN 

Namn nuEn 


REAL hum accepted, as evidenced by R eferen ce (a), Convalr's proposal. 
Reference (b), based upon MEL 62,015, Rsferanee (c): 

Description of CHANGE: 

Rig® 1H, anagraph 3.12.9-9-3 MIS* STICKS: 

Tn the oeccad line, cteago "pounds 1 * to°iac£ s 


ACTI3QN: All concerned are authorised to proceed vith the abo ve. 
Bogineerlns Specification Section nil forward neceaaazy revised 
Specification pages to ihe Contracts Department within four weeks 
of Sales Order date. 


AJ5:J*c/os 




i 








CONVAIR ~ San Diego 


SALKS ORDER 


Sold tos REAL S/A — Tranaportes Aerecs 


Datej 27 January 1961 
SO Not 600-8-24 

WO Not 31p000 Series 


and Eaipresa da Tranaportes 
Brazil S/A 


Reference: (a) REAL Letter, ER 16/61, 


dated 24 January 1961 
(b) CGP Noo 25 
(e) MCL 62,016 


CONY AIR 990 - REAL 


REVISION TO LAVATORY LIGHTING LANGUAGE 
AND CORRECTIONTO X-BAND ANTENNA PART NUMBER 


(1) REAL has accepted by Reference (a), Gonvair 9 s proposal, Reference (b). 
Specification Administrative Change (Revision to Lavatory Lighting 
Language end Correction to X-Band Antenna Part Number), based upon 
MCL 62,016, Reference (o) 0 Accordingly, all departments concerned are 
directed to proceed with incorporation of the change as outlined in 
Reference (c) 0 

(2) Engineering Specification Section will forward necessary revised Specif: 
pages to the Contracts Department as soon as practlcableo 

(3) This change has no effect on aircraft weight empty 0 There is no effect 
on aircraft performance or delivery achedule 0 




D 0 Ho DiggeB 
Manager of Contracts 


Log No: 541 














HO. 18 


CONYAIR 


A Division of General Dynamics Corporation 

(San Diego) 

7 February 1961 


Model 30-6 


BEAL S/A MCTPTSS 


Reference: (a) S.O. 600-8*24 dated 27 January 1961 
ib) CCP No. 25 
(c) KfL 62,016 

REVISION TO IAVATCRY XJGHHMQ IAHGOftgE and CCBRECTION OP X-BAHD Atotbwwa p/u 

Real has accepted, as evidenced by Reference (a), Cortvair’s proposal, 

D ■en (b) - Specification Administrative Change, based upon HCL 62,016, 
Reference (c). 

dhe change Is as follows: 

Itege 68 , feragrapb 3 . 16 . 8 . 3.3 IAVATOR? L 1 GHTIHB: \ 

k 

Revise second sentence as follovs: ^ 

From : "Valance lights shall be controlled by an 'OFF-OS' switch 

at' the cabin attendant's panels." 

To: "All lavatory lights. Including valance lights, dhan be 

controlled by sn 'Q 5 F-Q 5 switch at the eabjn attendants' panels." 

Add the following sentence to the end of the paragraph: 

"She control svltch for mirror lighting rfiaii be provided with a 
sheet metal slide, on each upper door Jamb extrusion, to 
this switch In the 'OH' position vtwn the door is open." 

Riga A-ll, MSmmSX I-C, SXEC2R0H1CS EQDUH&BT: 

Revise the below item under "WEATHER RADAR" as follows: 


Proa : '1 Antenna Assy (30-inch dish) ART-ID" 

To: "1 Antenna Assembly (30-inch 



ACTICH: All concerned are authorised to proceed with the above. Engineering 
Specification Section will forward necessary revised Specification pages to the 
Contracts Department within four weeks of Sales Order date. 



AJS:JHC/mjs 














CCBVAIB «■ 8>a SdfifjQ 


A0CC^r?JIT3 BAXES cairn 


Sold to: RSAL S/A - Ere.liEpcrtolJ t/woca 

and Jjrjjno'i is- SScoasportos A©ix>vine 
ESJaTil S/A 

Sso RtjiIo, Brasil 


CCBTAIft 990 - fiSAL 

CfflEffl CBXBH SO. 5 


(1) Attached is a copy of Gbmsp Ctfdor So 0 § cl# jd Dy IEAL S/A - TranapaTt^i 
Asjwod end do ^feanapoaries Asswiae Brasil B/a 4 tidch t'srnds 

Bpocificotlcn Ebport Ba, ZD-3Q-008* datttd 2 Jt£-xf 3 $HjO* to incorporate 
tfco Specification Chong) Epop 2, 3? % 5* 6* 7 a 8* 9* &> 4 end XI sot 
oat in BnfoGrcqfe 71 of mid Cta^p Ovdsro 


Bat®: 13 January 19il 

SO Eo: 600-8-23 

110 Ho: 31,000 Bofloo 








iiEi 

Ho? 397 


(all tith e&tadteaoant) 
Arthur Andorsca & Co Q 
Re Fo Arsfea 
Od So Blsln 



Go Vo Boroa 

So Surfed ( w/ojoaco copy) 
So Co Burrowo 
Do Eo Bissau 
Jp Dp Blind 
R q Do Broca 

Or Ho Harper (o/attacbc- 2 ) 
Ao Lq HaaCricta* 

So He Hoovor 


// 7 VZ 1 — 

Do Bo Dlfipja 
IfanaaaT of Coatraeto 


Wo Jo Jason 
So Ao Kbscti 
Vo So Jfet 
Co Lo Kndar (tr/sttucho*2) 
Ao Go Borthliaharg 

C ? ,Co Sasyir 
¥0 Jo' Sullivan 
Bo So Waldo 


1 o So waits 
Jo Go Zovoly 
Fo So CEes 2 £K 3 eo 


ctan£j Order too 3 
fisXoo 02&2-? Filo 




















CHAECS CttIBH SO. 5 


pursuant to 

Article 5 of Purchase Agreamsnt dated 12 August 195? 
by sad fcetuson 

SEAL s/A - ZTansportes Aoraos end Empress. ds Transportoc Aerovlas Brasil s/A 
end QbbiI DynEsdcs Corporation (Conv&ir Division) 


X. 3&s Detail specification Saport ZD-30-008 la hereby esmdad to reflect 
cortain cfcnngsa all as store particularly m% forth in Specification Change 
Bds. 2, 3# ^ 5* 6, 1, 8, 9p 10, cad 11, Coocerclal Chongs Proposal Suzaesry 
Boo 1 and Specification revision Pbgas dated 13 November i960 attar-tod 

hereto end mads a part hereof« 

% 

ZIo Airplanes Affected: 

Undelivered - 3 

IXXo Effect on veight and balance? 

As reflected in the Specification Changes and Cqmarcial 
Change Proposal Suimsry B60 1 attachado 

IVo Effect on parfammee: 

As reflected in the Specification Chengno and Ccssssrclol 
Changn Proposal Sursitsry Bo* 1 attached? 

TT n Effect on delivery: 

None 

VX« fhls Chases Order results in the following charges and/or credits: 

Aa ChnngD Boo 2 - Modification of Bnglmt Pan 
Anti-Icing System {Pe:js 111) 

No Charges or Credits 

Bo Changu Bbo 3 - Ealocation of Fan 

Ibchcrater, Proosure Bntio and Eshaust 
SasQerotuxe Indicators; and Addition of 
Overspoed warning lights (Pages 3^, ^7o? 

U8, and A-6) 

No Charges or Credits 

Co Chongs No« 4 - R3vislan to Qsygan 
System Illustration (Page iota] 

No Charges or Credits 

Do Change B60 3 - Revision to P/N of 
Bsndin Po A. Amplifier (PbA- ll) 

Bo Charges or Credits 















cmm •cam so. 5 


pursuant to 

Article 5 of Purchase Agreement Sated 12 Augxat 1957 

by end between 

REAL S/A - Transporter Asreoo end Sspresa do Transports Aerovioo tonsil s/a 
and General Dynamics Corporation (Ccnvair Division) 


So Chongs So. 6 - Revision to Inter¬ 
changeable and Eqploceaihlo Ports 
(Pee? 117) 

So Charges or Credits 

F. Change So. 7 - Revision to C. G° 
limits Graph (Fogs 6s) 

He Charges or Credits 

G. Chongs So. 8 - Delete Headrest and 
Footrest on Aft facing Seat (Page 91) 

H & Charges or Credits 

H. Change So. 9 - Powered Rudder end 
Additional Inters! Control, 

Installation of (Pagts 3a, 12, 17, 28, 

29, end 55a) 

Ho Charges or Credits 

I. Change So® 10 - Main end Sosa Gear 
Urns, Chong? to Goodyear (Po@ A-13) 

Ho Charges or Credits 

Jo Change So. 11 - Cargo Cmpartnent 
Tie-Down Rings (Rage 96) 

Ho Charges or Credits 

Vila The attached Commercial change proposal Burnary Ho« 1 and revised 

Specification Pages doted 15 Hovesshsr i 960 ore hereby incorporated into 
and becco& a part of Detail Specification Itoport So. ZD»3&-008 dated 
2 Kay 1960 . 

VIII, Except as herein modified all provisions of the Purchase Agra&s&at end the 
Detail Specification Shall reasin in effect. 

ffiWRAL DXHAKECS CCHFORAriCH 

By: /a/ F. S. Chaabare 

Title- Chief of Contract Administration 

Accepted and Agreed to os of 

this 27 d ay of Becesibar i 960 . 

real s/a - TBfimmnss aereob 

By: /p/ Sduardo M> Alvareaga 

w* 13 *_laa^feaL—.— - 

HiKBSA OS TRAHSPCBCIBS AER0VZA3 BHAZIL S/A 

By; /s/ Eduardo M. Alvarenjg. 

““e*_Bfeafi&s:---—- 
















Convnl? - 

Son Diego 

SAIBS QHEER 

Sold to: 

BBAL S/A - Tronsportao Aeraos 
and Etspren* ds Bransportes 

Date: 

12 January 1961 


Brazil s/A 

30 Ho: 

600-8-22 

Reference: 

(a) REAL letter, PR 10/6l, 
dated 11 January 19 6 l 

(b) CCP Boo 22 

(c) EDL 62,092 

(dj Cenvalr initiated 

WO Ho: 

31,000 Seriao 


CQHVAXB 990 - HEAL 

HPBIZCggAl OTABTT.T7RB 155C3ABICAL KOSIOlSl HffiBim gtmw, mEAUAglCP (g 


(1) SUL has accepted by Rsftmsnce (a), Ccavair'c preyed, rtefarcnce (b). 
Ho r i z ontal Stohlllaer RjohnnAccl ISotioa Indicator Bystea, Xaciallation of, 
based upon 2CL 62,092, Reference (c)a Accordingly, all departments con¬ 
cerned m: directed to proceed ulth incorporation of the afeangp outlined 
In Reference (e)» 

(2) gjgtoe g?I mb Specification Section uill forward naaeneery revised Specificatla 
pages to the Cantraata Bapeirtesnfe os coon cua praeticablGo 

(3) Incorporation of this change results In on incream of 6 pounds per aircrafto 
There la no effect on aircraft perfo r nce or delivery schedule.. 




!hw\. 


Do Ho Blggso 

J&aagsr of Contract* 




285 
















C 0 H V A I B 

A Stvlaiina of Scngral IpCTlM Cte po ga t loa 
(Sei J&aep) 

19 JSamiasy i .961 *»» l£ 

REAL HIB 035 & Keflol 3 &*& 


BtfAKniost (q) So Oo 6C&-S-SS dstfid 12 JwHm ^ J^S* 
(la) CGP Bo© 22 
(c) m. 


tOTwygiignuL aaamaa raEBUCTcaL wanes naarflasa flCBBic igBftXMmog eg 

H m tssa (M c a r yftafl p os wlteagafl. 19 ftoftae&os (e) fl oar pwpssali JWtoro 0>)p 
fegsed ipft KCL ^|Q9Bf Bafeifiias (e)o 

T i n . i | f < w a rti»i of Gtes^a aesoltd la 01 to uiMi 6 pouada par uiraaftt 
Items la S3 afXtet ea BUanft porfOg ra ega os- &aitcayi*feeiulo 0 


109 m 9 Rs^srapb 3104.05 SKsamsas Esasssb 

1 

^d^Mlodas to tfco <mS of tte p&sesKQfet 

"A feartsartal ateMltssr BBdanlrol cstica ladicstor ejntcn oitb 
*rv*<>o* ie tfco pdlst ecEsertesrS, efcsXl bo installed to 

jaiisats atAUiisap tris lo^teaslt duo to cc^pggggffc Mite la 
tfcs PfeaMltPOT trie qjKTtESo" 


ACSZQfft Sastasarias $ n&fiestisa Ssctfc * will ftareosi fisccscssy *w issA 
Ep 9 etflfietlfl& po 0 os to tfee Oesteffts D ap ayfa sa t eitln tear tsxto 

of Bate Ospfisr lefts o 



AJfl/jBSC/dJb 















ccsvaib - 

Son Diego 

saiss mzm 

Sold to; 

BEAL S/A * Scansparfees Acreoe 

Onto: 

12 January 1961 


and Btoproea do TTunspcrtoB 

Brasil, s/a 

SO HO; 

600-8-21 

Rafaronco; 

i « 

REAL Letter, MAH-524/60, 
dated 30 Oocgabor i 960 

WO lot 

31,000 Sariea 


m 

CCP Bo- 21 




Ce 

KCL 62,091 




(4 

C avoir Initiated 




cgrcra 990 - m 

PILOT fa 3COT KASS, CgABSS TO 


(1) REAL has eceeptod by Esfononce (a), Ccnvalr'o proposal, Hefforenco (b). 
Pilot and Copilot Bests, Cfasngs to, bacod ujoa Jf-L 62,091, HgHerance (e)<» 
Accordingly, all departaLsots concerned ars fliroctod to proceed with 
incorporation of the chcog* outlined In &«foJ ^ (c)«. 

(2) Bmdnserlne Specificat ion pa ction will forward naoasMkry revissd 

SpMificatioa pngjs &m*rtregt as soon as procticablao 

(3) Ifalg changa has no offset an aircraft tsalgbt casptyo Tfesr® Is no effect 
co oirurtsft p a r ftgiwi or delivery schaduloo 
















C 0 I? V A I E 

A Division of Gestural j&n'^j.ca Corporation 
(Son Diogo) 

P4 January 1^1 Boo 17 

REAL MIWUTSS Medal 30-8 


Reference: (a) S. 0. 600-8-21 dated IS January l$6l 
(bj CCP Bo. 21 
(c) tZL 6 a, 0 ffL 


PILOT ABD OOPUflg SBAJB. CBMSS TO 


REAL bos accepted, oo outdanced by RUkiNN (a), our pro p os al , Hsfbraoee (b) 
baaed upaa KCL 62,091, Befe rcnce (c)» 


Xesorlpt'.ca of Oranges 


1033 a-i 4 , AffgssK i-c, mm 


Rergioe below 1 toco under "DBO«rlpti<a' , as follovs: 

Fran s tt l Sent, Pilot (Including Ccoroir Bwg 0 

Fabric, Bait and Hanesa) 30-S85C4-1 



1 Seat, Copilot (Including 
Stabile, Belt end Hansens) 

"1 Sent, Pilot (including 

Fabric, Belt And Hsvmaca) 

1 Scat, Copilot (including 
Fabric, Belt end &jcs*a) 


Oanrcair Bwg« 
30-98504-S rt 

Bober 803135 -& 7 / 
803807 

Weber 801136 - 607 / 
803807” 


ACTXOB: All ccnaemsd arc mithorised to proceed with tbs above*. 

Engineering Specification Section will forward accessary 
revised Spoelflcalfan pages to tfts Contracts Bopartcsnt 
*?l thin four vaatea of Soles Order data* 



AJS/jMC/db 










ioid to* REAL a/A =. Transportes Aereoe 


CJWAIK-.AN IIBTX) 


Date: 5 April. 196* 


SALrS Jf UKfl 



and hespresa is Transports*} 
Brazil 3/A 


v *0 ’Jo 4 uOCM: > 


Reference* (a) REAL Letter, FR 76/61, 


VO Ho: 31,000 Seri® * 1 * 3 



dated 3 April 1961 
£b) CCF No* 30 
<c) MCL 62,020 


CONVAIK 990 - REAL 

DELETION OF AFT ENGINE FAN ANTI-j’.’SC SXJTLM 


(l) REAL has accepted by Reference (a), Convalr u s proposal, Reference (i), 
-specification Administrative Change (Deletion of Aft Engine Fan Anti- 
Icing System), based upon MCL 62,020, Reference (e) 0 Accanlirgly, ail 
departments concerned are directed to proceed with tncorporsiio of the 
change os outlined in Reference (c)» 

('•) Sngltteorint Specification Scctic p will forward necessary revised ^pC’clfl. 4 
pages to the Contracta Department as Boon os precticebloo 

(3) Tills change has no effect on "aircraft weight empty r . There is no off act o 

aircraft performance or delivery scheduleo 





hr~;ai 




FS, Char.bero 

Mona ;ur of Cc-u. erciul Co’itrijCi.s 

















CC83VAIR-SAB MEQO/COOTAIR D I VISION Off GSSBtAL SXBAMXCS OQRHBAHOB 


C 


BUHL HdUXSS 


Ko. 86 


17 April 1961 


Model 30-9 
86-38 


Befbreaee (a) Sola* Order 600-8-20 dated 3 April 1961 
Cb) WL 68,080 
(c) COP 030 


cteramt 990 - m& 

DBLSCT03 OP AWMtlJSr FAWa&S-IEIKG 818051 


I T , ' V I V 1 - r -f t V L / JH V ■T tl-TT rCTl 

aeaciraB^Dg j juraon 


IV2 CHAL32 


K5AL is aeesptod, m evidenced by Heftiwaoo (a), Gonsir'e proposal, 
Safer joco (a), based upon KUL 68,080, B afa r u acta (b)» 

Jteoejlptlca of Orange: 

Itatfa Ul f fexagmsb 3.80.8.1 JUTCX-2C2BD 07 mmmtBSEIBBgB ABBAS: 

Batote tto neat to the last oantenoo in tfce pnmgr&gfa tftildi made 
SloEtan: 

"Aa "G3-CE77" sulteh Shall be provided to Isolate each oft text 
cntl-lclng eyetra frua the engine bleed sir during tntooCf, 

ffl ami CTUtM M"^ 1 *^**** ^ 


AOSSXBf Bngjawtrlng Specification Section will jfbnaxt neeasoary 
rervioed Specification pogoa to the Contr ac t# Bepartaeat 
aa noon aa practicable. 



AJ8:JMB:cu 


C 










CCSWAXR - Son Msg© 

8 AISS mSA /_ yj 7 O 

Sold to; HEAL 8 /a - Tronaporteo Aoxwoa 

Bates 

12 ifecsaftrsjp i960 

and Seapxsoa de Xraneporteo 

Brazil S/A 

SO Bos 

6 oo-a~i 8 

Reference: (a) SEAL latter, MAH-W3/60, 

WO Bos 

31,000 Ssriss 

dated 1 Dacenfljer i960 



>) OCP BOo 17 

e) KCX 62,011 

,d) Cosvalr initiated 


CCBVA1B 990 - BBAL 

KSVISIOg TO LABaOMSB 


(l) HEAL tea accepted by Haftoantsc (a), Coamlr°o proposal, Reference (b). 
Specification AdExinlstratira Change (Sevislon to Jfertarnal Service Power 
System Language), baaed upon MSI 63,011, Rcfcxrnccj (c)o Accordingly, 
all dspnrfeaento concerned are directed to proceed with incorporation of 
the chtnge outlined in Reference (c)« 

{2) fiiginasring Specification Section will forward necessary revised Spocifi ti( 
page* to the Contracts Department os $tm as pwacticdblmo 

(3) Thin c han ge tee no effect on aircraft weight aptyo fihere io no effect on 
aircraft perfconance or delivery scheduleo 



J** Do Ho Bigger 
Manager of Contracts 
















C 0 H V A I R 

A Dtvtsioa of Gcmrol Dynzulca Garpoxstlan 
(San Diogo) 


19 OocesisM? I960 


Bo. 1 $ 


HEAL H0O1BB 


HBdal 30-3 


B ailawac ft 



3 . 0 , Bo, 600 - 8=18 dated IS Cwscder 
OOP Bo. 17 
htl 6t,au 


i960 


flaacBncAgpii AnnragiregiTB cbmmb 


BSTTSKB TO SOa^HAL flEHTICB BOMB fiiaiM IAHHIKB 


HEAL boo Mo op tad, 00 witeitad by Boftasawo (t) f oar pcqaail, Hoftm oce (b) 

booed won NBL 63 0 <B1 9 Bafti w aw (c). 

Boccrlption of Sop: 

iboo 70 , Ro^ngb 3 . 16 . 8 . 3.10 - bbsohl Bffivsa roust smmt 

Awiat tea tint o oa tonoo to road ao ftikM: 

"It aboil bo posoiblo to eaargiia oortcln Interior lighting, all 
fQBttlp Indicator*, rafnllng oantrola and lndleatarn fta tbo 
o a tei a a l pover mures uiteepst tbo o a co ooi ty of enaxgl&ias tea 
pa*r dlatrlbtttiea igotn In tea almntft N o 

ACTBH: All ocnc anma ire euteorlmd to psooead site ten above. EoglaaorUiB 
Opacification station oil! flwuwd aaofccaary unload spool fixation p 
to teo Co utwcti fioparteost ultetn tear uNbo of Sblao Order date* 


AJS/JHC/dJb 









CGHVA1B - Sen Diego 

SATES cno 

Sold tos BBAL 8/A - 'feanflpartos Aereos 

Late: 

15 Haveafl^r 196C 

and aspreaa da feaneportes 

Brasil S/A 

SO Ho: 

600-8-17 

References (a) BBAL Letter, KftH-443/60, 

WO Bos 

31*000 Series 

dated 3 Horcniber i960 



(b) CCP Boo 13 

(c) 1CL 62,009 

(d) Ccnvair Initiated 




CGSVAIR 990 - BEAL 
AXSSBBAXB COSES L CASH KA3SF1AX 


(1) BBAL has accepted by Bafarence (a), Coavnlr'e proposal, Beferenco (b), 
Specification Adminlfftrativa Chan m (Alternate Control Cable Kntorial), 
booed upon 52DL 62*009, Bsfecence (e)o Accordingly* all depsrtErcnto con¬ 
cerned ere directed to proceed with incorporation of the change outlined 
In Deference (c)« 

(2) Eng i neering Bpgclfi cation Section, will forward oscaesary revised Specification 
Sag-" to the Contracts Dspaitasni os soon as practicable o 

(3) fMs change has no effect on aircraft weight snptyo Hicre ‘m to effect on 
aircraft performance ar delivery ochedule* 


HBDshe 

vj 

^ 1 Llg HO* 






/, 

D„ Ho BiggSO 


Entngnr of Contracts 













CONVAIH 

A Division of General Dyxuuaica Corporation 
{San Dslgo) 


23 Hoveaber I960 


Ro. 13 


REAL MBflEESS 


Medal 20-0 


Reference: (a 


(b 

(c 


Sales Order 600-8-17 
CCP. Ho. 13 
MCL 62,009 


ALTEKHATE CONTROL CABLE MATERIAL 


SPBCIFlCATIOH ADMIHXSTOATXVE CHARGE 


REAL Airlines baa accepted, as evidenced by Reference (a), our proposal 
Reference (b), based upon MCL Bo. 62,009 _ , Reference (c), 

nsscRZFnaB m charge: 

Page 28, I&ragraph 3.10.1.1.1 CABLES, ETTTIHGS AHD COKHSCTIQHS 
Revise tits first sentence as follows: 

PROM : "PraforEsd tinned or corrosion resistant cable aboil bo used for 
all flexible cable controls." 

t 

TO : "Hreftoffiad galvanised, tistaaQ or corrosion resistant cable atoll 

be used fOr all flexible cable controls." 

ACTION: All concerned are authorised to proceed with tile above. Engineering 


Specification Section will forward accessary revised Specification pages 
to the Contracts Departeant within four vaolsa at Soles Order fete* 



AJS/jKC/jcp 










COBVAJB - San Ptego 


SAIES QK 05 R 


c 

Sold tog HEAL s/A -« Transportse Aor&os 

and Bspreea de Transports 

Sates 

15 Hovtricir l£?£ 


Brrail S/A 

SO Hog 

600-3-16 


BsSerenoss (a) HBAL Uttar 

dated 7 Bnsdnr i960 

Cbl CCPHOo 12 
(e) MCL 62,008 
(d) Couvalr Initiated 

HO Hog 

31,000 Serlsa 


c 


COOTAIB 600 - EBAX 


smc hsal lEsna mm mm fob tup ahd msm xsm vems 

- atettgifl Ura sraMS BtE&Dtrt bimak frAriWilit* — 


(1) R8AL baa accepted by BtfSaffenc* (a), Carroiy 1 ® proposal, Bafbrcnco (b). 
Specification Ad&dnlatratlva Cheng* (Straetural Design flpead Limit for 
Flop and Leading EA& Ssvlefi Operation cith tUnx 1 * Hydraulic System 
operating), baaed qpcn MCI# 62,008, Belto a uaa (c)» Accordingly, all 
departente con cer ned, in directed to proceed with Incorporation of the 
change outlined In astavneo (e)o 

(2) Ungliwerlng Specification flection will forward OBcasaary re viced Opacification 
**8“ to-fta CraSjSrggSSSS >H>H jnatlokla. 

(3) flkla change hM no effect of aircraft weight aagtjo Aen is no effect on 
aircraft performance or d&liwxy sctedulo D 




Do Ho Xttgsee 
frwagar of Contracts 


SBBske 

Log Ho; 3216 



















T&a 14 


COHVAIB 

A Division of General DynaaicG Corporation 
(San Biego) 

23 Ikmsdbsr i960 

BEAL MINUSES Model 30*8 


Reference: 



Sales Order 600-8-16 
CCF So. 12 
MCL 62,008 

smnjnamxm adhejisorative change 


STRUCTURAL rRSTOBt sphrd LIMIT FOR FLAP AND I32AKENG EDGE HSVICI) 

-fetDftAuIlO Bgffigj 6fr&A?iftaf? “ 


BEAL Airlines has accepted, os evidenced in Reference (a) our proposal. 
Reference (b), based upon MCL So. 62,008, Reference (c). 


BESC5OFEI039 CS? CHANGE 


lOae 30, Barograph 3.10.2.1 LIFS AND DRAG INCREASING DEVICE SYSTEMS: 


Revise the fifth sentence as faUoae: 

From: "Fall trailing edge flap deflection and leading edge device 
extension he obtainable £rsi elteer hydraulic 03 i 8 t®a«” 


10: "Fall extension end retraction of flaps and leading edge 

devices cfrail be Obtainable at structural design speeds wite 

bote hydraulic oystess operating. With eittssr hydraulic systae 

Operating singly, flap extension and retraction shall bo 

possible at tee following IAS, including leading edge device operatioa 


20 ° 

30" 

40" 

50 " + 0 ° 
-3? 


at 230 toots 
at 210 toots 
at 190 toots 
at 170 toots 


ACTION: 


All concerned are auteorlsed to p roced d site tee above. Engineering 
Specification Section viU forward necessary revised Specification 
pages to tee Contracts Stepartasnt uitein four voate of Sales Order IDate 


A. juXSavard 
Projc 


AJB/JMC/Jcp 











COaVAIR £ Saa D&ogo 


SATES GREGH 



Sold tos HEAL S/A - Transports Aereos 
and TSmxmm da ‘Broaspartea 

Dates 

7 SGveabar i960 

Brasil S/A 

SO Bos 

600-8-15 

References (a) Convair latter 11-2-3859 
doted 13 July i960 

(b) Auentamnt Koo 5 to Furcbaee Agreement 
by and between General Dyncrlcs 
Corporation (Convair Division) and 

REAL s/a - <Cram*porto0 Aoreoo and 
aspress do Xransportea Aarouins 

s/a 

WO Bos 

31,000 Sariep 


CCHVAIR 990 - B8AL 

jgfigMgg BOo 5 



(1) Under the purchact AgrwEiaiit, Article 11 on Pe^i up, Section (e)(2),, Sub¬ 
section (aa), CoEvalr agreed to oupply SEAL the followings 

(1) 2 blueprint copiea of each dreving from which the first 

aircraft is sm&ifhcturad and revtuione and replacements for 
such dratringo as required dm to chants iu suhaeqjnsafc oir * 
craft during nanufsctusoo 


Baferenca (a) latter covered the transmittal of AmMidwsnt So<> 5 to the 
Conrmir/HSftL PurchBes Agree: nant which proposed the delation of tha show) 
msntiomid drawings uMM substituting In lieu thereof one (i) sat of 
microfilm integrated drawings coaaiflting of oil components, main 
anngritVleB and iiintal!otlona« BEAL has agreed to thin ABtsndmsnt to 
the Purchase Agreement an evidenced by the execution of Reference (b) 0 


(2) She microfilm integrated drawings are to be supplied concurrently with 
initial oparoo procurement documents, ao cart fourth in Article 4fn) of the 
Purchase Agpwuant with revisions thereto until delivery of the last aircraft- , 


(3) All depfutsents concerned are authorized to proceed accordingly „ 














COBYAIR - San Diego 


sales mm. 


Sold to; REAL S/A - Scansportes Asreos 

and Saprsen de Treucportes 

Bate: 

2 Hoy-s ber i 960 

Brasil 3/A 

SO Bo; 

600«6»l4 

Reference: (a) Sales Order 600-3-1 

(bj Revised Amendment Ho e 4 to BSAL 
Purchase Agreement dated 23 

June i 960 . 

£c) REAL letter* MP2f-4l9/6o* dated 

13 October 196 O 0 

HO Bos 

31 * 00 (} Series 


OFFICE FACIUTm FOR REAL 

(I) A .rcpseofsntcciive of HSAL he* teen assigned office space ±n Roots L ^<ia-Cn g 
19* Customer Representatives Office • 31* telephone extension will be 1269o 

(2} Said reoavwussitutiv© is euthorisad to place tulaphons colls* send tala groins 
and to send noil through ttj existing fnclUtleso ffce charges for telophoiHi 
colls and telegraaao ore to be tccvanlated by Office Services on a monthly 
basis* If possible* and submitted to the Accom tlrvg r«ps»,.,3ntc 

(3) Accounting Bepertgont Is authorised to bill REAL for these chare is* Such 
033a are to be ~ toitted to Coagorel&l Contracts. Roar 100* Building 
19* for vutta&ffizittsl to the customer«> 



















CQHVAIR - San Diago 


Sold to; HEAL s/A - Transporbes Aereo® 
and Bspresa de Traosportes 
Brazil s/A 


Reference: 


(a) SEAL letter HAH-4l5/60 
dated 11 October i 960 

(b) CCP Bo. 10 

(c) IffiL 62,087 


3AI3SS CgggR 

Date: 19 October i 960 

30 Ilos 600-8-13 
WO Bos 31*000 Series 


COSVAIR 600 - REAL 

MAE? ABD HOSE (BAB TIBBS, CHABCB TO C00IHKAR 


(1) BEAL has accepted by Beference (a)* Coavalr's proposal, Reference (b). 
Mala and Bose Gear Tires, Chengs to Goodyear, based upon MCL 62 , 087 , 
Reference (c). Accordingly, all departments concerned are directed 
to proceed with incorporation of the change outlined in Reference (c). 

( 2 ) '.-'"in cclflcatlon Section will forward necessary revised 
SpecUficet tpages to the Contracts Dspartae nt as soon os practicable*< 

( 3 ) Incorporation of this change results in an increase of 91 pounds per 
aircraft, fliers is no effect on aircraft performance or delivery 
schedule. 



/Md 

^01 B B. Bigges 
Kannger of Contracts 


HBDsEs 

logHos iQSa 












C 0 B V A, I R 

A Division of General Byusaicc Corporation 
(Sen Diego) 


8 Rotesiber i 960 
REAL J 


Bo. 11 
Model 30-6 


Reference: (a) So Oo 600-8-13 dated 19 October i 960 
m ccp noo 10 

(c) MCL 68,067 


MAJH ABD HOSE GEAR TIBBS, CHARGE TO OOODBBAR 

REAL baa accepted, as evidenced by Reference (a), our pmpooal, Reference (b) 
baaed iQia MCL 68,067, Inference (c) e 

Incorporation of tills change results in an increase of 91 pounds per aircraft D 
There Is no effect on aircraft parforaanca or dallces? ocheduio 

Description of Chengs: 

Bags A-13, APPENDIX Z-C, LAHHtHl GEAR EQUIPKEWT: 

Revise 6 j© below iteco under "Description" as follows: 


Press: "8 *ttres, Main Whaol (hi s 15-18) VIZI 

(Tread depth 036 , 200 ai/hr) 2 PR 

2 ottres, Rose Wheel (29 x 7»7) *3G® TO 16 

(Tread depth . 32 , 200 nl/hr) H»” 

TO: "8 Tires, Kata Wheel (hi a 15-16) Goodyear Qppo TOZ 

(Tread depth, «36, 200 ml/hr) 22FR 

2 Tires, Rasa Wheel (89 s 7«7) Goodyear Typo TO 
(Treed depth „32, «Q ai/hr) H06" 


Palate tite note an batten of Rage A-13 ^d<t re e d s : 

"-cttoaufecturer's weight ©i©ty guarantee Inetotes tire render's weight 
selected by Conroalr," 

Agpy aa* ah concerned are nM thgginafl. to proceed with the store o Tfti g tnao rlng 
Specification Section will forward nocsooary revised Spscificoticn 
psgpo to ths Contracts PapartEsn* within four reelm of Sa l es Order date, 

(jU La/ 

lo r^\'SfflTOrd 

Project) tostnaer 


AJB/JMC/dr 











COBVAIH - San Diego 


SA3S CHUBB 


Sold to: REAL s/a - Transportes Aareoa 


Date: 18 October i 960 

SO Ho: 600-8-12 


and anpresa da Xranqportes 
Brasil s/A 


References (a) REAL Latter KAH-414/60 


dated 11 October i 960 
CCP Ho. 9 
MCL 62,086 


WO Ho: 31*000 Series 



CQHVAIB 600 - BBAL 


POWERED RUBIER AHD ADDITIOHAL LM3SRAL COHmOL, IBBIEUIATIOH OP 


(1) REAL has accepted by Reference (a), Convair's proposal. Reference (b). 
Powered Rudder and Additional Lateral Control, Installation of, based 
upon MCL 62,086, Reference (e)» Accordingly, all departments concerned 
are 'Irected to proceed tilth, incorporation of the change outlined in 
Reference (c). 

(2} Baglmaring specification Section will forward necessary revised 

pacific ti( 1 pages 1 Contracts Department as soon as practicable. 

( 3 ) Incorporation of this change results in an increase of 298 pounds per 
aircrafto ihsre is no effect on delivery schsduloo 




~f<r* p„ h 0 tdgges 
Kanagar of Contracts 


KBD:hs 
Log Ho. £ 9 £> 












C 0 B V A I B 

A Division of General xynus&ee Corporation 

(E&b Dj£gr,») 

26 October i 960 


BEAL MmaffiS 


Bd. 10 

m&al 30=8 


fl d ton ct ; (c 6. Oo 600=8=12 dated IB October 1$60 
(b) CCP BO. 9 
(«) MEL $2,086 


POMBHBP HgDpgt AHD AIgttTIG3AL UflBRAL 




L* 


mgaUlAEtOB OP 


HEAL bee ta copt o d u fliMflnwi by B aflat ga oo (a), nor ptOfC&al, Bsftmn (b), 
baaed upon WX 62,086, B afera nc o (c). 


B aoq aw tiBa a f tfeic ctemg* nmlts In on Increase of 290 peynde per aircraft, 
teem la no effect a delivery ecbeduln. 


■miM dimp is to provide a full powered toMar in lieu of a power boost rudder; 

M to provide odditlfisnl lateral control by incraneo of outboard opal lor apaa 

for teft Tr ant ia identical to Mac cfennge on aeec^llibsd cn tfea Arsrlcsa sad iuluair 

ueraloue. 


POr eeaplcte description, boo CCP Bo. 9 . 

AcriOfl All oaocoyned an anteorlsed to procoed wit tec above. Iftaw riai 
Specification Section will forward necessary revised Specification 
jffu gft ff to tee Contracts Dcjortecnt Vitkin four seeks of Sain Order 
date. 


0>/ 

;\4vJ. 8avnrd 
Bngjpt Eneioacr 


AJS/JMS:dr 














CGHVA3E - Son Bteflo 


SA1EB Q3EZR 


Sold tos REAL S/A - Sronspartes Aereoo 

ipy«iV Bspresa de Tronsportes 

Dates 

29 September i 960 

Brazil S/A 

SO Bos 

600 - 8-11 

References (a) REAL Letter MAB-360-6Q 
dated 15 September i 960 

WO Bo: 

31,000 Series 


» CCP Hoc 3 
c) WL 62,085 


C0BTA3S 600 - REAL 


WBTrr>ASioa OP gAH TflCHO-^BSa. PH^SSIKB RATIO AHD EXHAUST_ 

fwaytPSSTOB^ TTrnW*A5x3RB; Aim AIHEHTlbH OF 0VER3HSED HARingGl StSTS 


(1) REAL has accepted by Reference (a), Canvnir's proposal, Reference (b). 
Relocation of Fen Tachometer, Pressure Ratio and Exhaust TGaqpexatur© 
Indicatorsj A«d addition of Overspeed Warning Limits, based upon KCL 
62 , 085 , Reference (c)° Accordingly, all dspartaento concerned are 
directed to proceed with incorporation of the change outlined in 
Reference (cjo 

(2) Em • serlxw Specification Section will forward necessary revised 

paaafl to the" flontrects Dsgaartsaanfc as soon aa practicable» 

(3) Incorporation of this results in an increase of 1^ pounds per 

aircrafto 3ber* la no effect on aircraft performance or delivery 
schedule o 


' \ 


HBUshs 
log Hoa 




la* Do Ho Mggpa 
Manager of Contracts 


















Ko» 9 
Med aH 30-8 


COBTAIR 

A Division of General Dynamics Cozpozutimi 
(Ssn Diego) 

3 Oetoln i 960 
REAL tgsmsa 


R ste Ta ac a: (a) S. 0„ 600-3-41 dated 29 fl e p tea te er i960 

(b) CCPBOo 3 

(o)HCL 62,065 


HRTflCATICH Cfr FAN TACHQKZI&R, BU3S8URS RATIO AND EXHAUST 
Mlgffl INDICATORS: AHD ADDITION OP OVBBSgfflSDiaEHIBa LIGHTS 

* v* 

REAL fane accepted, ao evidenced b§r Reference (a), oar prop o sa l, Reference (b), 
baaed open MOL 66,085, I b ft aa w (e). 

incorporation of this change nsidte la on Increase of lb pounds por aircraft. 
There it no eftect on aircraft petterronCo or delivery sdtsdide.. 


tego 34, ftaregnqb 3»12«4 3 Tuausssst <®2 ERAtors: 

Add tta ftUoobg to tbe at of tee pengrmfe: 

"A naming llfljit ahaU be Installed, ee tto pilots* center inotnmsnt 
jaal far can fan t ertma tar to Indicate o v er spen ding,," 

Stags 47a, PILOT'S AND COPILOT'S XKHBQsgT BASEL: 

Above illustration ell),, be roviced to teou pressure ratio indicators in 
the position aotr oooqpded bar tee enbeust temperature indicators, and tee 
trtiwirt ttaganAm IaUcatoro la the positi o n now occupied bp the ten 
* fretfrtirt i m tor inflf Mi hn^. 

tegs 48, temgre^i 3 L4»l.3 other panel jestoesetss 
Delete tee bdov item from the instrument list: 

"TOaur engine tea toohoestsr Indicators" 

" Add tee ftUwtag item to tee Instrraaant list: 

"♦Four pressure ratio Indicators” 
tern 48, temgreifa 3 *i4jl.4 fuoqbt ssaiHEBts nmmmm i 
Delete tee beloe item frwa tee instrument list: 

"Four terust indicators " 

Add tee following Item to tee in atw romt Hot: 

"Four engine ten tadnutsr Indicators" 

















CCutfAIR-SD 


REAL MINUTES 


Ho. 9 
Model 


a-6, abeshodc i-c, msmmm ahd RELATED EQUUKEKT: 

Bovlao Hit balotf ltiss under "ESGXHE IHS mUMSHT S - GENERAL" so ftOlovs; 
grea t ”4 Indicator, Uniat" 

To: "*4 Indicator, Ptuoowo Ratio U. 8. cougo 8RL-03.9Q" 


Delete tta istoriidt toffCre "4 Indicator. Tacbooster (F&n) 




Add, tts folloBtog ires to Hu lutrumt Hot: 

”4 Traasslttar, Preaoure Ratio System ifiazuapclio-HbBapuall L&&C;" 


ACTIOSt All rimm ta o d ore atttbofised. to proceed uitb ths above, frnglcrariag 
Specification Section will forward necaooaiy rawiesd St reification 
tipfl to Hu O ut a ate Dejertaant within four wette of Sales Order 



Project Saglnear 


AJSsJ)C:dr 











CONVAIR - San Me go 

3AI2S 0H13SR 

Sold to: BEAL S/A - franspoxtes Aereos 

end Bc^resa de Tranaportes 

Bate: 

29 September i 960 

Brazil S/A 

SO Bo: 

600-8-10 

References (a) BEAL Letter MAB-37V& 
dated 22 September i 960 

Cb) CCP Boo 11 
(c) KCL 62,007 

VO Bos 

31,000 Series 


CQHYA3R 600 - HEAL 
CARGO CCMPAH3MBH? TIB-KKfB BIBBS 


(1) HEAL has accepted by Reference (a), Convalr’s proposal, Refer once (b). 
Specification Administrative Chongs (Cargo Caapartasat Tie-Bovm Bings), 
based upon BCL 62,007, Reference (c)o Accordingly, all departments 
concerned are directed to proceed with incorporation of the change 
outlined In Reference (c)o 


(2) Bnpji LeerjS m Specification Beetle will forward necessary revised 
Specification pa^s to the Centreats Department as soon as practicable =, 

(3) Incorporation of this change results In an Increase of 12 lbs° par 
aircrafto There Is no effect on aircraft performance or delivery 
scheduleo 


















C 0 N V A I R 

A Division of General D yn^ml cR Corpo 
(San Diego) 

3 October i960 

REAL MXHUTES 


Hlfio Ifoe 3 
Nodal 30-3 


Reference (a) So 0 o 600-3-10 dated 39 September i960 
(b) ccp Hoo n 

(e) ML 62,007 


CARGO CCHaffilWSBT HE-DQSH R1BGS 

REAL has accepted,, as evidenced by Reference (a), oar prep il, Reference (b) 
based vpoa MBL 62,007, B ef Oroaca (e). 

I teo r p orattca of this change iredte In an Increase of 12 iba, per aircraft 
Wax* la no effoet on aircraft perform a nce or doilvaxy aafccdule. 

Dvftoilptlfin of CbDQgV; 

Bege 96, nragxmfe 3»19«2<>fe LDGGAGB ABD CARGO (XMBUHK3B3S: 

Add ten fallowing after tea first Bcntenco: 

"B» flooring In bote tea foraart and aft cargo ecagtarfczaitB 
nhall be reinforced no required and shall be provided Hite ate 
each flute-tppo tie-down rings for fimrtqg bs avy or raerated cargo.," 

AOTSHs All c e nir e maO ore ca tt orl a e d to proceed site tee dbbTOo OaginoeriBg 
Specification fleotUs eill foreard neeeaaazy revised Specification 
papa to tee Cont ra cts Dopartennrt vlteln four wso&s of Sales Order 
dateo 


A* Jt> flowt 

Project teginser 


Arfo:u«IG:dr 








COHVfJB - Saa Plats? 


Hold Isos R8AL S/A - Sreaspeaffes Aexeos 
and ft^rona do Iranaporteo 
Bt Hr . i l S/A 

8 eo Paulo j, Brazil 

Bq crances (a) BBAL Letter KAB*3^0/6d 
datsd 30 August i960 
Cb) CCP Boa 0 
(0) MCL 62,006 


SMBS CBDBB 

Dates 9 fl»pt*£*.w i960 
SO Bog 600-8-9 
WO Bog 31,000 Serial) 


CCBVAIH 600 - FgAL 

gagas s&aibbst ahd roaraar on apt pacup bsat 


(1) 3BAL has accepted by Befsratce (a), Convalr's propoG&l, Bsferanaa (b) c 

Opacification. AOalnlotratlTO Chaom (Delete qsmdrtn t cod Footrest on 
Aft Feeing Seat), faaeod upon M&L 62,006 s (c)« Accordingly, 

nil dapnrteent* concerned ere directed to proceed with incorporation of 
tin change outlined In Re f ere nce (c) D 

(2) Sftglnocrlng Spaclflcntian Section will forward ncoasoery revised 
ap^liVcailitpagM io W Coctaraota Begeg*«r f <t as soon no practicable* 

( 3 ) 'Btis change has no affect on aircraft Height sqpty e 3bsxa in no 
effect on aircraft perfomnea or delivery cchedula« 





7 ^ 


Do H. Mggu 
Marm^pr of Contract* 


log Bog 




















C 0 a V A I B 

A Division of General Dynamics Corporation 
(San Diego) 


SO September i 960 


NOo 7 

bbdel 30-8 


REAL MDHHE8 


Reference: (a) S> 0* 600-8-9 dated 9 septeniber i 960 



b) cc? 1*5. 8 

c) icl 62,006 


DEEETB HEADREST AND FOOTREST OH AFT FACING SEAT 


REAL hoe aooaptoA, ao evidenced by Reference (a), our proposal, Rsfaroace (b), 
based tpn MCL 68 , 006 , B of oro nc o (c)„ 

Description of Chongs: 

Bags 9l fi ftnsmita 3 o19o1q1o 6 PASSENGER SEATS 
Revise the 13 th sentence as follows: 

From: "A standard and a vide ratchet-typo footrest shall b*> 
monddad for each first class double seat. 


To: ”A standard sod a vide ratchet-type footrest shall bo 

provided for each first class double seat* except the 
fOnaxdinast left hand aft facing double seato” 

Revise tbe 17 th sentence as fellows: 

Fran : "All first class seats shall be provided with adjustable 
headrestsa” 

To> : "All first clave seats shall be provided with adjustable 

headrests, except the forvudaest left head aft facing 
doubla seats” 

ACTION: All concer ned are authorised to pr c* id with fas aborts Engineering 
Specification Section will forward necessary revised Specification 
pages to fas Co nt rac ts Dejnrfcmt within four weeks of Sales Order 
date,. 



Project Engineer 


FES:JlC:dr 











8AIJ23 CRIES 


CQNVAIB - San Dlago 

Sold tos BEAL S/A - Xransportes Aareos 
and Emprsea da Ttemsportea 
Brazil S/A 

Sao Paulo, Brazil 

References (a) SEAL tetter MAN-337/60 
dated 30 August I960 


(cl 


COP NOo 5 
MCI* NOo 62,003 


Bates 

9 Sepfeoriber i960 

80 Nos 

600-8-Q 

VO Nos 

31,000 Series 


CCSVAIE 600 - BEAL 


REVISION TO P/N Cg BENDS P.A. AMPLIFIER 

(1) BSAL has accepted by Reference (a), Covair°s proposal, fiafisrance (b). 
Specification Administrative Chsnga (Ba vision to p/H of Bandix PoAo 
AB©lifIer), booed upon MCL 62,003, Reference (c)« Accordingly, all 
departments concerned are directed to proceed with Incorporation of 
tbs change outlined in Bafsrence (c) 0 

(2) Engj n eogJng Specification Section will forward na cos Gary revised 
SpcctflcaElon pagas to tSr Contracts Doportaent as soon as practicable o 

(3) Afcirt change bas no offset on aircraft veigst eerptyo Thors is no 
effect on aircraft perfors&nce or delivery schedule 0 



HBDsW 


Log No* 2620 



f®' Bo Ho Biggie 
Ifenagsr of Contracts 




















N6. 6 

Modal 30-8 


C 0 N V A I R 

A Division of General Dyneulca Corporation 
(Son U^o) 

SO September i960 

HBAL MINUTES 


Mtett B a: (a) 8, O 0 Bo. 600-3-8 dated 9 September i960 
Cbj CCP HOa 5 
(e) MEL Ho. 68,003 


BmsaCM TO P/S OF BBBBg P.A. AMPLIFIER 

BEAL baa acce pted , aa evidenced by Rafimmuo (a), our proposal, Haforeuca (b) 
based upon HEX, 68,003, R eference (e). 

Deecrlptloo of Cbaage: 

Stage A-U, AF EB HBDC I-C, ELSCTROHIC SQOXB^T: 

Revise tee below Item under "PoA. SX8T2Mt as teUDae: 

Prom t "1 nee. Address Amplifier ftradte AKA-10A" 

To: "1 fees. Address Aagimer BantUx AHA-10B" 


ACTIOS: All c an oe mod am anteorlaed to p ro ceed with tee obese. 

& 3 £neerlng Specification Section sill forward necessary 
revised Specification pages to tee Contracts Xbpartmaot 
vitein four veafca of Sales Order date. 



Project Bogtnaer 


FHB:JHC:dr 










SALES ORDER 


CQHVAIR - San Diogo 


Sold to; 


Reference: 


REAL s/A - Tronaportes Asreos and 
Snpreaa ds Tronsportes Aarovioa 

Bate: 

30 August i960 

Brasil 3/A 

Sao Paulo, Brasil 

SO Ho: 

600-3-7 

(a) REAL letter HAH-31B/60 
dated 3^ August l$ob 

(b) CCP Hoo 7 

(c) MCL Soo 62,005 

WO Ho: 

31,000 Series 


CQHVAIR 600 - REAL 
HBVXSIQH 30 C. 0. L33HT3 GRAPH 


(1) REAL has accepted by Reference (a), Con.viilr 0 fl proposal, Raferecca (b). 
Specification AdsdnlstrOitl'vQ Gmmm (Revision to C» G» Llialtg Graph), 
booed upon JCL 62,005, R efe rence (c) D Accordingly, ell departments 
concerned are directed to proceed with Incorporation, of the change 
outlined In Reference (c)<> 

(2) Saglnearlnfi Specification Section will forward necessary retired 

iclflcation pages to the Contrects Dsgsrteat as soon an practicable.. 

(3) This ctongp baa no effect cm aircraft uaigfrt en$tyo Ttero is no 
affect on aircraft p er formance or deliTOry ocfcsdulco 















C 0 » V A I B 

A Division of General Dynamics Corporation 
(San Diego) 

No. 5 

9 September i960 

Mid. 30-6 

REAL MINUTES 


Reference: 


(a) 3. 0. 600-8-7 dated 30 August i960 

(b) CCP Bo. 7 

(c) MOL Bo. 68,003 


REVISION TO C.G. LOOTS GRAPH 


REAL has accepted as evidenced by Reference (a), our proposal. Reference (b) 
based upon MCL 62,005, Reference (c). 

Description of change: 

Riga 6a - C. G. DESIGN LOOTS: 

Replace above illustration in specification with copy of Bags 6a - C. G. LOOTS 
wm.’ 1 edde new aft takeoff C. G. limit. 


ACTION: All concerned are authorised to proceed with the above. Engineering 

Specification Section trill forward necessary revised Specification pages 
to Idle Contracts Department within four weeks of Sales Order date. 











CGS?AIR - San Diego 


3A1SS oariBR 

Dates Id August i 960 

SO 19b: 600-&-6 




Sold to: H2AL S/A - Trsnsportes Aarsoe and 


Sngmesa da Trsnsportes Aerovias Brasil s/A 
Sac Paulo, .Brasil 



WO Bo: 31*000 Series 


CCBVAIB 600 - HEAL 


H8T3BICP TO CTBBCHAgBABIB AHD RSPlACBABIg PARIS 


(1) HSAL has accepted Ccnvuir'e proposal, Reference (a), Specification 
Administrative Cl inge, Bsvision to Interchnngrahls sad flaplcceaKLe 
Parts, based upon MCL 62,004, Esfenanco (b) 0 Accordingly, all 
departroots concerned era directed to proceed vith incarporatioa 
of the change outlined in flafarence (b). 

(2) En fdaearlBA Specification Section w ill forward necessary revised 
^ ;: cjlficsfclm gaga ttHEs CbcfEi" cts Ifapartafcst as coon as 
practicable. 

( 3 ) This cbsafj* has no effect on aircraft wight oqpty. Share Is no 
effect on aircraft perfocnanee or delivery schedule. 




Log Ho: 237? 


D. Ho Uggea 
Manager of Contracts 















C 0 N V A 1 R 

A Division of General Dynamics Corporation 
(Saa Diegp) 

No. 4 

BEAL MINUTES Hod. 30-8 


9 September i 960 


Reference 



S. 0 . 600 - 8-6 dated 18 August i 960 
CCP No. 6 
MCL Ho. 62,004 


REVISION TO IHTBRCBAKGBABIE AND RBPIACEABLE PARTS 

REAL has accepted, as evidenced by Reference (a), our proposal. Reference (b) 

based upon MCL So. 62,004, Reference (c) 

Description of Change: 

Page 117, Paragraph. 3 . 23.2 EQUIPMENT INTERCRAStlEABILITI: 

Revise the following item under "a. Interchangeable Parts (Coat)" 

as fol mt 

From : "Crow and Passenger Seat and Back Cushions and Arm Rest 
Cavers" 

To : "Grew Seat Bottom Cushions 

Passenger Seat Bottom Cushions and Ana Rest Caps" 

Revise the below Item under "b. Replaceable Parts" os follows: 

From : "All Doors and Covers not specifically listed as inter¬ 
changeable" 

To: "All Access Doors or Covers not specifically Hated as 

interchangeable " 

Delete the below Item from "B. Replaceable torts": 

"Access Panels" 

ACTION: All concerned are authorised to proceed with the above. Engineering 

Specification Section will forward necessary revised Specification page 
to the Contracts Department within four weeks of Sales Order date. 











COHVAIR - San Mgflo 


SA1SS OSIER 


Sold to: 


Reference: 


REAL S/A - Ttonaportas Aan?os and 
Serosa de Transports® A rovia® Brasil s/A 
Sao Paulo, Brasil 

(a) CCP Hoc 2 
lb) JCL Bo. 62,001 


Dates 10 August i 960 

SO Bo: 600-8-4 
HO Ho: 31*000 Berios 


COBVAIR 600 - HEAL 

MODIPICATICS CEB» KKQIHB FAB ABTI-ICIBG 


(1) REAL boa accepted Coovalr's proposal, Reference (a), Specification 

AdnlalstrvblVB Change, Modification of Fan Anti-Icing System, 

based upon MCL 62,001, Reference (b)« Accordingly, all dspsrtancts 
concerned are directed to proceed with incorporation of the 
outlined In Reference (b)«, 

(2) S a gi n a er lng Smcification Section sill forrord necessary revised speci- 

1 tlon pages Coafasct® fepartesst as soar as practieshleo 

(3) This clwnffl has no effect on aircraft weight espty„ Biere is no effect 
on aircraft performance or delivery schedule» 














A Edviaioa ctS General D&mmiQQ Caspora-tioa 
(San Xttego) 


C 0 £? y A X R 


BEAL MIKinSS 


Ho. 3 

tfcdel 30-8 


Refbroaco: 



8.0a 600-8-4 dated 10 August i960 

CCP So. 8 
KJL Bo. 69,000. 


HBCggICAgXOM 08 BSOIHB FAB AKn-XCIKG STOH®§ 


REAL tea accepted Cczroair’s proposal, RaSfeseacs (a), Specification 
J IMa lstaftUTO Change, t&difi cation of Bogina Pan Anti-Icing 
baoed qpen KCL 69,000., Ssferanca (b). 

DBMiiptton of Chongs t 

tegs HI# feragsajfe 3.00.8.1 - AKTI-ICXEG G& WCSSSMOBSKBOSSS AREAS: 

Add to following after th© nsarfc to the last soatsno© i 
paragraph: ‘ / / 

J s' 

"An <53-071?" stTitefi pMU be provided to Isolate each ogSiSaa ent: 
Icing systzaa tfgea the engine bleed air during takeoff, eitm^ end 
c nil 09 conditions". 


fiCTKm All coDoozncd am authorised to pxoacsd vtvex tfea staa, 
bigiiw artag Specification Section tdU foorcard cacassory revised 
Specification pagno to tho Contracts Bgp ar ta unt tdthln four oseJts 
of Salsa Order date. 


AJ8:JK£:sA 






CQHVAJR - San Dlago 


SAU38 U3S3R 


Sold to: BEAL S/A • Transpartes Aereoo and 

Btpresa do Transpartes Aexov±na Brasil s/a 

Dote: 

10 August i 960 

Sao Paulo, Brasil 

SO Bo: 

600*8*3 

Baflerenoe: (a) Letter, Eduardo Alvoron^x to H.B. 

Oucksorth, dated 4 August I960® 

(b) OOP Ho® 4 

(c) MCL Ho. 62,002 

«0 Bo: 

31,000 Series 


CQB7AZR 600 - SEAL 


HEviBiOE to azngg msmi mxmmm 


(X) BEAL has accepted by aa ft l c ca (a) Convnir'o proposal, Hcferanee (b). 

Specification Administrative iBinam. Bcvltlon to aaygen System Illustration 
based upon IBL 62 , 002 , Bcfierence (c). Accordingly, all deportments con* 
earned ace directed to proceed vltb incorporation of the change as outlined 
in Befcr pn cq (c). 

(2) Tflnrf nearing specifientian Section w ill forasrd necessary revised sped* 
location pages to tho Contracts Bapartesat as soon as paroctlcablfto 

(3) ntls change has no affect on aircraft walgit espty 0 Store la no effect 
on aircraft performance or delivery schedule. 















C 0 N V A I R 

A Division of General Dynasties Corporation 
(San Diego) 


Ko. 2 


REAL MINUTES 


Model 30*8 


9 Septeniber i 960 


Reference: (a) S. 0. 600-8-3 dated 10 August i 960 

(b) CCP No. 4 

(c) MCL No. 62,002 

REVISION TO CKYGEK SYSTEM TlJJlSTOATION 

HEAL has accepted, so evidenced by Reference (a), our proposal, Reference (b) 
based upon MCL 62,002, Reference (c). 

Description of Change: 

Ibge lOba, GASEOUS COQEN SYSTEM: 

Replace above illustration in the specification with revised copy - 
GASEOUS OKXGEH SYSTEM, Bags lOba, which shoes oxygen facilities for 
four crew members in lieu of five. 


ACTION: All concerned axe authorized to proceed with the above. Engineering 
Specification Section will forward necessary revised Specification 
pages to the Contracts Department within four weeks of Sales Order 
date. 



JTR:JMC:dr 


x 










Sa^AlH^_Spq. »«p 


□ 


Sold to: REAL S/A - Tmncportos Aareon and 

Emproja do Transports* Anroviaa Brasil S/A 
3ao PaxilOr Braeil 


ACCOUNTING SALB5 ORDER 

Bata* 23 May I960 
SC Hot 600 * 6-2 
WO Not 31,000 Sorias 



BEjgABL 6PQ_ REAL 

mm. mm m* & 

(1) Attached ic a copy of Change Ordor No, 4 signed fey RRat. s/a „ * 
Tratuiportos Aarons and Siprasa do Transpcrtaa Aorovias Brasil S/A s 
ubloih Kaaado Detail Specification Report Bo 0 ZD-30-010 (Revision 4) 
datod 1 August 1938o to incorporate. the various changes &nt out in 
Paragraph VI of said Change Order, Change Order No, 4 cancslo 
Change Orders Nos, 1 through 3 to Detail Specification Report No, 
ZD-22-0Q1 dated 1 Ante I956 t . revise i 22 July 1957, Detail 
Specification Report No, (3^-^2-60CD>ao amended by changes described 
in Change Order Ho, 4 ia 'ferchy redesignated "Detail Speeifloatian 
Report No« ZD-30-008 dated 2 Kay I960", 


thJbtqfa. zb • 30-01 c c^h) A 

I 14 iT if'' 


BSD tbs 
Log So 


1592 


cot 


n 


B, Burke (w/exsc, copy) 

600 Project Off!os (t/attacb»2) 
Oo^meralal Seles (w/attaoh) 

Ho A« Kuyea (v/attach) 

Contracts Staff Section (v/attach) 
J, Dolg (v/attach) 

Bo £, Johnson (v/attach) 

J, Jodke (v/attach) 

*•?» F, Brown (v/attaoh-2) 


*?**' D, H, Dlgges 
Manager of Contracts 

H« Ro Kennedy (v/attaoh) 

Camseroial Contract a 
Arthur Anderson & Co, (v/attach) 
Change Order No, 4 
A, J« Braldio 

Go T* Bovee (v/attach) nrpTCFtT 1 

T, J, Sullivan (v/attach) “ tUul ' " 
Do Ho Dif^ea (v/attach) 

Sales Order Pile MRV 711 

pBOJfi 

SPEC. 

GROUP 


















CHARGE ORDER R0 C 4 
pursuant to 


Article 5 of PurohaBo Agreement dated 12 August 1957 

by and between 

READ S/A - Transporteo Aeroos and Baprosa do Transportea Aerovias Brasil S/A 
and General Dynamics Corporation (Gonvair Division) 



la The Detail Specification Report flop ZD-30-010 (Revision 4) dated 
1 August 1938 ia hereby am sdsd, to incorporate tbs various changes 


set out In Paragraph YI hereof^ This Change Order No 0 4 cancels 
Change Orders MoSq 1 through 3 to Detail Specification Report 
Hoc ZD-22-001 dated 1 June 1956 p revised 22 July 1957 0 This 
Change Order is issued to establish the ohengoa to the Detail 
Specification agreed upon between the parties as of the date 
hereof in accordance with provisions of Article 5 of the Purchase 
Agreement entitled "Changes 

Ho Airplanes Affected: 


Undelivered - 3 

UIo Effect on weight end balance: 


As reflected in the Detail Specification Report 
Noo ZD-30-008 dated 2 May I960, 


XVo Effect on Performance: 
Rone 


Vo Effect on Delivery: 

Rood 

VIo This Change Order results in the following changes with the applicable 
charges as noted: 

A 0 Installation of supplemental oxygen masks for radio operator/ 


navigation station? 


Total Ron-recurring Charges 
Recurring Charge par Aircraft 

Total Charges for 3 Aircraft 


728o00 

$ 9„582o00 


$ 7 p 398o00 


- Page One — 




CHANGE ORDER HO* 4 
pursuant -bo 


Article 5 of Purchase Agroesaost dated 12 August 199? 

by and between 

REAL S/A - Transports s Aeraos and Soprosa do Tranaportes Aarevias Brasil S/A 
and General Dynamics Corporation (Coxrtrair Division) 

ntwi 


^asagps>a$J^a..A 

to the aforesaid Agrogaant 


Bo Installation of radio/navigation station« 

Total Non-recurring Charges $ 28,563oOO 

Recurring Charge per Aircraft 10,437@00 

Total Charges for 3 Aircraft $ 59 {,874.00 

" Co Installation of cabin rate-of-dinb indicator 0 


v"' 


Do 


- Bo 


" F 0 


Total Non-recurring Charges $ 

Recurring Charge par Aircraft 

Total Charges for 3 Aircraft $ 

Installation of oil lou pressure warning switches a 

Total Noc-recurring Charges $ 

Recurring Charge per Aircraft 

Total Charges for 3 Aircraft $ 

Revise instrument switching system 0 

Total Non-recurring Charges $ 

Recurring Charge per Aircraft 

Total Charges for 3 Aircraft $ 

Installation of integrally lit Instruments o 

Total non-recurring Charges $ 

Recurring Charge per Aircraft 

Total Charges for 3 Aircraft $ 


819*00 

214o00 

1 , 461,00 


7,890o00 

148o00 

8,334.00 


3,161.00 

465.00 

4*556.00 


21,888oOO 

9,704o00 


51,000o00 


Go Installation of bilingual signs (Engllsla/ 
Portuguese) 

Total non-recurring Charges 
Recurring Charge per Aircraft 

H 

Total Charges for 3 Aircraft 

- Page Two - 


$ 7,395o00 

1,138.00 


$ 10 , 809.00 





CHANGE ORDER NO. 4 
pursuant to 

Article 5 of Purchase Agreement dated 12 August 195? 

by and between 

REAL S/A - Transports Aereos and Eapraaa do Transport Aoroviaa Brasil S/A 
and General Dynamics Corporation (Convair Division) 

apd 

Amendment No. 4 
to the aforesaid Agreement 

Ho Installation of periscopic sextant provisions. 


Total Ifoiweeurring Charges 

% 

6 ,285.00 

Recurring Charge per Aircraft 


2,756.00 

Total Chargee for 3 Aircraft 

% 

14,553*00 

75 Gallon tank in lieu of 50 gallon. 



Total Non-recurring Charges 

% 

243*00 

Recurring Charge per Aircraft 


530.00 

Total Charges for 3 Aircraft 

% 

1,833*00 

Installation of REAL requested electronic 

equipment. 


Total Non-recurring Charges 

$ 105,954*00 

Recurring Charge per Aircraft 


44,172.00 

Total Charges for 3 Aircraft 

$ ; 

238,470.00 


*- K 0 Paint Fin arai fuselage top; also REAL markings 
(Enamel paint). 


No Charge 


^ L. REAL interior configuration including installation of 
overseas equipaent (Provisions for customer furnished 
buffets)o 

Total non-recurring Charges $ 115 p 518 Q 00 

Recurring Charge per Aircraft 17,688.00 

Total Charges for 3 Aircraft $ 168,582.00 

° M. Standardisation of all main system hydraulic pumps 
(Electrical depressurization and blocking valve). 

Total non-recurring Charges $ 3,936.00 

Recurring Charge per Aircraft 475.00 

Total Charges for 3 Aircraft $ 5,361.00 

^ No Improved soundproofing 


- Page three - 


No Charge 




' CHANGE ORDER NO* 4 
pursuant to 

Article 5 of Purchase Agreement dated 12 August 1957 

by and between 

REAL S/A - Transportes Aorooa and Enpresa do Transportss Aerovisa Brasil S/A 
and General Dynamics Corporation (Convalr Division) 

and 

Amendment Ho a 4 
to the aforesaid AereeBont 


Go Summary of the foregoing charges: 

Total Non-reourrlng Charges $309*050*00 

Total Recurring Charges 265 p 365a00 

Total Charges for 3 Aircraft $574nA15 n OO 

VIIo The Detail Spaoifioation Report No* ZD-22-001 dated 1 June 1956 as 
amended by changes herein described is hereby redesignated "Detail 
Specification Report No 0 ZD-30-008 dated 2 May I960", whioh shall 
be dolivered to REAL within 30 days after execution of this Change 
Order* Thereafter ell references in the Purohase Agreement to 
Detail Specification Report Ho* ZD-22-001 dated 1 June 1956 shall 
be considered amended to "Detail Specification Report No* ZD-30-008 
dated 2 May I960". 


GENERAL DYNAMICS CORPORATION 

BE* -jfejLJU-SSEmk ■ ■,.... -, ■ ■ ■ ■ ■ ■ ■— 

Title: Vioa BxAaHast * Coarair DIvIe 


Accepted and Agreed to as of 
this 17 d av of May I 960* 

REAL S/A - TRANSPORTES AEREGS 

B?* —hL-M&xfo. .Mi., Alvacanga_ 

Title: Director 

EMPRESA DE TRANSPORTES AEROVIAS BRASIL, S/A 
BY: /s/ Eduardp M t Alvarenga 

Title: Director 


















* *£■**■ ■' . -"itn. * 

, Ho'd.etf.-d: , Ao&ril I 960 

1 f. Aji S/ i i P 4 Waifjp«»rl,eJ( AerocM Oflit 1 J&trXt&t h l ‘‘ . 

I to;- i r ,'i it a ■ V res-t- ■- t .-i «'. ®* 8 Rwloesiv 21 April I 960 

c f,o Ptu^ir* SO tao 600 * 8 -) 

< ■*" AfliAi^tRsent wo. 4 ’W> JSE /.1 *.*?» ik'-«e WO No Jin 000 aes'le* 

VgreemfBti pACjS***J.i« 5 si&*ry <960 
^’jl - r al#» Order 1 >14*1 


^ *. i M^-r . V .1.1 #1 


COgfV-M R 600 » REAJL 

SAL E or l CO NVAS R 600 AIRC RAFT - re a l 

i • i --in. :t pi* *19 Amenfimtt«r eat* forth arrangamaiwo for ths pttrrfcftaa h:? W ?. AS* 

< s l* i. n '.I'" Cwsrafcr 600 I’.Vadeil -MJ ’9 nii'Cr&ft tit. IHani o* V<se *ft»re« fJj (>,mv *n #H 0 
i&.r-i' 1 !U Mir«rMlt bMhflrffiert onder Reference 5 b J. 3 aW Aircrnft are w* t« 
Tr« 4 a 4 >.*.e?ttoo 6 in *tteert 1 t*a£e DetMl Sp*ciffcr*;J©R R$forr No, 2 V *30 0)0 
f y ♦H* k.Jift 4 ? dated l Asigetet 198 $. S# 4 d oirctaH are se&usdtglert 6 »i d alt wry 

-» i.< <j« « 


C 


fd i< vary 


NBmhsr of Aire reft 


JlWffte J %1 ... 1 

JtftHjj I9M I 

Vug get 1/61 


fff 3 . i".t # 5 A ! ,j e Order staitaerattoji ftllK dajMfcrtnuf rat» reucarmed to proceed w&tlto tfew 

tie * < . re'Jiia»e rrusataf*.c*ttTe of tferae ?>TCO«iv»|r 600 airer&fr. jw&roteiMit 

i (v.* <»jgrapw HU a.bd/e. 


< J*i '< i a ■ u,il:ig) Order v--S',H be s\ I'Aaed {.-♦ refb^j < hwog ;*a ©<*' beiag 
•'f v . r e «fet«maf 

( 4 ) Clauses requested fry 



“75 gallon watar tank in litm of 50 gallon# 

- Paint; in arid fuaeru ,e top* also lilVL markings* 

•ttpj^cuetrtal axygor 2sasfc-r for radio opscator/navigator, 

^Ir 'x 1 ,v * '.© ope* :vi 'ruTi jatlon station in l.-eu of observers posit. :.ou 0 
~* r: <0 Jictaat prmda:i*• m> 

* 1 «t\ 1 litegrg lj lighted insti*iirar»nta oa forward instrument ; v Is 

- • 1 denser conn’d, rats^of-olliab iudi6ator in Heu o: ItoLus -an, 


V 


\ 




- \ 
if > 

* VJ • j j -v.,. 

M, H 0Sg^e.« 

iv,t tfev of C^saensretna Co^r^eto 


1268 











'i- Jt ‘Sold to I 


Reference: 


_ SALES OILER (Page 2) 

* 

REAL S/A*>7rfeji3portes Aonioa and n l3 vised: 1 April I960 

Etaprosa Ds Transportas Aarovias Brasil S/s Date* 7 January 1960 
Sao Paulo p Brasil #6a RaviBed* 21 April I960 

SO No; 6GCV-S-1 


Same as Page One 


WO No: 31*000 SaiiJO 


Paragraph (4i (Cont v d) 


-Install 4 Oil low prensure v/axnijng avri-tobo: similar to 340/440 in lioi of 
hydraulic electrise 

- Install REAL requested electronic oqui.pns.nt (SPF to bo basic),, 

* Install oversea* provisions and equipment felfa 

- Install bilingual signs (idri iisb/PortueuesoJo 
-- Revise instrument switching system,, 

- Electrical dsacEipr33sur..sation and blocking valves (Swisoir I 'L 61*070)., 

- Revision to noi.se level guarantee,, 


911 Ajragf rer,ioqSfi c 



*• REAL 1 $ requostec the seating orrangamua'i as 
as I’evisedo |< 1 i %- 


d pi : tel .. i Conrva.i'i. Drvi^ S.;-O.JL 


(5) 


All galley equipment is to be. ouotcaer furni3had<,' 


All so •’to (firstr-claae and conch) era to be provided **ith plug-in ficd tray, at well 
HP- noitaally provided fcddin; food trays 0 
Seats are to have 


otevardesa step on inboard triple seats, 45° reclining on firat^olaas seats,, 
extended ana rests on first* class seats, tape in lieu of buttons for headrest 

cover ittael mats. First class seats te have energy absorption and adjustable 
headrests; all seats to have foot rests (AAL type). 

2 wo {• » migasine racks era to 1» installed in rear cceparimmt ar one. (1) :.n lor \r 


Goats in connective with thin ».ilea Order vd.ll bo reoovoa^ by routine change orders 


~y_£. 


HO 


*’Revised to a*;i Farugraph: (4) arid ($)« 

^Revised to add revisions to Paragraph (4) 0 










C 0 H V A I B 

A Division of General Dynamics Corporation 
(flan Bleep) 


REAL KXBOTBS 
13 January i 960 


Bo. 1 

Model. 30-8 


Banned & Rewritten SI April i 960 


Reference: (a) 

M 

c) 

(d) 


S.o. 600-8-1, dated 7 January 1960 , Rev. 81 April i 960 
CIO Aerial Bo. 60-19, dated 1 February i 960 . Rev. 6 April i 960 
MGL Serial Bo. 6 ®,077-1, dated ft Mu i 960 . Bar. 19 April i 960 
CFO Serial Bo. 60-19 MAtrrtlxm X, dated 11 April i 960 . Rev. 

81 April I960 


SALS CT 3 C0SVA1B 600 AIRCRAFT - BEAL 

Reference (a) Artec Order eete forth ana^aeate for the purrhnae by REAL 
of three ( 3 ) Ogmeir 600 (Medal 30) aircraft In lieu of the three ( 3 ) Comnair 
860 (Medal 31) aircraft aatherfted-eader-lte>iTaaee-(a)» Sold aircraft are to 
be aanufactured In acoordanea nth Detail Specification Report Bo. ZD-30-G10 
(Ravioion 4) dated 1 August 1938 . Said aircraft are echedulad for delivery 
ee follow: 

Month of Delivery Itefear of Aircraft 

Jbae 1961 1 

JVOy 1961 1 

August 196 I 1 

ftae Minutes ewttorlie Engineering to pa ueei d nth the design and release 
of three ( 3 ) Oonveir 600 elroreft pursuant to paragraph (l) above* Engineering 
nil pr sew EHO'e required for the mwuri ml ease iteae, the sheogw listed in 
hit (B) of r ef erenc e (b) that aro required to caafone to Detail Specification 
ZD-30-.Q10 Including fevLUon Bo. k dated 16 Bovetiber 1999 «ad REAL peculiar 
iteae ea Mated la Art (A) of re f t ran ee (b) and also inference (c) and (d). 

Go ahed haa been author!sod by the Chi ef ftgdner. 


F33:JMC:g& 


r. H. Scarp 
Project 




RECEIVED 


' ,y 2 *0 
QftoupJ- 







